DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 


Montana  State  Libra/ 


Month  Ending  - January  31,  1972 



3 0864  1006 

8676  8 

JF 

Project  Number 

Contractor  & 

Contract 

Date 

Work 

Pro- 

Men 

/o 

& Location 

Mileage 

Bid  Price 

Type  of  Work 

Awarded 

Comp. 

Began 

gress 

Empl. 

Comp. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36(7)  U-90 

5.011 

Helena  Sand  & Gravel 

Plant  Mix  Surface 

7/26/71 

90  Cal 

9/13/71 

0 

Helmville-No. 

$105,569. 13 

Overlay 

Days 

I 90-1(48)0  U-1 

4.245 

Goodfellow  Bros. 

G , Agg.  Surf. , PMB 

9/30/70 

330  Cal 

11/4/70 

-- 

-- 

60 

Lookout  Pass-E. 

$4,008,513.  17 

Base 

Days 

I 90-1(48)0  U-2 

-- 

Mahnomen  Pile 

Structures 

9/30/70 

6/30/70 

3/19/71 

Fair 

4 

82 

Lookout  Pass-E. 

D & E 

$454,854.92 

I-IG  90-1(49)4  U-1 

6.  708 

Goodfellow  Bros. 

G , Agg.  Surf. , PMB 

12/1/70 

350  Cal 

3/30/71 

-- 

58 

Saltese-W. 

$4,607,542.  80 

& Structures 

Days 

I-IG  90-1(49)4  U-2 

Waddell  Const. 

Structures 

12/1/70 

360  Cal 

3/15/71 

-- 

45 

Saltese-W. 

$563,940.80 

Days 

I-IG  90-1(49)4  U-3 

-- 

Max  J.  Kuney  Co. 

4 Lane  Structure 

2/23/71 

300  Cal 

4/19/71 

-- 

-- 

64 

Saltese-W. 

$536,022. 15 

Days 

EMP  I 90-1(50)16  U-2 

0.044 

Max  J.  Kuney  Co. 

Structures 

12/16/71 

225  Cal 

NOT  STARTED 

& EMP  I 90-1(52)11  U- 

■2 

$312,805.00 

Days 

DeBorgia-East  & West, 

Saltese-Haugan 

I 90-1(76)4 

Federal  Const.  Co. 

Dual  Rest  Area 

5/26/71 

210  Cal 

8/10/71 

15 

Saltese-W. 

$125,475. 75 

Days 

I 90-2(32)120  U-1 

8.908 

Washington  Const. 

G , Agg.  Surf.  , PMB 

12/16/69 

360  Cal 

1/12/70 

Winter  Shut- 

70 

Clinton -E  & W 

$4,235,063.09 

P MBS, Sign.  ,Seed, 

Days 

down  12/23/71 

Comf.Sta.  & Forest  Ser.  Rd. 

I 90-2(32)120  U-3 

8.908 

Fred  Strandberg 

Fencing 

12/1/69 

30  Cal 

3/27/70 

-- 

-- 

70 

Clinton-E  & W 

$68,784.20 

Days 

I 90-2(33)129  U-1 

6.474 

Washington  Const. 

G,  Agg.  Surf. , PMB 

7/1/69 

400  Cal 

8/4/69 

-- 

2 

83 

& I 90-3(15)132  U-1 

$3,241,826.29 

Sign  & Dual  Overpass 

Days 

Beavertail-E  & W 


) 


i 


MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Missoula  - 11-30  (Cont'd) 


I 90-2(33)129  U-2 
& I 90-3(15)132  U-2 

6.474 

Granite  Const. 
$42,748.90 

Fencing 

7/1/69 

30  Cal 
Days 

9/23/69  Winter  Shut- 
down 12/23/71 

47 

Beavertail-E  & W 

I 90-2(35)85  U-1 
Frenchtown-E  & W 

10. 170 

Peter  Kiewit  Sons' 

$4, 185,224.50 

G,  Agg.  Surf.  ,Cem. 
Trtd  Base, PC  Cone. 
Pav.  ,PMBS,  Signing 
& Dual  Weigh  Sta. 

11/21/69 

400  Cal 
Days 

12/12/69  -- 

95 

I 90-2(35)85  U-2  10.170 

Frenchtown-E  & W 

EHS  I 90-2(55)95  U-1 
& EHS-F  215(22) 

Missoula  West-Clinton  Rd. 

Pipestone  Const. 
$96,276.69 

Watters  Const.  Co. 
$37,590.00 

Fencing 

Impact  Attenuators 

11/21/69 

12/16/71 

30  Cal 
Days 

45  Cal 
Days 

3/19/70 

NOT  STARTED 

98 

& Backhouse  Bridge 

I 90-3(33)143 
Bearmouth  W & E 

— ” 

Skinner  Enterprises 
$199,743.35 

Dual  Rest  Area  & 

Structure 

7/1/71 

150  Cal 
Days 

9/22/71  --  3 

19 

S-RS  127(5) 

Philip  sburg  -West 

7.  165 

Associated  Asphalt 
$413,405.70 

Surf.  & Signing 

7/1/71 

180  Cal 
Days 

7/14/71 

69 

S 169(4)  & City 

Proj.  12S-406 

Sletten  Const.  Co. 
$1,352,510.65  (State) 

G,Agg.  Surf.  ,PMBS 
& Brs. 

10/11/71 

425  Cal 
Days 

12/2/71  --  8 

0 

FI  219(12)  U-90 
Inters.  Airport  Rd. 

2.5 

Kalispell  Neon  Sign 
$7,217.00 

Lighting 

8/27/71 

20  Cal 
Days 

NOT  STARTED 

& Mont.  200 

SMP  3299-71 

Various  Roads 

Konda  Const.  Inc. 
$142,480.00 

Crush  & Stockpile 

8/27/71 

90  Cal 
Days 

9/21/71 

92 

F 9999  (34) 

Mont.  Hwy.  #200 

58.4 

Skinner  Enterprises 
$22,995. 95 

Sign  & Delineation 

7/27/71 

120  Cal 
Days 

NOT  STARTED 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


EHS-RF  63(15) 

0.388 

Konda  Const.  Co. 

G , Agg.  Surf. , & Rd 

12/16/71 

100  Cal 

NOT  STARTED 

St.  Ignatius-Pablo 

$126,977.21 

Mix  Surf. 

Days 

S 157  (5) 

4.  771 

Krallng  & Nelson 

G,Agg.  Surf.  ,PMBS 

1/25/71 

180  Cal 

2/22/71 

Kalispell- Lupfer 

$537,472. 01 

& Cover 

Days 

EMP  U 191  (33) 

0.257 

Sandon  Const.  Co. 

G , Agg.  Surf. , Cement 

12/16/71 

130  Cal 

NOT  STARTED 

Pablo-Kali  spell 

$249,976.22 

Tr.  Base  & Portland 

Days 

Cement  Cone.  Paving 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Kalispell  - 12-30  (Cont’d) 

S 221  (5)  3.482 

Thompson  Falls-W. 

F 250(8)  U-90 
Int.  Louisiana  & Idaho 
Ave.  -9th  St.  Libby 
EPS-S-RS  334(5)  U-1  1.307 

Columbia  Falls-Polebridge- 
Canadian  Line 

EPS-S-RS  334(5)  U-2  0.  076 

Columbia  Falls -Polebridge- 
Canadian  Line 


DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


S OOOS  (33) 

27.9 

Skinner  Enterprises 

Various  Sec.  Hwys. 

$9,047.40 

I 15-1(30)75  U-1 

10. 192 

Hilde  Const.  Co. 

Apex-Bro^\^ls  Bridge 

$3,  161,029.27 

I 15-1(30)75  U-2 

-- 

Cop  Const.  Co. 

Apex -Browns  Bridge 

$289,747.07 

I 15-1(42)23  U-1 

15.244 

S.  Birch,  Inc. 

Dell-Redrock 

$4,385,992.31 

I 15-1(49)62  U-2 

Cop  Const.  Co. 

Dillon -North 

$132,509.30 

I 15-1(50)85  U-1 

2.455 

Washington  Const. 

Browns  Bridge-No. 

$1,816,329.49 

I-IG  15-1(50)85  U-2 

0.  105 

M.  Morrin  & Sons  Co. 

Browns  Bridge-No. 

$917,400.43 

I 15-1(55)87  U-1  & 

8.693 

McIntyre  & S.  Birch 

I 15-2(29)93  U-1 

$3,474,590. 13 

Melrose-S  & Melrose 

-N. 

I 15-1(55)87  U-2  & 

0.038 

W.  P.  Roscoe  Co. 

I 15-2(29)93  U-2 

$435,784.53 

Melrose-S  & Melrose 

-N. 

I 15-1(56)85 

-- 

W.P.  Roscoe  Co.  & 

Big  Horn  River 

McLaughlin  Const. 
$799,  889.40 

Washington  Const. 
$683,668.99 
Western  Sign  Corp. 
$29,977.55 

M & S Const. 

$522, 117.95 

Sletten  Const.  Co. 
$457,492. 87 


G & Crush.  Base 

6/23/70 

200  Cal 

7/30/70  Seasonal  Shut- 60 

Surf. 

Days 

down  10/29/71 

Signals 

10/22/71 

45  Cal 
Days 

NOT  STARTED 

G.  ,Agg.Surf.  ,PMBB 
& PMBS 

10/22/71 

270  Cal 
Days 

NOT  STARTED 

Structure 

10/22/71 

240  Cal 
Days 

NOT  STARTED 

Sign  & Delineation 

8/27/71 

60  Cal 
Days 

11/17/71 

“ — 

50 

Grading  & Fencing 

5/26/71 

275  Cal 
Days 

6/21/71 

~ - 

- — 

62 

Structures 

5/26/71 

240  Cal 
Days 

7/19/71 

Fair 

5 

51 

G,  Agg.  Surf. , Bit. 

7/2/69 

400  Cal 

7/21/69 

-- 

-- 

99 

Stab.  Base,  PMBS 

Seed  & Sign 

Days 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

“ - 

2 

7 

G,  Fencing  & Rel. 

7/1/71 

250  Cal 

9/27/71 

Good 

60 

65 

Items 

Days 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71 

Fair 

14 

11 

G.Agg.  Surf.  ,PMBB 

1/27/72 

300  Cal 

NOT  STARTED 

PMBS,  Fencing  & Sign. 

Days 

Structures 

1/27/72 

250  Cal 

NOT  STARTED 

Days 

Dual  Structure 

7/1/71 

350  Cal 
Days 

7/22/71 

Fair 

14 

29 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Butte  - 21-30  (Cont’d) 


I 15-3(20)155  U-1  6.847 

Boulder  Hill -South 

Schultz  & Lindsay 
$4,689,026. 16 

G,  Agg.  Surf.  , PMS, 
Fencing  & Sign 

11/30/71 

300  Cal 
Days 

NOT  STARTED 

I 15-3  (20)155  U-2 

Boulder  Hill  - South 

Huckaba  Const. 
$469,837.84 

Structures 

9/20/71 

300  Cal 
Days 

NOT  STARTED 

EMP-I  15-3(21)162  U-1 

Boulder  Hill-No.  5.515 

Goodfellow'  Bros. 

$4, 800,279 

Gr.  & Rel.  Items 

10/22/71 

350  Cal 
Days 

11/18/71  --  6 

4 

EMP-I  15-3(21)162  U-2 

Boulder  Hill -No.  0.015 

Riklin  Const.  & Phil 

R.  Bles singer 
$131,365.23 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTED 

1 15-3  (27)162  5.515 

Boulder  Hill -North 

McIntyre  Const.  & 

S.  Birch 
$1,207,008.03 

Agg.  Surf.  , PMS  & Sign 

12/1/71 

60  Cal 
Days 

NOT  STARTED 

1 15-4(44)202  6.133 

Helena  Hill-Sieben  Interch. 

Washington  Const. 
$1,234,500.  72 

G , Agg.  Surf. , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

51 

RF  77(16)  U-91 

Int.  U.S.  12-287  & Sec.  284 

Skinner  Enterprises 
$3, 160.00 

Flashers  & Lights 

10/22/71 

30  Cal 
Days 

NOT  STARTED 

F 77  (19)  8.303 

T own  send  - Helena 

Maronick  Const. 
$1,078,793.46 

G,Agg.  Surf. , PMBS 
& Signing 

4/27/71 

165  Cal 
Days 

5/24/71 

98 

I 90-3(23)166  U-1  5.995 

Gold  Creek-East 

Crick  Co. 
$4,200,820.27 

G,  Agg.  Surf.  , PMS 
Fencing,  Sign,  Dual 

Rest  Area  & Structure 

6/1/71 

330  Cal 
Days 

7/1/71 

44 

I 90-3(23)166  U-2 

Gold  Greek-East 

Riklin  Const.  Co.  & 
Phil  R.  Blessinger 
$533,222.49 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71 

8 

I 90-3(23)166  U-3  & 

I 90-3(33)143  U-2 

Gold  Creek-E.  & Bearmouth- 
W.  & E. 

Nelson  Landscape  Ser. 
$24,765. 00 

Landscaping  rest  areas  1/27/72 

6/1/73 

NOT  STARTED 

T 9058 

Helena  St.  & Intersections 

Skinner  Enterprises 
$96,970.36 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 
Days 

10/5/71 

23 

DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-6  (28)276 
Three  Forks,  Belgrade  & 
Manhattan  Inters. 


Rainbow  Electric 
$61,713.20 


Lighting 


11/14/70  7/1/71  2/8/71  COMP.  1/21/72 
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MONTHLY  CONSTRUCTION  REPORT  - 
Bozeman  - 22-30  (Cont'd) 


I P0-7(24)374  U-1 

13. 701 

Washington  Gonst. 

G,Agg.  Surf.  ,PMBS 

9/15/70 

400  Cal 

10/20/70  -- 

64 

& I 90-8(62)388 

$5,079,801.40 

Sign.  , Seed. , & Lighting 

Days 

Greycliff-E.  & Reedpoint-W, 

I 90-7(24)374  U-2 

0.  138 

M.  Morrin  & Son 

6 Structures 

9/15/70 

320  Cal 

10/7/70 

97 

Greycliff-E. 

$667,463.  83 

Days 

I 90-7(24)374  U-3 

13.048 

Williams  Const. 

Fencing 

9/15/70 

30  Cal 

10/15/70  -- 

64 

Greycliff-E, 

$78,067.30 

Days 

I 90-7(30)377 

-- 

Skinner  Enterprises 

Dual  Rest  Area 

7/1/71 

150  Cal 

8/10/71 

11 

Greycliff-E. 

$196,496.70 

Days 

I 90-7(30)377  U-2 

Papp  Landscaping 

Landscaping  rest  area 

1/27/72 

11/1/72 

NOT  STARTED 

Greycliff-E. 

$5, 164.00 

S-RS  370(19) 

6.  746 

Brasel  & Sims  Const. 

G,  & Agg.  Surf. 

12/1/71 

150  Cal 

NOT  STARTED 

Bozeman -Wilsall 

$738, 125.59 

Days 

F 9999  (38)  U-1 

Yellowstone  Electric 

Traffic  Signals 

12/1/71 

45  Cal 

NOT  STARTED 

No.  7th  Ave.  & Durston 

$15,412. 76 

Days 

Rd.  -Peach  St, 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


S OOOS  (25) 

Var.  Sec.  Hwys. 

61.6 

Western  Sign  Corp. 
$26,658.  50 

Sign  & Delineation 

10/22/71 

120  Cal 
Days 

NOT  STARTED 

I 15-4(33)229  U-3 
& I 15-5(35)230  U-1 
Dearborn  River -N.  & 
Cascade  Co.  Line-N. 

4.310 

Schultz  & Lindsay 
$2,095,448.20 

Agg.  Surf.  ,P MBS  10/23/69 

Lndsep.  & 2 Comf.  stas. 

& Rel.  Items 

350  Ca] 
Days 

11/5/69  Poor  5 

99 

I 15-5(57)280  U-1 
Vaughn -No. 

10.082 

Peter  Kiewit  Sons 
$3,780,299.64 

G , Agg.  Surf. , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

30 

I 15-5(57)280  U-2 
Vaughn -No. 

Cop  Const. 
$532,215.26 

Structures 

7/1/71 

300  Cal 
Days 

8/16/71 

9 

I 15-6(17)291  U-1 
Power  No.  & So. 

7.  752 

McIntyre  Const.  Co. 

& S.  Birch 
$2,958,442.  19 

G , Agg.  Surf. , PMB 
PMS,  Fencing  & Sign. 

5/26/71 

300  Cal 
Days 

7/27/71 

28 

I 15-6(17)291  U-2 
Power  No.  & So. 

Cop  Const.  Co. 
$311,731.24 

Structures 

5/26/71 

240  Cal 
Days 

8/9/71 

25 

I 15-7(12)331  U-1 
& S 357  (10) 

11.390 

S.  Birch,  Inc. 
$1,088,789.94 

G & Rel.  Items 

2/25/70 

300  Cal 
Days 

4/6/70 

99 

Valier  Jet.  -N  & S & Valier-E. 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Great  Falls  - 31-30  (Cont'd) 


I 15-7(12)331  U-3 

11.070 

R.  C.  Sehmoll 

Valier  Jet.  -N  & S 

$59,739.80 

I-IG  15-7(13)323  U-1 

9.641 

Zook  Bros. 

& F 211  (15) 

$3,279,333.49 

Conrad -N  & S & Vaughn -Conrad 

I-IG  15-7(13)323  U-2 

8.991 

0 & K Const. 

Conrad  N & S 

$45,591. 02 

I-IG  15-7(13)323  U-3 

Sletten  Const. 

Conrad -N  & S 

$282,842.47 

I 15-7(14)331  & 

11.390 

Peter  Kiewit  Sons’ 

S 357  (11) 

$3, 125,674.  10 

Valier  Jet.  -N  & S & Valier  E. 

I-IG  15-7(15)323  & 

9.641 

Zook  Bros. 

RF  211  (16) 

$1,657,940.69 

Conrad -N  & S & Vaughn-Conrad 

SMP  2599-71 

Hilde  Const.  Co. 

Various  Roads 

$129,926.00 

F 9999  (24) 

122.0 

Watters  Const.  Co. 

U.S.  Hwjs  87  & 89 

$57,  140.  80 

& Mont.Hw^s  21  & 200 

F 9999  (35) 

61.0 

Western  Sign  Corp. 

U.S.  Hwy.  ^87 

$21,507.00 

EHS  F 9999  (45) 

102.5 

Western  Sign  Corp. 

U.S.  H^\ys  89,  91  & 287 

$87,159.94 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 

S OOOS  (30) 

16. 1 

Western  Sign  Corp. 

See.  H\vys  240  & 241 

$7,805.60 

S 12(16) 

7.  868 

Riehardson  Const. 

Harlem -Turner-Can. 

Line 

$438,006.27 

I 15-8(17)369  U-1 

9.216 

Nilson-Smith  Const. 

Sunburst -So. 

$2,230,525. 98 

I 15-8(17)369  U-2 

9.216 

Pipestone  Const. 

Sunburst- So. 

$58,711.99 

I 15-8(27)369 

9.216 

Nilson-Smith  Const. 

Sunburst  - So. 

$1,389,389.  11 

) 


V > 


F ene ing 

2/25/70 

30  Cal 
Days 

4/6/70 

99 

G,  Rel.  Items  & 
Strueture 

7/29/70 

350  Cal 
Days 

9/3/70 

81 

F ene ing 

7/29/70 

30  Cal 
Days 

10/8/70 

77 

Struetures 

11/24/70 

180  Cal 
Days 

1/27/71  - - 5 

66 

Agg.  Surf.  , PMBS  & 
Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

72 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

90  Cal 
Days 

9/13/71  --  19 

26 

Crush  & Stoekpile 

10/22/71 

60  Cal 
Days 

NOT  STARTED 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

NOT  STARTED 

Sign  & Delineation 

7/27/71 

120  Cal 
Days 

9/2/71 

99 

Sign,  Delineation  & 
Traffie  Signals 

12/16/71 

150  Cal 
Days 

NOT  STARTED 

Signing 

12/1/71 

120  Cal 

NOT  STARTED 

G,  GS,  PMB,  Seal 

2/22/71 

Days 

160  Cal 

5/3/71 

Seasonal  Shut-  90 

Cover  & Signing 
G,Agg.  Surf. , PMBS 

11/21/69 

Days 

330  Cal 

4/14/70 

down  10/5/71 

98 

Sign  & Struetures 

F ene ing 

11/21/69 

Days 

30  Cal 

9/28/71 

17 

Agg.  Surf. , PMBS  & 

6/25/70 

Days 

180  Cal 

10/15/70 

98 

Signing 

Days 

# T 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Havre  - 32-30  (Cont'd) 


V ^ 


F 66  (7),  F 221  (4)  & 

Nilson-Smith  Const. 

G,  Stab.  Top  Surf. , 

9/7/71 

200  Cal 

9/29/71 

City  Proj.  4-24-69 

$509,602.  96 

PMS,  Br.  Widening  & 

Days 

Chinook-W,  1st  St.  , Chinook  Strs. 

Sign 

S 219  (11)  9.034 

Baltrusch  Const. 

G , Agg.  Surf. , PMB  & 

11/23/70 

200  Cal 

4/8/71 

Big  Sandy -Rudyard 

$648,369.48 

Signing 

Days 

F-RF  220  (12)&  3.501 

Schultz  & Lindsay 

G,  Agg.  Surf. , PMS  & 

12/1/71 

180  Cal 

NOT  STARTED 

S-RS  193  (12) 

Cut  Bank-W.  & Valier- 

$679, 814.30 

Fence 

Days 

Cut  Bank 

S 237  (9)U-1  5.101 

Nilson-Smith  Const. 

G,  Agg.  Surf. , PMB  & 

5/24/71 

240  Cal 

6/16/71 

Oilmont-East 

$458,995. 86 

Signing 

Days 

S 301  (C)  U-90 

Watters  Const.  Co. 

Guard  Fence 

10/22/71 

60  Cal 

NOT  STARTED 

Havre  - No. 

$14, 780. 00 

Days 

F 9999  (22)  81.1 

Western  Sign  Corp. 

Sign  & Delineation 

7/27/71 

150  Cal 

NOT  STARTED 

U.S.  Hwys  #2  & 87 

$28,566.00 

Days 

EPS  F 9999(48)  130.4 

Western  Sign  Corp. 

Sign  & Delineation  & 

1/27/72 

60  Cal 

NOT  STARTED 

U.S.  Hwys  89  & 2 

$86,612.05 

Traffic  Signals 

Days 

& Mont.  49 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86  (37)  12.247 

Richardson  Const. 

PMBS  & Bridges 

9/29/70 

240  Gal 

11/9/70 

72 

Plevna -West 

$875,573.78 

Days 

1 94-4(29)153,  23.435 

Zook  Bros. 

Agg.  Surf. , PMBS  & 

6/25/70 

275  Gal 

10/7/70 

92 

I 94-5(11)166  U-5  & 

I 94-5(13)160 

Prairie  Co.  Line-E  & W 

$2,326,928. 11 

Signing 

Days 

& Terry  - W. 

I 94-5(12)160  U-1  6.322 

The  Brezina  Co. 

G & Rel  Items  & 

3/26/70 

200  Gal 

4/8/70 

99 

Prairie  Co.  Line-E. 

$1,306,421.42 

Structures 

Days 

I 94-6(21)191  U-1  5.791 

Wm. Clairmont,  Inc. 

G,  Agg.  Surf. , PMB, 

12/1/71 

300  Gal 

NOT  STARTED 

Dawson  County  Line-E. 

$2,282,877.49 

PMS.  ,Fenc.  & Sign 

Days 

I 94-6(21)191  U-2  0.011 

Schultz  & Lindsay 

Structures 

12/16/71 

210  Gal 

NOT  STARTED 

Dawson  County  Line-E. 

$247,677.54 

Days 

EHS-I  94-7(9)233  PS  U-1 

Hilde  Const.  Co. 

G , Agg.  Surf. , PMS, 

1/6/72 

360  Gal 

NOT  STARTED 

Wibaux  E & W.  15.280 

$3,695, 120.03 

& Interch.  Light 

Days 

S-RS  128  (9)  U-1  8.968 

Joe  Mayo  & Son  Inc. 

Grading  & Rel  Items 

7/27/71 

200  Gal 

10/7/71 

33 

Wibaiix  - Sidney 

$765,754.49 

Days 

>rai5  ^.1 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 


DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


F-RF  152(11)  U-i 
Harlem  -Dod  son 

7.  454 

Nilson -Smith  Const. 
$1,319,230.66 

G , Agg , Surf. , PMBB 
& Signing 

7/i/7i 

360  Cal 
Days 

8/9/71 

RF-F  152(11)  U-2 

I laiTeni  -Dod  son 

0,  129 

Mahnomen  File  D & E 
$617,766.07 

Structures 

10/28/70 

5/15/70 

12/3/70 

S 202(1)  U-W 

Brockton  -North 

7.466 

Gus  M.  Albert 
$122,623.53 

PMB  Overlay 

7/26/71 

150  Cal 
Days 

9/3/71 

S 239  (4) 

Nashua -Nortli 

8.003 

Gus  M.  Albert 
$294,707.24 

Agg.  Surf.  & PMBB 

7/1/71 

180  Cal 
Days 

8/19/71 

F 253(17) 

Circle-WoM  Point  via 
4th  St.  Underpass 

0. 177 

Lloyd  C . Lockrem 
$289,222.50 

Upgrading  & PC  Cone. 

12/19/69 

180  Cal 
Days 

5/18/70 

S 414(5),  RS  416(4)  & 

S-RS  417(6) 

Medo  Lake-E.jDagmar-Coal- 
ridge -Ml  Elroy  & Antelope- 
Coalridge 

Gus  M.  Albert 
$480, 139.30 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 
Days 

NOT  STARTED 

EPS  F 9999  (30)  144.5 

U.S,  Hv^/ys  #2  & 191 

Western  Sign  Corp. 

$89, 160. 77 

Sign  & Deiineatioii 

12/16/71 

180  Cal 
Days 

NOT  STARTED 

EHS  F 9999  (49)  137,  2 

Mont,  Hwys  13,  24, 

& 200 

Western  Sign  Corp. 
$38,092.  90 

Sign  & Delineation 

1/27/72 

180  Cal 
Days 

NOT  STARTED 

DIVISION  CONSTRUCTION  SECTION  - BILLR4GS  - 51-30 


S OOOS(4)  & S OOOS(2i) 

Var.  Sec,  Hwys.  82,  1 

Western  Sign  Corp. 
$42,969.71 

Sign  & De  line  a*  ion 

7/26/71 

120  Cal 
Days 

NOT  STARTED 

F 53(16)  & F 230(12)  2,224 

Billings  N.  E, , BtJ lings 

F airgrounds  Northeast 

Yellowstone  Elect.  Co. 
$138,867.08 

Lighting 

12/7/71 

90  Cal 
Days 

NOT  STARTED 

I 90-8152)396  U-1,  13.336 

I 90-8(63)406  U-i  & 

F 408  (3) 

Columbus -E  & W & 9tli  St. 
Spur-C'.‘lumbus 

Schultz  & Lindsay 
$6,846,354. 10 

G , Agg.  Surf. , PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70 

1 90-8(52)396  U-3  10.  302 

& I 90-8(63)406  U-3 

Granite  Const. 
$73,300.08 

Fencing 

4/29/70 

30  Cal 
Days 

5/25/70 

Columbus  = E & W 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31  /72 
Bxllinggj  - Si “30  (Cont’d) 


1 90-8(65)465  LJ-  i 6.187 

Big  Horn  Go,  Line~W. 

Wickens  Bros, 
$1,344,047.  16 

G,  Fencing  & Rel. 
items 

9/29/70 

210  Cal 
Days 

10/26/70 

99 

f.  90-8(67)461  U“i  10.282 

& 1.  90- 8«,6 7)461  U-2 

Big  Hucn  COo  Line  W. 

(Easi^  & West  Sections) 

Hilde  Const, 
$1,471,959.28 

Agg.  Surf.  & PivlBS 

2/23/71 

120  Cal 
Days 

5/10/71 

49 

1 90'  8(68)418  & 

1 90-9(39)476 

Park  Ciiy-W  & Big  Horn  Co, 
line - E . 

Fred  Strandberg  Const. 
$463,802.50 

Dual  Rest  Area 

7/17/71 

210  Cal 
Days 

8/27/71 

28 

1 90-8(68)418  0-2,  190-9 
(39)476  U 2 & I 94-3(30)105  U-2 
Park  City -W,  Big  Horn  Co. 
Liue-E,  & Rosebud  E.  Sect. 

Papp  Landscaping 
$7,213.00 

Lndsep.  rest  areas 

1/27/72 

11/1/72 

NOT  STARTED 

f 90-8(69)455  & 29.  358 

1 90-9(41)471 

Pineiull  & Big  Horn  Co. 
line  W . & Big  Ho.rii  Co, 

Line-E, 

Western  Sign  Corp. 

$164, 180.  97 

Sig!i,  Deliaeation  & 

Sigji  Lighting 

12/1/71 

10  Cal 
Day  s 

NOT  STARTED 

i-lG  90"-9t26)4/l  U-l  & 

1 kj-8(35)4b5  U -3  13,063 

Big  Horn  Co.  LLie-E.  & 

Pinehi  1 ] * P r yor  C reek 

Wm.  Collins  & Sons 
& Tenneios  Const, 
$i,027, 138,  11 

G,  Si  Rel,  Items  & 
Eros.  Coal.  Diversion 

11/21/70 

2i0  Cal 
Day  s 

3/9/71 

87 

1 !.C  90-9(26)471  0 2 0.096 

Big  Horn  Co.  Line  E, 

M,  Morrin  & Sons 
$760,  889, 0'5 

Structures 

12/15/70 

28u  Cal 
Day  s 

2/23/71 

57 

I IG  90  9(26)471  U-3  13.064 

Big  Horn  Co.  Line  -E. 

Empire  Sand  & Gravel 
& Wm  Collins  & Sons 
$2,606,851.98 

Surf.  & PMBS 

1/26/71 

120  Cal 
Days 

8/i2/7i 

29 

i:  94-1(30)42  U-l  4.073 

C.isi-.cr~E  & W 
(West  Sectiijo) 

Wi^keiis  Bros. 
$977,533,40 

G. , Fenoiiig  & Roi. 
Items 

7/i/71 

250  Cal 
Days 

8/13/71 

91 

F 107  (16)  & 7.014 

F 258(15)  0-1 

Br idge'"' " L,<iafei  8t  Wyo. 
line'  Bridger 

Francis  M.  Tindall 
$1,287,649.65 

G,  Agg.  Surf. , PMB, 
PMBS  & Signing 

7/30/70 

240  Cal 
Day  s 

10/9/70  -- 

99 

F 107(1 /i 

Main  S«‘.  - Bridge?' 

Midland  Electric  Co„ 
$12,924.08 

Lighting 

1/ 27/72 

45  Cal 
Days 

NOT  ST.A^TED 
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MONTHLY  CONSTRUCTION  REPORT  - 1/31/72 
Bil  iiiigj  ~ !Lt-30  (Cont'd) 


S 132  C6)  1.592 

S172(1)U->T'  2,773 

Blacic  Otier  T.'ai  l No. 
of  B.l)  lings 
F 230(12)  U'2 
BiiiiiJgb  Fctiig 'r.Ja-- 

S-RS  20/18;  7.898 

Busby -Wy^n  line 
SMP  0299-72 
Various 


DIVISION  CONSJ  RUC  iNON  E 


Sletten  Uoiist. 

$1, 601, 063. 25 
Empire  Sand  & Gravel 
$86,692. 10 

Yellowstone  Elect.  Co. 
$19,831,28 

Peter  Kiewit  Sons'  Co, 
$386,427.  75 
Francis  M.  Tindall 
$112,243.00 


riON  Ml]  :ES  CITY  • 52 


S RS  45  (10) 

5-  694 

Gus  M.  Aliien: 

B L and en berg  - Garland 

$196,212..  90 

Miles  City 

F-RF  86  (38; 

0.  118 

Cup  Con,si.  Co. 

Miles  City  -No.  Dak, Line 

$549,672,49 

I-IG  94  3(24)83  U-  i 

/.  003 

Hilde  Const, 

Forsyi  li  - W. 

$1,393,024. 56 

1 IG  94-3(24)83  U-2 

0.  120 

Cup  Const. 

Foi  sytb  ~ W, 

$383, 6 16, 56 

1 94-3(.i0U0b  U'l 

Crick  Co, 

Rosehud'Easi'  Section 

$212,755.00 

I 94-'l(25)l53  U'l 

8.  859 

Zook  Bros. 

Prairie  Co.  Line  ~ W, 

$1,274,356.  74 

i 94-4(25)153  U-2 

8,  830 

Granite  Const. 

Prairie  Co,  Line-W. 

$69, 476, 13 

1 94-4(27)119  U'l 

8.  138 

Joe  Mayo  & Son  Inc. 

Vv  ct'y  ■"Sci-S' 

& Richardson  Const. 

I 94  -4(27)1 Iv  U 2 

$1,571,225.  85 

Waller  Mackin  & Son 

Hathaway  - Eal!. 

$49,746.40 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53 
MO  CONTRACTS  UNDER,WAY  AT  THIS  TIME. 


> 


V > 


G,Agg,Sarf,  ,PMBS 

10/26/70 

425  Cal 
Days 

11/18/70  Poor 

6 

75 

PkTB  Overlay 

8/27/71 

45  Cal 
Days 

9/22/71 

5 

Traflic  Signals 

1/27/72 

45  Cal 
Day  s 

NOT  STARTED 

Grading  & related 

1/27/72 

200  Cal 

NOT  STARTED 

Items 

Days 

Crush.  & stockpile 

1/27/72 

120  Cal 

NOT  STARTED 

■3Q 

Agg,  Surt.  , PMS  & 

12/1/71 

150  Cal 

NOT  started 

Sign 

Days 

Strucf  are 

12/1/71 

275  Cai 
Days 

NOT  STARTED 

G,Agg.Suri.  ,PMBS  & 

8/27/70 

300  Cal 

lJ/4/70 

-- 

91 

Signing 

Day  s 

2 Bridges 

3/30/71 

230  Cal 
Days 

4/19/71 

4 

97 

Dual  Rest  Area 

9/11/ 71 

150  Cal 
Days 

9/29/71 

19 

G & Rei  Items 

1/29/70 

300  Cai 
Day  3 

3/31/70 

98 

Fencing 

1/29/70 

30  Cal 
Days 

5/6/70 

99 

G,  Agg.  Surf. , PMBS 

7/1/71 

270  Cal 

7/12/71 

57 

Fencing  & Signing 

Days 

Rev.  & Lengthen  Str. 

9/1/71 

150  C.il 

9/22/71 

56 

Days 

30 
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February  1,  1972 


t 

Locati  oil 

Length 

Typo 

Work 

7,  V/or’.:  Co:,  pitted 
and  Estimated 
Completion  Bate 

Percent 

T i'.'.ie 

Used 

Coritr:ctor  f:u:l 
Contract  Amount 

1(5) 

Begins  3 i>llcs  nor Lhea s Lcr ly  of 

^1.669 

Grading,  Crushed 

62 

58 

Mat. era.";  Bros.  Co. 

St.  Regis  and  extends  northeasterly. 

Aggregate  Surfac- 

Aug.  1972 

$1,009,298.00 

Ing,  PKS 

Winter  Suspension 

-1(1) 

West  Gallatin  Highway. 

1.955 

Base,  KIS 

22 

47 

Schultz  6 Lindsay  Const 

. Co. 

July  1972 

$116,547.50 

Winter  Suspension 

-1(1) 

Begins  approximately  8 miles  north 

2.733 

Grading,  Base, 

URECO,  Inc. 

easterly  of  Columhia  Falls  and  extends 

Bituminous  Sur- 

84 

91 

$465,181.50 

2.7  miles  northerly  on  the  Worth  Fork 

face  Treatment 

• Winter  Suspension 

of  the  Flathead  River  Highway. 

-1(2)  6. 

Begins  approximately  0.5  miles  north 

7.702 

Grading,  Base 

60 

50 

URECO,  Inc. 

1) 

from  Columbia  Falls  and  extends 

PMS 

Winter  Suspension 

$1,514,510.00 

northerly . 

C12 

West  side  of  Going-to-the  Sun  Fvoad 

0.604 

Guardrail  & liisc. 

87 

100 

E.  F,  Matelich  Construe 

tion  Co. 

approxiraately  31  miles  northeasterly 

Items 

July  1972 

$261,930.00 

Winter  Suspension 

15(2) 

Begins  at  Conrad  and  extends  east 

8.912 

Grading,  Base 

McIntyre  Const.  Co.  & S 

. Birch, Inc 

8.9  miles 

PMS,  Structure 

Completed 

$1,890,592.00 

\ 


W 


# > 

DEPARTMENT  OF  HIGHWAYS 

CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 


Month  Ending  - February  29, 

1972 

Project  Number 

Contractor  & 

Contract 

Date 

Work 

Pro-  Men  % 

& Location  Mileap 

re  Bid  Price 

Type  of  Work 

Awarded 

Comp. 

Began  gress  EmpL  Comp, 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S36(7)U-90  5.011 

Helena  Sand  & Gravel 

Plant  Mix  Surface 

7/26/71 

90  Cal 

9/12/71 

0 

Helmville-No. 

$105,569. 13 

Overlay 

Days 

I 90-1  (48)  0 U-1  4.245 

Goodfellow  Bros. 

G,  Agg.  Surf. , PMB 

9/30/70 

330  Cal 

11/4/70 

60 

Lookout  Pass-E. 

$4,008,513.17 

Base 

Days 

I 90-1  (48)  0 U- 2 

Mahnomen  Pile  D & E 

Structures 

9/30/70 

6/30/70 

3/19/71 

2 83 

Lookout  Pass-  E. 

$454, 854. 92 

I- IG  90-1  (49)  4 U-1  6.708 

Goodfellow  Bros. 

G,  Agg.  Surf. , PMB 

12/1/70 

350  Cal 

3/30/71 

58 

Saltese- W. 

$4,607,542.80 

& Structures 

Days 

I-IG  90-1  (49)  4 U-2 

Waddell  Const. 

Structures 

12/1/70 

360  Cal 

3/15/71 

45 

Saltese- W. 

$563, 940. 80 

Days 

I-IG  90-1(49)  4 U-3 

Max  J.  Kuney  Co. 

4 Lane  Structure 

2/23/71 

300  Cal 

4/19/71 

64 

Saltese- W. 

$536,022. 15 

Days 

EMP  I 90- 1(50)16  U-2  0.  044 

Max  J.  Kuney  Co. 

Structures 

12/16/71 

225  Cal 

NOT  STARTED 

& EMP  I 90-1(52)11  U-2 
DeBorgia- East  & West 

$312,805.00 

Days 

Saltese-  Haugan 

I 90-1  (76)  4 

Federal  Const.  Co. 

Dual  Rest  Area 

5/26/71 

210  Cal 

8/10/71 

15 

Saltese- W. 

$125,475.75 

Days 

I 90-2  (32)  120  U-1  8.908 

Washington  Const. 

G,  Agg.  Surf. , PMB 

12/16/69 

360  Cal 

1/12/70 

Winter  Shut  70 

Clinton-  E & W 

$4,235,063.09 

PMBS,  Sign.  , Seed, 

Days 

down  12/23/71 

Comf.  Sta.  & Forest  Serv.  Rd. 

I 90-2  (32)  120  U-3  8.908 

Fred  Strandberg 

Fencing 

12/1/69 

30  Cal 

3/27/70 

70 

Clinton-  E & W 

$68,  784.20 

Days 

I 90-2  (33)  129  U-1  6.474 

Washington  Const. 

G,  Agg.  Surf. , PMB 

7/1/69 

400  Cal 

8/4/69 

2 83 

& I 90-3(15)  132  U-1 
Beavertail-E  & W 

$3,241,826.29 

Sign  & Dual  Overpa; 

ss 

Days 

I 90-2  (33)  129  U-2  6.474 

Granite  Const. 

Fencing 

7/1/69 

30  Cal 

9/23/69 

Winter  Shut-  47 

& I 90-3(15)  132  U-2 
Beavertail-  E & W 

$42,748.90 

Days 

down  12/23/71 
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MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 

Missoula  - 11-30  (Cont'd) 


I 90-2(35)  85  U-1 

10. 170 

Peter  Kiewit  Sons' 

Frenchtown-  E & W 

$4, 185,224.50 

I 90-2  (35)  85  U-2 

10. 170 

Pipestone  Const. 

Frenchtown- E &W 

$96,276.69 

EHS  I 90-2  (55)  95  U- 

1 

Watters  Const.  Co. 

& EHS-F  215  (22) 

$37,590,00 

Missoula  West- Clinton  Rd, 

& Buckhouse  Bridge 

I 90-3(33)143 

-- 

Skinner  Enterprises 

Bearmouth  W & E 

$199,743.35 

S-RS  127  (5) 

7.165 

Associated  Asphalt 

Phi  lip  sburg  -West 

$413,405.70 

S 169  (4)  & City 

Sletten  Const.  Co. 

Proj.  12S-406 

$1,352,510.65  (State) 

FI  219(12)  U-90 

2.5 

Kalispeli  Neon  Sign 

Inters.  Airport  Rd. 

$7,217.00 

&.  Mont.  200 

SMP  3299-71 

Konda  Const.  Inc. 

Various  Roads 

$142,480.00 

F 9999  (34) 

58.4 

Skinner  Enterprises 

Mont.  Hwy.  #200 

$22,995.95 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12' 

EHS-RF  63  (15) 

0.388 

Konda  Const.  Co. 

St.  Ignatius- Pablo 

$126,977.21 

S 157  (5) 

4.771 

Kraling  & Nelson 

Kalispeli-  Lupfer 

$537,472.01 

EMP  U 191  (33) 

0.257 

Sandon  Const.  Co. 

Pablo- KalLspell 

$249,976.22 

S 221  (5) 

3.482 

Washington  Const. 

Thompson  Falls- W. 

$683,668.  99 

F 250  (8)  U-90 

Western  Sign  Corp, 

hit.  Louisiana  & Idaho 

$29,  977.55 

Ave.  - 9th  St.  Libby 

G,  Agg.  Surf. , Cem. 
Trtd  Base,  PC  Cone. 
Pav.,  PMBS,  Signing  & 
Dual  Weigh  Sta. 

11/21/69 

Fencing 

11/21/69 

Impact  Attenuators 

12/16/71 

Dual  Rest  Area  & 
Structure 

7/1/71 

Surf.  & Signing 

7/1/71 

G,  Agg.  Surf. , PMBS 
& Brs. 

10/11/71 

Lighting 

8/27/71 

Grush  & Stockpile 

8/27/71 

Sign  & Delineation 

7/27/71 

400  Cal 
Days 

12/12/69  -- 

95 

30  Cal 

3/19/70  -- 



98 

Days 

45  Cal 

NOT  STARTED 

Days 

150  Cal 

9/22/71  -- 

2 

20 

Days 

180  Cal 

7/14/71  -- 



69 

Days 

425  Cal 

12/2/71  -- 

12 

0 

Days 

20  Cal 

NOT  STARTED 

Days 

90  Cal 

9/21/71  -- 

6 

93 

Days 

120  Cal 
Days 

NOT  STARTED 

30 


G,  Agg.  Surf. , & Rd 
Mix  Surf. 

12/16/71 

G,  Agg.  Surf. , PMBS 
& Cover 

1/25/71 

G,  Agg.  Surf. , Gement 
Tr.Base  & Portland 
Cement  Cone.  Paving 

12/16/71 

G & Crush  Base 

Surf. 

6/23/70 

Signals 

10/22/71 

100  Cal 
Days 

NOT  STARTED 

180  Cal 
Days 

2/22/71  -- 

59 

130  Cal 
Days 

NOT  STARTED 

200  Cal 

7/30/70  Seasonal  Shut- 

60 

Days 

down  10/29/71 

45  Cal 
Days 

NOT  STARTED 
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MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 
Kalispell  - 12-30  (Cont'd) 


EPS-S-RS  334(5)U-1  1.307 

Columbia  Falls- Polebridge- 
Canadian  Line 

M & S Const. 

$522,  117.95 

G,  Agg.  Surf. , PMBB 
& PMBS 

10/22/71 

270  Cal 
Days 

NOT  STARTED 

EPS-  S-  RS  334(5)U-  2 0.  076 

Columbia  Falls-Polebridge 
Canadian  Line 

Sletten  Const.  Co. 
$457,492.87 

Structure 

10/22/71 

240  Cal 
Days 

NOT  STARTED 

EHS-F-RF  9999(57)U-1  5.26 
U.S.  Hwys  2 & 93, 

Kalispell  & Whitefish 

Midland  Electric  Co. 
$219,642. 10 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

NOT  STARTED 

DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


S OOOS  (33) 

27.9 

Skinner  Enterprises 

Sign  & Delineation 

8/27/71 

60  Cal 

11/17/71 

-- 

-- 

55 

Various  Sec.  Hwys. 

$9,047.40 

Days 

I 15-1  (30)  75  U-1 

10. 192 

Hilde  Const.  Co. 

Grading  & Fencing 

5/26/71 

275  Cal 

6/21/71 

-- 

-- 

62 

Apex- Browns  Bridge 

$3,161,029.27 

Days 

I 15-1  (30)  75  U-2 

Cop  Const.  Co. 

Structures 

5/26/71 

240  Cal 

7/19/71 

Fair 

2 

52 

Apex- Browns  Bridge 

$289,747.07 

Days 

I 15-1  (42)  23  U-1 

15.244 

S.  Birch,  Inc. 

G,  Agg.  Surf,  ,Bit 

7/2/69 

400  Cal 

7/21/69 

-- 

-- 

99 

Dell-Redrock 

$4,385,992.31 

Stab.  Base,  PMBS 

Seed  & Sign 

Days 

I 15-1  (49)  62  U-2 

Cop  Const.  Co. 

Cone.  Canal  Str. 

12/1/71 

120  Cal 

1/11/72 

Good 

4 

29 

Dillon- North 

$132,509.30 

Days 

I 15-1  (49)  62  U-3 

0.027 

Cop  Const.  Co. 

Structure 

2/18/72 

250  Cal 

NOT  STARTED 

Dillon- North 

$369,348.49 

Days 

I 15-1  (50)  85  U-1 

2.455 

Washington  Const. 

G,  Fencing  & Rel 

7/1/71 

250  Cal 

9/27/71 

Good 

68 

75 

Browns  Bridge- No. 

$1,816,329.49 

Items 

Days 

I-IG  15-1  (50)85  U-2 

0. 105 

M.  Morrin  & Sons  Co. 

Structure 

7/26/71 

300  Cal 

9/13/71 

Good 

20 

16 

Browns  Bridge- No. 

$917,400.43 

Days 

I 15-1(55)87  U-1  & 

8.693 

McIntyre  & S.  Birch 

G,  Agg.  Surf. , PMBB 

1/27/72 

300  Cal 

NOT  STARTED 

I 15-2(29)  93  U-1 
Melrose- S & Melrose 

-N. 

$3,474,590.13 

PMBS,  Fencing  & Sign 

Days 

I 15-1(55)  87  U-2  & 

0.038 

W.  P.  Roscoe  Co. 

Structures 

1/27/72 

250  Cal 

NOT  STARTED 

I 15-2  (29)  93  U-2 
Mebrose-S  & Melrose 

-N. 

$435,784.53 

Days 

I 15-1  (56)  85 

-- 

W.  P.  Roscoe  Co.  & 

Dual  Structure 

7/1/71 

350  Cal 

7/22/71 

Good 

20 

53 

Big  Horn  River 

McLaughlin  Const. 

Days 

$799,  889.40 


f 


liil 

.£:i 


iiiiT' 


iy-r 


• f 


‘'  ■'  ■! ' Hi*'-!. 


■ -iVl 

|-  '‘i;. 

II 


M 


v: 


Ij  5 -V. 


i3 


or 


'm: 


1^ 

* il*>,>''i  Aidhiui 
w I axiifc  i^n 


. op  •’  < j 1 yd  i?ts  ftf  j 

1’  . ^U'i: 


d?,a  i 

< ja.st^vvi*.3 


-1 

* >n  oae  t ioir^u.«T?.Mi>Qi 


'•  .u 

I''  f ■•.  I 


4“r?\ 
iii 

■^-u  e'  <06>  ,r 

-■LI  0?  (U)  i-Jii 

•)  'I..*. 


i-:* 


.1 ' 


■6 


*(o 


/*'  l:'-'f 
■ • ' -■  'v'. 

O . t -Ci- 


..«»  '' 


' 1/ 


'i'. 


!)  Ht-ifio-i  ..  I . V/ 
/.’  "'Ul';'.<  It,.!  //vi 
:^  ,:-oV:  ,^JV»-./ 


rJrirM-aoUiCI 
1 j da  (pa,^i-ei  I 
< ■>1 

J dsfoa) 

. 0^1  -osbilQ  ' 

j-j  ':8(a5)i^i  j 
i*p  r<?;(?5:)St^  i J 

Bboj.)  ii  ^-u  V3  \ee)£ 

c8  <01^  i'tarf  I rj 
",  i 


MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 
Butte  - 21-30  (Cont’d) 


1 15-3  (20)  155  0-1  6.847 

Boulder  Hill- South 

Schultz  & Lindsay 
$4,689,026. 16 

G,  Agg.  Surf. , PMS, 
Fencing  & Sign 

11/30/71 

300  Cal 
Days 

NOT  START BD 

I 15-3  (20)155  U-2 

Boulder  Hill- South 

Huckaba  Const. 
$469,837.84 

Structures 

9/20/71 

300  Cal 
Days 

NOT  STARTED 

BMP- 1 15-3(21)162  U-1 

Boulder  Hill- No.  5.515 

Goodfellow  Bros. 
$4,800,279.27 

G.  & Rel.  Items 

10/22/71 

350  Cal 
Days 

11/18/71  --  11 

4 

BMP- 1 15-3(21)162  U-2 

Boulder  Hill- No.  0.015 

Riklin  Const.  & Phil 

R.  Blessinger 
$131,365.23 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTBD 

1 15-3(22)168  U-3  & 

I 15-4(33)  229  U-4 

Jefferson  City-N.  & Dearborn 

Western  Sign  Corp. 
$50,059.00 

Rest  Area  Modification 
& Metal  Overhead 
Structure 

2/18/72 

75  Cal 
Days 

NOT  STARTBD 

River  - N. 

1 15-3  (27)  162  5.515 

Boulder  Hill- North 

McIntyre  Const.  & 

S.  Birch 
$1,207,008.03 

Agg.  Surf. , PMS  & 

Sign 

12/1/71 

60  Cal 
Days 

NOT  STARTED 

1.15-4(44)202  6.133 

Helena  Hill-Sieben  Interch. 

Washington 

$1,234,500.72 

G,  Agg.  Surf.  ,PMBS 

4/27/71 

240  Cal 
Days 

6/14/71  -- 

51 

R.F  77  (16)  U-91 

Int.  U.S.  12-287  & Sec.  284 

Skinner  Bnterprises 
$3, 160.  00 

Flashers  & Lights 

10/22/71 

30  Cal 
Days 

NOT  STARTED 

.F  77  (19)  8.303 

Townsend-  Helena 

Maronick  Const. 
$1,078,793.46 

G,  Agg,  Surf. , PMBS 
& Signing 

4/27/71 

165  Cal 
Days 

5/24/71  -- 

98 

I 90-3(23)166  U-1  5.995 

Gold  Creek-  Bast 

Crick  Co. 

$4,200,  820.27 

G,  Agg.  Surf. , PMS 
Fencing,  Sign,  Dual 

Rest  Area  & Structure 

6/1/71 

330  Cal 
Days 

7/1/71 

44 

I 90-3(23)166  U-2 

Gold  Creek- Bast 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$533,222.49 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  --  4 

8 

1 90-3(23)166  U-3  & 

I 90-3(33)  143  U-2 

Nelson  Landscape  Ser. 
$24,765.00 

Landscaping  rest 
areas 

1/27/72 

6/1/73 

NOT  STARTED 

Gold  Creek- B.  & Bearmouth- 
W.  & B. 

T 9058 

Helena  St.  & Intersections 

Skinner  Bnterprises 
$96,970.36 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 
Days 

10/5/71  -- 

23 
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MONTHLY  CONSTRUCTION  REPORT  - 1/19/12 
DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-7  (24)374  U-1 

13.701 

Washington  Const. 

G,  Agg.  Surf. , PMBS 

9/15/70 

400  Cal 

10/20/70  -- 

64 

& I 90-8  (62)  388 

$5,079,  801.40 

Sign. , Seed. , & lighting 

Days 

Greycliff-E.  & Reedpoint-W. 

I 90-7  (24)374  U~2 

0. 138 

M.  Morrin  & Son 

6 Structures 

9/15/70 

320  Cal 

10/7/70  -- 

97 

Greycliff-E. 

$667,463.83 

Days 

I 90-7  (24)374  U-3 

13.048 

Williams  Const. 

Fencing 

9/15/70 

30  Cal 

10/15/70  -- 

64 

Greycliff  - E. 

$78,067.30 

Days 

1 90-7  (30)  377 

-- 

Skinner  Enterprises 

Dual  Rest  Area 

7/1/71 

150  Cal 

8/10/71  -- 

11 

Greycliff  - E. 

$196,496.70 

Days 

I 90-7  (30)377  U-2 

Papp  Landscaping 

Landscaping  rest 

1/27/72 

11/1/72 

NOT  STARTED 

GreycUff-E. 

$5,164.00 

area 

S-RS  370  (19) 

6.746 

Brasel  & Sims  Const. 

G,  & Agg.  Surf. 

12/1/71 

150  Cal 

NOT  STARTED 

Bozeman-Wilsall 

$738, 125.59 

Days 

F 9999  (38)  U-1 

Yellowstone  Electric 

Traffic  Signals 

12/1/71 

45  Cal 

NOT  STARTED 

No.  7th  Ave.  & Durston 

$15,412.76 

Days 

Rd,  - Peach  St. 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


S OOOS  (25) 

Var.  Sec.  Hwys 

61.6 

Western  Sign  Corp. 
$26,658.50 

Sign  & Delineation 

10/22/71 

120  Cal 
Days 

NOT  STARTED 

I 15-4(33)  229  U-3 
& I 15-5(35)  230  U-1 
Dearborn  River- N.  & 
Cascade  Co,  Line-N, 

4.310 

Schultz  & Lindsay 
$2,095,448.20 

Agg.  Surf. , PMBS  10/23/69 

Lndsep.  & 2 Comf.  stas. 

& Rel.  Items 

350  Cal 
Days 

11/5/69 

COMP.  2/1/72 

I 15-5  (57)280  U-1 
Vaughn-  No. 

10.082 

Peter  Kiewit  Sons 
$3,780,299.64 

G,  Agg.  Surf, , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Poor  21 

30 

I 15-5  (57)280  U-2 
Vaughn-  No, 

Cop  Const. 

$532,215.26 

Structures 

7/1/71 

300  Cal 
Days 

8/16/71 

Poor  1 

9 

I 15-6  (17)291  U-1 
Power  No.  & So. 

7.752 

McIntyre  Const.  Co. 

& S.  Birch 
$2,958,442. 19 

G,  Agg.  Surf. , PMB, 
PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Poor  10 

34 

I 15-6(17)291  U-2 
Power  N.  & S. 

Cop  Const.  Co. 
$311,731.24 

Structures 

5/26/71 

240  Cal 
Days 

8/9/71 

Fair  7 

27 

I 15-7  (12)331  U-1 
& S 357  (10) 

11.390 

S.  Birch,  Inc. 
$1,088,789.94 

G & Rel.  Items 

2/25/70 

300  Cal 
Days 

4/6/70 

“ “ — - 

99 

Valier  Jet.  -N.  & S.  & Valier  -E, 


' wTnNfljpinGESTv:'-.  .^^IVB  f* 


•f»*f 


1--  1 

, .hu2 .D 


ma^'  H0it^a'i^4cd,  w:‘ 


k'Sj.  ’ JDw;  <?.  d 
•'  igiUr'rtaa 
■ *'('41' 


f . t,-- 


,3^ftbD  »w-unw 

' : ' *■*  - tVE,(0^T-(^4  ^ 


»;!  ■::  *, 


aqsa  ' ' ' ■ ' ^Vtt0€)  t-0<?‘l  f 

\ ,.3-ilta:)r^5a:  ■" 

/SO’siil'iQ 


DO 

:v.,'l-y  >sa/; 


t?  ■•./r:,:L:v/':tU?^/' ' 

V 


' ?■  : A 

:I!i:rf::^c 

f -■'  , t * 

4:.-'  ■ 

'"’,0  *01 

.'/^o'.’'  qi)'.  ' 

Ai.:'nJ’>M 

•V, 

'-1 


.1 


s .j''i§  .Z  8 

^M  . V?.. 

I ■*  >*irto'>  qc’O 
,;iaL  trf'iiiU'  .?. 


^ -‘S^ 

'*  ,;"  z ^ '• 


.9  J K 

MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 
Great  Falls  - 31-30  (Cont'd) 


I 15-7(12)  331  U-3  11.070 

R.  C.  Schmoll 

Fencing 

2/25/70 

30  Cal 

4/6/70  COMP  2/7/72 

Valier  Jet.  - N & S 

$59,  739.80 

Days 

I- IG  15-7913)323  U-1  9.641 

Zook  Bros. 

G,Rel.  Items  & 

7/29/70 

350  Cal 

9/3/70 

81 

& F 211  (15) 

$3,279,333.49 

Structure 

Days 

Conrad- N & S & Vaughn- Conrad 

I- IG  15-7(13)323  U-2  8.991 

0 & K Const. 

Fencing 

7/29/70 

30  Cal 

10/8/70  -- 

77 

Conrad  N & S 

$45,591.02 

Days 

I-IG  15-7(13)323  U-3 

Sletten  Const. 

Structures 

11/24/70 

180  Cal 

1/27/71  -- 

66 

Conrad  - N & S 

$282,  842.47 

Days 

I 15-7  (14)331  & 11.390 

Peter  Kiewit  Sons' 

Agg.  Surf, , PMBS  & 

3/30/71 

120  Cal 

5/12/71  -- 

72 

S 357  (11) 

$3,  125,674.10 

Signing 

Days 

Valier  Jet.  - N & S & Valier  E. 

I-IG  15-7(15)323  & 9.641 

Zook  Bros. 

Agg.  Surf. , PMBS  & 

3/30/71 

90  Cal 

9/13/71  --  22 

26 

RF  211  (J6) 

$1,657,940.69 

Signing 

Days 

Conrad- N & S & Vaughn- Conrad 

A- SI  17(1)  6.539 

Zook  Bros. 

G,  Agg.  Surf. , PMBB, 

2/18/72 

120  Cal 

NOT  STARTED 

Brady  - North 

$268,571.45 

Cover  & Sign 

Days 

RF  267  (15)  0.411 

Sandon  Const. 

Guard  Rail  & 

9/1/71 

90  Cal 

10/12/71  -- 

35 

Ovando- Rogers  Pass 

$15,313.50 

Delineation 

Days 

SMP  2599-71 

Hilde  Const.  Co. 

Crush  & Stockpile 

10/22/71 

60  Cal 

NOT  STARTED 

Various  Roads 

$129,926.00 

Days 

F 9999  (24)  122.0 

Watters  Const.  Co. 

Sign  & Delineation 

10/22/71 

180  Cal 

NOT  STARTED 

U.  S.  Hwys  87  & 89 

$57, 140.80 

Days 

& Mont.  Hwys  21  & 200 

F 9999  (35)  61.0 

Western  Sign  Corp. 

Sign  & Delineation 

7/27/71 

120  Cal 

9/2/71 

99 

U.  S.  Hwy.  #87 

$21,507.00 

Days 

EHS  F 9999  (45)  102.5 

Western  Sign  Corp. 

Sign,  Delineation  & 

12/16/71 

150  Cal 

NOT  STARTED 

U.S.  Hwys  89,91  & 287 

$87,159.94 

Traffic  Signals 

Days 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


S OOOS  (30) 

16. 1 

Western  Sign  Corp. 

Signing 

12/1/71 

120  Cal 

NOT  STARTED 

Sec.  Hwys  240  & 241 

$7,805.60 

Days 

S 12  (16) 

7.868 

Richardson  Const. 

G,  GS,  PMB,  Seal 

2/22/71 

160  Cal 

5/3/71  Seasonal  Shut-  90 

Harlem- Turner- Can.  Line 

$438,006.27 

Cover  & Signing 

Days 

I 15-8  (17)369  U-1 

9.216 

Nilson- Smith  Const. 

G,  Agg.  Surf. , PMBS 

11/21/69 

330  Cal 

4/14/70  --  --  98 

Sunburst- So. 

$2,230,  525.98 

Sign  & Structures 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 1/19/11 
Havre  - 32-30  (Cont'd) 


I 15-8  (17)  369  U-2 

9.216 

Pipestone  Const. 

Fencing 

11/21/69 

30  Cal 

9/28/71  -- 

17 

Sunburst- So. 

$58,711.99 

Days 

I 15-8  (27)369 

9.216 

Nilson- Smith  Const. 

Agg,  Surf, , PMBS  & 

6/25/70 

180  Cal 

10/15/70  -- 

98 

Sunburst- So, 

$1,389,389. 11 

Signing 

Days 

A- SI  16  (1) 

16.551 

Peter  Kiewit  Sons  Co. 

G,  Agg,  Surf.  , PMBB 

2/18/72 

150  Cal 

NOT  STARTED 

Shelby-  Southeast 

$660,521,20 

Cover  & Signing 

Days 

F 66  (7),  F 22]  (4)  & 

Nilson- Smith  Const, 

G,  Stab,  Top  Surf, , 

9/7/71 

200  Cal 

9/29/71  -- 

43 

City  Proj.  4-24-69 

$509,602.96 

PMS,Br.  Widening  & 

Days 

Chinook- W,  1st  St, , 

Chinook  Strs. 

Sign 

S 219  (11) 

9,034 

Baltrusch  Const. 

G,  Agg.  Surf, , Pf>4B  & 

11/23/70 

200  Cal 

4/8/71 

94 

Big  Sandy- Rudyard 

$648,369.48 

Signing 

Days 

F-RF  220  (12)  & 

3,501 

Schultz  & Lindsay 

G,  Agg.  Surf, , PMS  & 

12/1/71 

180  Cal 

NOT  STARTED 

S-RS  193  (12) 

$679,  814.  30 

Fence 

Days 

Cut  Bank-W,  & Valier- 

Cut  Bank 

S 237  (9)  U- 1 

5, 101 

Nilson- Smith  Const. 

G.  Agg.  Surf, , PMB  & 

5/24/71 

240  Cal 

6/16/71  -- 

92 

Oilmont-East 

$458,995.86 

Signing 

Days 

S 301  (C)  U-90 

Watters  Const.  Co. 

Guard  Fence 

10/22/71 

60  Cal 

NOT  STARTED 

Havre- No. 

$14,780.00 

Days 

F 9999  (22) 

81, 1 

Western  Sign  Corp. 

Sign  & Delineation 

7/27/71 

150  Cal 

NOT  STARTED 

U,  S,  Hwys  #2  & 87 

$28,566.00 

Days 

EPS  F 9999  (48) 

130,4 

Western  Sign  Corp. 

Sign  & Delineation  & 

1/27/72 

60  Cal 

NOT  STARTED 

U.  S.  Hwys  89  & 2 

$86,612.05 

Traffic  Signals 

Days 

& Mont.  49 

DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41- 

30 

F 86  (37) 

12.247 

Richardson  Const. 

PMBS  & Bridges 

9/29/70 

240  Cal 

11/9/70  -- 

72 

Plevna-West 

$875,573. 78 

Days 

I 94-4  (29)  153, 

23.435 

Zook  Bros. 

Agg.  Surf.  , PMBS  & 

6/25/70 

275  Cal 

10/7/70  -- 

92 

I 94-5  (11)  166  U-5  1 

$2,326,928.11 

Signing 

Days 

I 94-5  (13)  160 

Prairie  Co.  Line-E 

& W 

& Terry  - W. 

I 94-5  (12)  160  U-1 

6.322 

The  Brezina  Co, 

G & Rel,  Items  & 

3/26/70 

2G0  Cal 

4/8/70 

99 

Prairie  Co.  Line-E. 

$1,306,421,42 

Structures 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 1/29/11 
Glendive  - 41-30  (Cont'd) 


I 94-6  (21)  191  U-1  5.791 

Dawson  County  Line-E. 

Wm.  Clairmont,  Inc. 
$2,282,877.49 

G,  Agg.  Surf. , PMB, 
PMS. , Fencing  & Sign 

12/1/71 

300  Cal 
Days 

NOT  STARTED 

I 94-6  (21)  191  U-2  0.011 

Dawson  County  Line-  E. 

Schultz  & Lindsay 
$247, 677.  54 

Structures 

12/16/71 

210  Cal 
Days 

NOT  STARTED 

EHS-I  94-7  (9)233  PS  U-1 
Wibaux  E & W 15.  280 

Hilde  Const.  Co. 
$3,695, 120. 03 

G,  Agg.  Surf. , PMS, 

& Lnterch.  Light 

1/6/72 

360  Cal 
Days 

NOT  STARTED 

S-RS  128  (9)  U-1  8.968 

Wibaux- Sidney 

Joe  Mayo  & Son  Inc. 
$765,754.49 

Grading  & R.el  Items 

7/27/71 

200  Cal 
Days 

10/7/71  -- 

33 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


F-RF  152  (11)  U-1 

7.454 

Nilson- Smith  Const. 

G,  Agg.  Surf. , PMBE 

7/1/71 

360  Cal 

8/9/71 

27 

Harlem- Dodson 

$1,319,230. 66 

& Signing 

Days 

RF~F  152  (11)  U~2 

0,129 

Mahnomen  Pile  D & E 

Structures 

10/28/70 

5/15/70 

12/3/70  -- 

79 

Harlem -Dodson 

$617,766.07 

S 202  (1)  U-90 

7.466 

Gus  M.  Albert 

PMB  Overlay 

7/26/71 

150  Cal 

9/3/71 

99 

Brockton- North 

$122,623.53 

Days 

S 239  (4) 

8.003 

Gus  M.  Albert 

Agg.  Surf.  & PMBB 

7/1/71 

180  Cal 

8/19/71  -- 

46 

Nashua- North 

$294,707.24 

Days 

F 253  (17) 

0.177 

Lloyd  C.  Lockrem 

Upgrading  & PC 

12/19/69 

180  Cal 

5/18/70  -- 

99 

Circle-Wolf  Point  via 

$289, 222. 50 

Cone. 

Days 

4th  St.  Underpass 

S 414(5),  RS  416(4)  & 

Gus  M,  Albert 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

S-RS  417  (6) 

$480,  139.30 

Days 

Med.  Lake-E.,  Dagmar- 

Coalridge- Me  Elroy  & Antelope- Coa bridge 

SMP  2899-71 

Konda  Const.  Inc. 

Crush  & Stockpile 

2/18/72 

120  Cal 

NOT  STARTED 

Various  Roads 

$167,040.00 

Days 

EPS  F 9999  (30) 

144.5 

Western  Sign  Corp. 

Sign  & Delineation 

12/16/71 

180  Cal 

NOT  STARTED 

U,  S.  Hwys  #2  & 191 

$89,  160.77 

Days 

EHS  F 9999  (49) 

137.2 

Western  Sign  Corp. 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24  & 200 

$38,092.90 

Days 
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MONTH LY^ONSTRUCTIQN  REPORT  - 1/29/12 
DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


S OOOS  (4)  & S OOOS  (21) 

Var.  Sec.  Hwys.  82, 1 

Western  Sign  Corp. 
$42,969.71 

Sign  & Delineation 

7/26/71 

120  Cal 
Days 

NOT  STARTED 

F 53  (16)  & F 230(12)  - 

Billings  N.  E, , Billings 
Fairgrounds  Northeast 

Yellowstone  Elect.  Co. 
$138,  867,08 

lighting 

12/7/71 

90  Ca,l 
Days 

NOT  STARTED 

I 90-8  (52)396  U-1,  13.336 

I 90-8  (63)406  U-1  & 

F 408  (3) 

Columbus- E & W & 9th  St. 

Spur- Columbus 

Schultz  & Lindsay 
$6,846,354. 10 

G,  Agg.  Surf. , PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70  -- 

82 

I 90-8  (52)396  U-3  10.302 

& I 90-8  (63)406  U-3 

Columbus  “ E & W 

Granite  Const. 
$73,300.08 

Fencing 

4/29/70 

30  Cal 
Days 

5/25/70  -- 

90 

I 90-8  (65)  465  U-1  6.187 

Big  Horn  Co.  Line-W. 

Wickens  Bros. 
$1,344,047.16 

G,  Fencing  & Rel 

Items 

9/29/70 

210  Cal 
Days 

10/26/70  -- 

99 

I 90-8  (67)  461  U-1  10.282 

& I 90-8  (67)  461  U-2 

Big  Horn  Co.  Line-W. 

(East  & West  Sections) 

Hilde  Const. 
$1,471,959.28 

Agg.  Surf. , & PMBS 

2/23/71 

120  Cal 
Days 

5/10/71  -- 

49 

I 90-8  (68)418  & 

I 90-9  (39)  476 

Park  City-W  & Big  Horn  Co. 

Line-  E. 

Fred  Strandberg  Const. 
$463^302,  50 

Dual  Rest  Area 

7/17/71 

210  Cal 
Days 

8/27/71  -- 

28 

I 90-8  (68)  418  U-2,  I 90-9 
(39)476  U-2  & I 94-3(30)105  U-2 
Park  City-W,  Big  Horn  Co. 
Line-E,  & Rosebud- E.  Sect. 

Papp  Landscaping 
$7,213.  00 

Lndscp.  Rest  Areas 

1/27/72 

11/1/72 

NOT  STARTED 

I 90-8  (69)455  & 29.358 

I 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

Line-W.  & Big  Horn  Co.  Line  E. 

Western  Sign  Corp. 

$164, 180. 97 

Sign,  Delineation  & 
Sign  Lighting 

12/1/71 

10  Cal 
Days 

NOT  STARTED 

MG  90-9  (26)471  U-1  & 

I 90-8  (55)455  U- 5 13.063 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 

Wm.  Collins  & Sons 
& Tennefos  Const. 
$1,027, 138.11 

G.  & Rel,  Items  & 
Eros.  Cont,  Diversion 

11/24/70 

210  Cal 
Days 

3/9/71 

87 

I- IG  90-9(26)471  U-2  0.096 

Big  Horn  Co.  Line-E. 

M,  Morrin  & Sons 
$760,  889.  05 

Structures 

12/15/70 

280  Cal 
Days 

2/23/71  -- 

57 
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MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 
Billings  - 51-30  (Cont'd) 


I-IG  90-9  (26)471  U-3  13.064 
Big  Horn  Co.  Line-E. 

Empire  Sand  & Cravel 
& Wm.  Collins  & Sons 
$2,606. 851.98 

Surf.  &PMBS 

1/26/71 

120  Cal 
Days 

8/12/71  -- 

29 

I 94-1  (30)42  U-1  4.073 

Custer-  E & W 
(West  Section) 

Wickens  Bros. 
$977,533.40 

G. , Fencing  & Rel 
Items 

7/1/71 

250  Cal 
Days 

8/13/71  -- 

91 

I 94-1  (34)  46  U-2 

Custer  E.  & W (E.Sect. ) 

F,  L.  Flynm  & Co. 

$165,  172.75 

Structure 

2/18/72 

150  Cal 
Days 

NOT  STARTED 

F 107  (16)  & 7.014 

F 258  (15)  U-1 

Bridger-  Laurel  & Wyo. 

Line-  Bridger 

Francis  M.  Tindall 
$1,287,649.65 

G,  Agg,  Surf.  , PMB, 
PMBS  & Signing 

7/30/70 

240  Cal 
Days 

10/9/70  -- 

99 

F 107  (17) 

Main  St.  - Bridger 

Midland  Electric  Co. 
$12,924.08 

Lighting 

1/27/72 

45  Cal 
Days 

NOT  STARTED 

S 132  (6)  1.692 

Billings- So. 

Sletten  Const. 

$1,601,  063.25 

G,  Agg.  Surf, , PMBS 

10/26/70 

425  Gal 
Days 

11/18/70  Fair  8 

81 

S 172(1)  LI- 90  2.773 

Black  Otter  Trail- No. 
of  Billings 

Empire  Sand  & Cravel 
$86,692. 10 

PMB  Overlay 

8/27/71 

45  Cal 
Days 

9/22/71  -- 

5 

S-RS  207  (8)  7.898 

Busby- Wyo.  Line 

Peter  Kiewit  Sons'  Co. 
$386,427.  75 

Grading  & related 
Items 

1/27/72 

200  Cal 
Days 

NOT  STARTED 

F 230  (12)  U-2 

Billings  Fairgrounds- 
Northeast  Road 

Yellowstone  Elect.  Co. 
$19,  831.28 

Traffic  Signals 

1/27/72 

45  Cal 
Days 

NOT  ST  ARTED 

SMP  0299-72 

Various 

Francis  M.  Tindall 
$112,243.00 

Crush  & Stockpile 

1/27/72 

120  Cal 
Days 

NOT  STARTED 

EHS-T  9010  (5) 

Poly  Dr.  & Virginia 

Western  Sign  Corp. 
$34,663.50 

Signing  & Traific 
Signals 

2/18/72 

30  Cal 
Days 

NOT  STARTED 

Lane- Billings 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 

52-30 

S-RS  45  (10)  5.694 

Br  and  enb  erg  - G ar  land - 
Miles  City 

Gus  M.  Albert 
$196,252.90 

Agg.  Surf. , PMS  & 
Sign 

12/1/71 

150  Cai 
Days 

NOT  STARTED 

F-RF  86  (38)  0.118 

Miles  City- No.  Dak.  Line 

Cop  Const.  Co. 
$549,672.49 

Structure 

12/1/71 

275  Cal 
Days 

NOT  STARTED 

‘If 
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MONTHLY  CONSTRUCTION  REPORT  - 2/29/72 
Miles  City  - 52-30  (Cont’d) 


I-IG  94-3(24)83  U-1 
Forsyth  - W. 

7.003 

Hilde  Const. 
$1,393,024.56 

G,  Agg.  Surf. , PMBS  & 
Signing 

8/27/70 

300  Cal 
Days 

11/4/70 

HG  94-3(24)83  U-2 
Forsyth  - W. 

0. 120 

Cop  Const. 

$383,616.56 

2 Bridges 

3/30/71 

230  Gal 
Days 

4/19/71 

I 94-3(30)105  U-1 

Rosebud  - East  Section 

Crick  Co. 

$212,755.00 

Dual  Rest  Area 

9/11/71 

150  Cal 
Days 

9/29/71 

I 94-4  (25)  153  U-1 
Prairie  Co.  Line  - W. 

8.859 

Zook  Bros. 
$1,274,356.74 

G & Rel  Items 

1/29/70 

300  Cal 
Days 

3/31/70 

I 94-4(25)  153  U-2 
Prairie  Co.  Line-W. 

8.850 

Granite  Const, 
$69,476.13 

Fencing 

1/29/70 

30  Cal 
Days 

5/6/70 

I 94-4(27)  119  U-1 
Hathaway  - East 

8. 138 

Joe  Mayo  & Son  Inc. 

& Richard  Const. 
$1,571,225.85 

G,  Agg.  Surf. , PMBS 
Fencing  & Signing 

7/1/71 

270  Cal 
Days 

7/12/71 

I 94-4(27)119  U-2 
Hathaway  - East 

Walter  Mackin  & Son 
$49,746.40 

Rev.  & Lengthen  Str, 

9/1/71 

150  Cal 
Days 

9/22/71 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53-30 


NO  CONTRACTS  UNDERWAY  AT  THIS  TIME. 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - March  31,  1972 

OCL.6  (UF 

Project  Number 
& Location 

Mileage 

Contractor  & 

Bid  Price 

Type  of  Work 

Contract 

AAvarded 

Date 

Comp. 

Work  Pro- 
Began  gress 

Men 

Empl, 

( 

Co 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36  (7)  U-90 
Helmvilie-No, 

5.011 

Helena  Sand  & Gravel 
$105, 569. 13 

Plant  Mix  Surface 
Overlay 

7/16/71 

90  Cai 
Days 

9/13/71 

-- 

-- 

0 

I 90-1  (48)  0 U-1 
Lookout  Pass-E, 

4.245 

Goodfellow  Bros. 
$4,008,513. 17 

G,  Agg,  Surf, , PMB 
Base 

9/30/70 

330  Cal 
Days 

li/4/70 

_ - 

11 

60 

I 90-1  (48)  0 U-2 
Lookout  Pass-E. 

_ 

Mahnomen  Pile  D & E 
$454,854.92 

Structures 

9/30/70 

6/30/72 

3/19/71 

5 

83 

I-IG  90-1  (49)4  U-1 
Saltese- W. 

6,708 

Goodfellow  Bros. 
$4,607,542.80 

G,  Agg.  Surf. , PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

58 

I-IG  90-1  (49)  4 U-2 
Saltese-W. 

Waddell  Const. 
$563,940.80 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

— 

5 

46 

I-IG  90-1  (49)  4 U-3 
Saltese-W. 

Max  J.  Kuney  Co. 
$536,022. 15 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

4/19/71 

- " 

— 

64 

EMP  I 90-1(50)16  U-2 
& EMP  I 90-1(52)11  U- 

0.044 

2 

Max  J.  Kuney  Co, 
$312,805.00 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

— 

— 

DeBorgia-East  & West 

Saltese-  Haugan 

I 90-1  (76)  4 

Saltese  - W. 

Federal  Const.  Co. 
$125,475.  75 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

— 

15 

I 90-2  (32)120  U-1 
Clinton- E &W 

8.908 

Washington  Const. 
$4,235,063.09 

G,  Agg.  Surf. , PMB  12/16/69 

PMBS,  Sign. , Seed, 

Comf.  Sta.  & Forest  Serv.  Rd. 

360  Cal 
Days 

1/12/70 

Winter  Shut  70 
down  12/23/71 

I 90-2  (32)120  U-3 
Clinton-  E & W 

8.908 

Fred  Strandberg 
$68,784.20 

Fencing 

12/1/69 

30  Cal 
Days 

3/27/70 

70 

I 90-2  (33)129  U-1 
& I 90-3(15)  132  U-1 

6.474 

Washington  Const. 
$3,241,826.29 

G,  Agg.  Surf.  , PMB 

Sign  & Dual  Overpass 

7/1/69 

400  Cal 
Days 

8/4/69 

— 

2 

83 

Beavertail- E &W 

I 90-2(33)  129  U-2 
& I 90-3(15)132  U-2 

6.474 

Granite  Const. 
$49,748.90 

F encing 

7/1/69 

30  Cai 
Days 

9/23/69 

Winter  Shut 
down  12/23/ 

47 

71 

Beavertail-  E & W 
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MONTHi^^CONSTRUCTION  REPORT  - 3/31/72  t 

Missoula  " 11-30  (Cont'd) 


I 90-2  (35)  85  U-1 

10. 170 

Peter  Kiewit  Sons’ 

G,  Agg,  Surf. , Cem, 

11/21/69 

400  Cal 

12/12/69  -- 

95 

Frenchtown-E  &W 

$4, 185,224.50 

Trtd  Base,  PC  Gone. 
Pav. , PMBS,  Signing  & 
Dual  Weigh  Sta. 

Days 

I 90-2  (35)  85  U-2 

10. 170 

Pipestone  Const. 

F encing 

11/21/69 

30  Cal 

3/19/70  -- 

98 

Frenchtown-E  & W 

$96,276,69 

Days 

EHS  I 90-2  (55)95  U-1 

Watters  Const.  Co, 

Impact  Attenuators 

12/16/71 

45  Ca.! 

MOT  ST/TITED 

& EHS-F  215  (22) 

$37,590,00 

Days 

Missoula  West- Clinton  Rd. 

& Buckhouse  Bridge 
EHS- 1 90-2(55)95  U-2 

25.253 

Stillwell-Gerard  Consi 

t.  Safety  Correction 

3/27/72 

150  Gal 

NOT  STARTED 

Msla.-W  - Clinton- W 

$734,321.64 

Days 

I 90-3  (33)143 

-- 

Skinner  Enterprises 

Dual  Rest  Area  & 

7/1/71 

150  Cal 

9/22/71  --  2 

22 

Bearmouth  W & E 

$199,  743.35 

Structure 

Days 

S-RS  127  (5) 

7,165 

Associated  Asphalt 

Surf.  & Signing 

7/1/71 

180  Cal 

7/14/71  -- 

69 

Phi  lipsburg- West 

$413,405.70 

Days 

S 169  (4)  & City 

Sletten  Const.  Co. 

G,  Agg,  Surf. , PIV/IES 

10/11/71 

425  Cal 

12/2/71  --  12 

0 

Proj.  12S-406 

$1, 352,  510. 65(State) 

& Brs, 

Days 

FI  219  (12)  U-90 

2.5 

Kalispell  Neon  Sign 

Lighting 

8/27/71 

20  Cal 

3/16/72  -- 

-- 

Inters,  Airport  Rd. 

& Mont,  200 

$7,217.00 

Days 

SMP  3299-71 

Konda  Const.  Inc, 

Crush  & Stockpile 

8/27/71 

90  Cal 

COMP,  3/1/72 

Various  Roads 

$142,480.00 

Days 

F 9999  (34) 

58.4 

Skinner  Enterprises 

Sign  & Delineation 

7/27/71 

120  Cal 

4/3/72 

-- 

Mont.  Hwy.  #200 

$22,995.95 

Days 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12 

-30 

EHS-RF  63  (15) 

0.388 

Konda  Const,  Co. 

G,  Agg,  Surf.  , & Rd. 

12/16/71 

100  Cal 

3/6/72 

- . 

St.  Ignatius- Pablo 

$126,  977.21 

Mix  Surf. 

Days 

S 157  (5) 

4.771 

Kraling  & Nelson 

G,  Agg.  Surf, , PMBS 

1/25/71 

180  Cal 

2/22/71  -- 

59 

Kalispell-  Lupfer 

$537,472.01 

& Cover 

Days 

EMP  U 191  (33) 

0.257 

Sandon  Const.  Co. 

G,  Agg.  Surf.  , Cement 

12/16/71 

130  Cal 

3/27/72  -- 

-- 

Pablo- Kalispell 

$249,976.22 

Tr.  Base  & Portland 
Cement  Cone.  Paving 

Days 

S 22 i (5) 

3.482 

Washington  Const, 

G & Crush  Base 

6/23/70 

200  Cal 

7/30/70  Seasonal  Shut60 

Thompson  Falls- W. 

$683,668. 99 

Surf, 

Days 

down  10/29/71 

-'1 
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MONTH CONSTRUCTION  REPORT  - 3/31/72 

Kalispell  - 12-30  (Cont’d) 

F 250  (8)  U-90 

Int.  Louisiana  & Idaho 

Ave.  - 9th  St»  Libby 

Western  Sign  Corp. 
$29,977.55 

Signals 

10/22/71 

45  Cal 
Days 

3/27/72  -- 

S~RS  306  (12)  9,544 

Round  Butte- Ronan  Rd. 

Schultz  & Lindsay 
$277,026.00 

Plant  Mix  Overlay 
& Signing 

3/27/72 

150  Cal 
Days 

NOT  STARTED 

EPS-S-RS  334(5)U-1  1.307 

Columbia  Falls- Polebridge - 
Canadian  Line 

M & S Const, 

$522,  117.95 

G,  Agg.  Surf. , FMB'B 
& P^/[BS 

10/22/71 

270  Cal 
Days 

NOT  STARTED 

EPS-S-RS  334(5)U- 2 0.076 
Columbia  Falls-Polebridge- 
Canadian  Line 

Sletten  Const.  Co. 
$457,492.87 

Structure 

10/22/71 

240  Cal 
Days 

3/13/72  --  9 

1 

EHS-F-RF  9999(57)U-15.26 

U,  S.  Hwys  2 & 93, 

Kalispell  & Whitefish 

Midland  Electric  Co, 
$219,642. 10 

Sign  & Traf,  Signals 

2/18/72 

120  Cal 
Days 

NOT  STARTED 

DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


S OOOS  (33) 

Various  Sec.  Hwys, 

27.  9 

Skinner  Enterprises 
$9,047.40 

Sign  & Delineation- 

8/27/71 

60  Gal 
Days 

11/17/71 

CO-MP.  4/6/72 

I 15-1  (30)  75  U-1 
Apex- Browns  Bridge 

10, 192 

Hilde  Gonst,  Co. 

$3,  161,029.27 

Grading  & Fencing 

5/26/71 

275  Gal 
Days 

6/21/71 

52 

6 

I 15-1  (30)75  U-2 
Apex- Browns  Bridge 

Cop  Const,  Co. 
$289,747.07 

Structures 

5/26/71 

240  Cal 
Days 

7/19/71 

Fair  4 

5 

I 15-1  (42)  23  U-1 
Dell-Redrock 

15.244 

S,  Birch,  Inc. 

$4,385, 992.31 

G,  Agg.  Surf. , Bit 

Stab.  Base,  PMBS 

Seed  & Sign 

7/2/69 

400  Cal 
Days 

7/21/69 

9 

I 15-1  (49)62  U-2 
Dillon- North 

Cop  Const.  Co. 
$132,509.30 

Gone.  Ganal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

Fair  7 

5 

I 15-1  (49)  62  U-3 
Dillon- North 

0.027 

Cop  Const,  Co. 
$369,348.49 

Structure 

2/18/72 

250  Cal 
Days 

3/13/72 

“ ” 

I 15-1  (50)  85  U-1 
Browns  Bridge-No. 

2.455 

Washington  Const. 
$1,816,329.49 

G,  Fencing  & Rel 

Items 

7/1/71 

250  Cal 
Days 

9/27/71 

Good  52 

8 

I-IG  15-1  (50)85  U-2 
Browns  Bridge- No. 

0.105 

M,  Morrin  & Sons  Co. 
$917,400.43 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71 

Good  11 

2 

I 15-1  (55)87  U-1  & 

I 15-2  (29)  93  U-1 
Melrose- S & Melrose 

8.693 

-N. 

McIntyre  & S.  Birch 
$3,474,590. 13 

G,  Agg.  Surf.  , PMBB 
PMBS,  Fencing  & Sign 

1/27/72 

300  Cal 
Days 

3/27/72 
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MQNTHxl/ CONSTRUCTION  REPORT  - 
Butte  - 21-30  (Cont'd) 


I 15-1  (55)  87  U-2  & 0.038 

W.  Pc  Roscoe  Co. 

I 15-2  (29)  93  U-2 

$435,784.53 

Melrose- S & Melrose- N. 

I 15-1  (56)  85 

W.  P.  Roscoe  Co.  & 

Big  Hole  River 

McLaughlin  Const. 
$799,  889.40 

I 15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

Butte  Streets 

$288,  715.24 

I 15-3  (20)  155  U-1  6.847 

Schultz  &.  Lindsay 

Boulder  Hill- South 

$4,689,026. 16 

I 15-3  (20)155  U-2 

Huckaba  Const. 

Boulder  Hill  - South 

$469,837.84 

EMP-I  15-3  (21)  162  U-1 

Goodfellow  Bros. 

Boulder  Hill  - No.  5.  515 

$4,800,279.27 

EMP-I  15-3(21)162  U-2 

Riklin  Const.  & Phil 

Boulder  Hill-No.  0.015 

R.  Blessinger 
$131,365.23 

I 15-3  (22)168  U-3  & 

Western  Sign  Corp. 

I 15-4  (33)  229  U-4 

$50,059.00 

Jefferson  City-N.  & Dearborn 

River  - N. 

1 15-3  (27)  162  5.515 

McIntyre  Const.  & 

Boulder  Hi  11- North 

S.  Birch 
$1,207,008.03 

1 15-4  (44)  202  6.133 

Washington  Const. 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

RF  77  (16)  U-91 

Skinner  Enterprises 

Int.  U.S.  12-287  & Sec.  284 

$3, 160.00 

F 77  (19)  8.303 

Maronick  Const, 

T ownsend-  Helena 

$1,078,  793.46 

I 90-3  (23)  166  U-1  5.995 

Crick  Co. 

Gold  Creek  - East 

$4,200,820.27 

I 90-3  (23)  166  U-2 

Riklin  Const.  Co.  & 

Gold  Creek- East 

Phil  R.  Blessinger 
$533,222.49 

Structures 

1/27/72 

250  Cal 
Days 

NOT  STARTED 

Dual  Structure 

7/1/71 

350  Cal 
Days 

7/22/71  Good 

14 

70 

Lndscp.  &.  Rel.  work 

3/27/72 

180  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf. , PMS 

11/30/71 

300  Cal 

3/13/72  -- 

-- 

-- 

Fencing  & Sign 

Days 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

G & B.el  Items 

10/22/71 

350  Cal 
Days 

11/18/71  -- 

79 

5 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTED 

Rest  Area  Modification  2/18/72 

75  Cal 

NOT  STARTED 

& Metal  Overhead  Str, 

Days 

Agg.  Surf. , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Sign 

Days 

G,  Agg,  Surf, , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71  -- 

11 

51 

Flashers  & Lights 

10/22/71 

30  Cal 
Days 

3/27/72  -- 

G,  Agg.  Surf, , PMBS 

4/27/71 

165  Cal 

5/24/71  -- 

3 

99 

& Signing 

Days 

G,  Agg.  Surf. , PMS 

6/1/71 

330  Cal 

7/1/71 

8 

44 

Fencing,  Sign,  Dual 

Rest  Area  & Structure 

Days 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  Good 

12 

14 
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MONTH  jJ CONSTRUCTION  REPORT  - 3/31/72 

Butte  - 21-30  (Cont'd) 


I 90--3  (23)166  U-3  & 

Nelson  Landscape  Ser. 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

NOT  STARTED 

I 90-3(33)143  U~2 

$24,  765.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

T 9058  (1) 

Skinner  Enterprises 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 

10/5/71  -- 

4 

28 

Helena  St.  & Intersections 

$96,970.36 

Days 

DIVISION  CONSTRUCTION  SECTION  - BOZEMAI^  - 22-30 

I 90-7  (24)  374  U- 1 

13.701 

Washington  Const. 

G,  Agg.  Surf, , PIvIBS 

9/15/70 

400  Cal 

10/20/70  Fair 

56 

71 

& I 90-8  (62)  388 

$5,079,  801.40 

Sign, , Seed, , & lighting 

Da.ys 

GreycUff-E,  & Reedpoint-W. 

I 90-7  (24)374  U-2 

0, 138 

M.  Morrin  & Son 

6 Structures 

9/15/70 

320  Cal 

10/7/70  -- 

-- 

97 

GreycILff-E. 

$667,463.83 

Days 

I 90-7  (24)374  U-3 

13.048 

Williams  Const. 

Fencing 

9/15/70 

30  Cal 

10/15/70  -- 

-- 

64 

Greycliff-E. 

$78,067.30 

Days 

I 90-7  (30)  377 

-- 

Skinner  Enterprises 

Dual  Rest  Area 

7/1/71 

150  Cal 

8/10/71  Fair 

6 

21 

Greyclilf  - E. 

$196,496,70 

Days 

I 90-7  (30)  377  U-2 

Papp  Landscaping 

Lndscp.  rest  area 

1/27/72 

11/1/72 

NOT  STARTED 

Greycliff-E, 

$5,164.00 

S-RS  370  (19) 

6.746 

Brasel  & Sims  Const. 

G & Agg.  Surf, 

12/1/71 

250  Cal 

NOT  STARTED 

Boz  eman- Wi  Isa  11 

$738, 125,59 

Days 

SMP  2999-72 

Konda  Const.  Inc. 

Crush  & Stockpile 

3/27/72 

60  Cal 

NOT  STARTED 

Various  Roads 

$58,655.00 

Days 

F 9999  (38)  U-1 

Yellowstone  Electric 

Traffic  Signals 

12/1/71 

45  Cal 

NOT  STARTED 

No.  7th  Ave.  & Durston 

$15,412.76 

Days 

Rd.  - Peach  St, 

DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 

S OOOS  (25) 

61.6 

Western  Sign  Corp. 

Sign  & Delineation 

10/22/71 

120  Cal 

3/27/72  -- 

-- 

Var.  Sec.  Hwys. 

$26,658.50 

Days 

I 15-5  (57)  280  U-1 

10,082 

Peter  Kiewit  Sons 

G,  Agg.  Surf. , PMBS 

7/1/71 

360  Cal 

8/6/71  Poor 

32 

30 

Vaughn- No. 

$3,780,299.64 

Signing  & Fencing 

Days 

I 15-5  (57)280  U-2 

0.050 

Cop  Const. 

Structures 

7/1/71 

300  Cal 

8/16/71  Fair 

8 

10 

Vaughn-  No, 

$532,215.26 

Days 

iC 
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MONTH  jj  CONSTRUCTION  REPORT  - 3/31/72 

Great  Falls  - 31-30  (Cont’d) 


I 15-6  (17)  291  U-1  7.752 

MeIntyre  Const.  Co. 

Power  No.  & So. 

& S.  Bireh 

I 15-6  (17)  291  U-2 

$2.958,442. 19 

Cop  Const.  Co. 

Power  N.  & S. 

$311,731.24 

115-7(12)3310-1  11.390 

S.  Bireh,  Inc. 

& S 357  (10) 

$1,088,  789.94 

Valier  Jet. -N.  & S.  & Valier- E. 

I- IG  15-7(13)  323  U-1  9.641 

Zook  Bros. 

& F 211  (15) 

$3,279,333.49 

Conrad- N & S & Vaughn-Conrad 

I-IG  15-7  (13)323  U-2  8.991 

0 & K Const. 

Conrad  N & S 

$45,591.02 

I-IG  15-7  (13)323  U-3 

Sletten  Const. 

Conrad  - N & S 

$282, 842.47 

I 15-7  (14)331  & 11.390 

Peter  Kiewit  Sons 

S 357  (11) 

$3, 125,674.20 

Valier  Jet.  -N  & S & Valier  E. 

I-IG  15-7  (15)323  & 9.641 

Zook  Bros. 

RF  211  (16) 

$2,657,940.69 

Conrad- N & S & Vaughn-Conrad 

A-SI17(1)  6.539 

Zook  Bros. 

Brady  - North 

$268,571.45 

A-SI  17  (1)  U-2  0.005 

Feldman- Murphy  Const. 

Brady-No. 

$43,542.74 

RF  267  (15)  0.411 

Sandon  Const. 

Ovando- Rogers  Pass 

$15,313.50 

SMP  2599-71 

Hilde  Const.  Co. 

Various  Roads 

$129,926.00 

EHS-T  9052  (3),  (4) 

Lewis  Const.  Co. 

&(5) 

$206,397.  80 

Var.  Interseetions-Gt.  Falls 

F 9999  (24)  122.0 

Watters  Const.  Co. 

U.S.  Hwys  87  & 89 

$57,  140.80 

& Mont.  Hwys  21  & 200 

F 9999  (35)  61.0 

Western  Sign  Corp. 

U.  S.  Hwy.  #87 

$21,  507.  00 

G,  Agg. , Surf. , PME, 
PMS,  Fencing  & Sign 

5/26/71 

Structures 

5/26/71 

G & Rel.  Items 

2/25/70 

G,  Rel  Items  & 
Structures 

7/29/70 

Fencing 

7/29/70 

Structures 

11/24/70 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

G,  Agg.  Surf. , PMBB 
Cover  & Sign 

2/18/72 

Structure 

3/27/72 

Guard  Rail  & 
Delineation 

9/1/71 

Crush  & Stockpile 

10/22/71 

Traf.  Cont.  Devices 
& Guard  rail 

3/27/72 

Sign  & Delineation 

10/22/71 

Sign  & Delineation 

7/27/71 

300  Cal 
Days 

7/27/71 

Poor 

22 

34 

240  Cal 

8/9/71 

Poor 

2 

31 

Days 

300  Cal 
Days 

4/6/70 

-- 

-- 

99 

350  Cal 

9/3/70 

25 

81 

Days 

30  Cal 

10/8/70 

77 

Days 

180  Cal 

1/27/71 



7 

69 

Days 

120  Cal 
Days 

5/12/71 

-- 

-- 

72 

90  Cal 
Days 

9/13/71 

-- 

20 

26 

120  Cal 

NOT  STARTED 

Days 

90  Cal 

NOT  STARTED 

Days 

90  Cal 

10/12/71 





35 

Days 

60  Cal 

4/5/72 







Days 

120  Cal 

NOT  STARTED 

Days 

180  Cal 

NOT  STARTED 

Days 

120  Cal 
Days 

9/2/71 

-- 

-- 

99 
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MONTH?J  CONSTRUCTION  REPORT  - 3/31/72  1 > 

Great  Falls  - 31-30  (Cont’d) 


EHS  F 9999  (45)  102.5 

Western  Sign  Corp. 

Sign,  Delineation  & 12/16/71 

150  Cal 

NOT  STARTED 

U.  S.  Hwys  89,  91,  & 287 

$87,  159.94 

Traffic  Signals 

Days 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


S OOOS  (30) 

16.  1 

Western  Sign  Corp. 

Signing 

12/1/71 

120  Cal 

NOT  STARTED 

Sec.  Hwys  240  & 241 

$7,805,60 

Days 

S 12  (16) 

7,868 

Richardson  Const. 

G,  GS,  PMB,  Seal 

2/22/71 

160  Cal 

5/3/71  Seas,  Shut- 

90 

Harlem-  Turner-  Can,  Line 

$438,006,27 

Cover  & Signing 

Days 

down  10/5/71 

I 15-8  (17)  369  U-1 

9.216 

Ni Ison- Smith.  Const. 

G,  Agg.  Surf. , PMBS 

11/21/69 

330  Cal 

4/14/70  -- 

98 

Sunburst- So. 

$2,230,525.98 

Sign  & Structures 

Days 

I 15-8  (17)  369  U-2 

9.216 

Pipestone  Const, 

Fencing 

11/21/69 

30  Cal 

9/28/71  -- 

17 

Sunburst- So. 

$58,711.99 

Days 

I 15-8  (27)  369 

9.216 

Nilson- Smith  Const. 

Agg,  Surf. , PMBS  & 

6/25/70 

180  Cal 

10/15/70  -- 

98 

Sunburst- So, 

$1,389,389. 11 

Signing 

Days 

A- SI  16  (1) 

16.551 

Peter  Kiewit  Sons 

G,  Agg.  Surf, , PMBB 

2/18/72 

150  Cal 

3/24/72  -- 

-- 

Shelby-  Southeast 

$660,  521.20 

Cover  & Signing 

Days 

F 66  (7).  F 221  (4)  & 

0,792 

Nilson- Smith  Const. 

G,  Stab.  Top  Surf. , 

9/7/71 

200  Cal 

9/29/71  -- 

44 

City  Proj.  4-24-69 

$509,602.96 

PMS,Br.  Widening  & 

Days 

Chinook  - W,  1st  St. 

, Chinook  Strs. 

EHS-RF  190  (11) 

0.714 

Bob  Clark  & Son  Fencing 

Fencing 

3-27-72 

30  Cal 

NOT  STARTED 

U.  S,  Hwy.  #89 

$3,791.00 

Days 

S 219  (11) 

9.034 

Baltrusch  Const, 

G,  Agg.  Surf. , PMB  & 

11/23/70 

200  Cal 

4/8/71 

94 

Big  Sandy- Rudyard 

$648,369.48 

Signing 

Days 

F-RF  220  (12)  & 

3.501 

Schultz  & Lindsay 

G,  Agg.  Surf.  ,PMS  & 

12/1/71 

180  Cal 

NOT  STARTED  -- 

-- 

S-RS  193  (12) 

$679,814.30 

Fence 

Days 

Cut  Bank-W.  & Valier- 

Cut  Bank 

S 237  (9)  U-1 

5.101 

Nilson- Smith  Const, 

G,  Agg,  Surf. , PMB  & 

5/24/71 

240  Cal 

6/16/71  -- 

92 

Oilmont-  East 

$458,995.86 

Signing 

Days 

S 301  (C)  U-90 

Watters  Const,  Co, 

Guard  Fence 

10/22/71 

60  Cal 

NOT  STARTED 

Havre-No. 

$14,780.00 

Days 

F 9999  (22) 

81. 1 

Western  Sign  Corp, 

Sign  & Delineation 

7/27/71 

150  Cal 

3/23/72  -- 

-- 

U.  S.  Hwys.  #2  & 87 

$28,566.00 

Days 

EPS  F 9999  (48) 

130.4 

Western  Sign  Corp. 

Sign  & Delineation  & 

1/27/72 

60  Cal 

NOT  STARTED 

U.  S.  Hwys  89  & 2 
& Mont.  49 

$86,612.05 

Traffic  Signals 

Days 
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MQNThI)^ CONSTRUCTION  REPORT  - 3/31/72  1 ? 

DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86  (37)  12.247 

Richardson  Const. 

PMBS  & Bridges 

9/29/70 

240  Cal 

11/9/70  -- 

72 

Plevna.  - West 

$875,573,78 

Days 

1 94-4  (29)  153,  23.435 

Zook  Bros, 

Agg.Surf.  ,PMBS  & 

6/25/70 

275  Cal 

10/7/70  -- 

92 

I 94-5  (11)  166  U-5  & 

I 94-5  (13)  160 

Prairie  Co,  Line-E  & W 

$2,326,  928.11 

Signing 

Days 

& Terry  - W. 

I 94-5  (12)  160  U-1  6,322 

The  Brezina  Co, 

G & Rel  Items  & 

3/26/70 

200  Cal 

4/8/70  --  5 

99 

Prairie  Co.  Line-E. 

$1,306,421.42 

Structures 

Days 

I 94-6  (21)  191  U-1  5.791 

Wm,  Clairmont,  Inc. 

G,  Agg,  Surf, , PMB, 

12/1/71 

300  Cal 

4/4/72 

-- 

Dawson  County  Line-E. 

$2,282, 877.49 

PMS,  Fencing  & Sign 

Days 

I 94-6  (21)  191  U-2  0.011 

Schultz  & Lindsay 

Structures 

12/16/71 

210  Cal 

3/17/72  -- 

-- 

Dawson  County  Line-E. 

$247,677.54 

Days 

EHS-I  94-7  (9)  233  PS  U-1 

Hilde  Const,  Co. 

G,  Agg,  Surf. , PMS, 

1/6/72 

360  Cal 

NOT  STARTED 

Wibaiuc  E & W 15.280 

$3,695, 120.03 

& Interch,  Light 

Days 

S-RS  128  (9)  U-1  8.968 

Joe  Mayo  & Son  Inc. 

G & Rel  Items 

7/27/71 

200  Cal 

10/7/71  -- 

33 

Wibaux- Sidney 

$765,754.49 

Days 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


ERFO  70  (1)  U-1 

Hal  Halverson 

Fencing 

3/27/72 

45  Cal 

NOT  STARTED 

Nashua- Wo  If  Point 

$4, 606. 60 

Days 

F-RF  152  (11)  U-1 

7.454 

Nilson- Smith  Const. 

G,  Agg.  Surf. , PMBB 

7/1/71 

360  Cal 

8/9/71 

27 

Harlem-Dodson 

$1,319,230.66 

& Signing 

Days 

RF-F  152  (11)  U-2 

0. 129 

Mahnomen  Pile  D & E 

Structures 

10/28/70 

7/15/72 

12/3/70  Poor  4 

79 

Harlem-Dodson 

$617,766.07 

S 202  (1)  U-90 

7.466 

Gus  M.  Albert 

PMB  Overlay 

7/26/71 

150  Cal 

9/3/71 

99 

Brockton- North 

$122,623.53 

Days 

S 239  (4) 

8.003 

Gus  M.  Albert 

Agg.Surf,  & PMBB 

7/1/71 

180  Cal 

8/19/71  -- 

46 

Nashua- North 

$294,  707.24 

& Signing 

Days 

F 253  (17) 

0. 177 

Lloyd  G.  Locrem 

Upgrading  & PG 

12/19/69 

180  Cal 

5/18/70  -- 

99 

Circle-Wolf  Point  via 

$289,222.50 

Cone. 

Days 

4th  St.  Underpass 

S 415(5),  RS  416(4)  & 

Gus  M,  Albert 

Agg.Surf.  & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

S-RS  417  (6) 

$480, 139,30 

Days 

Med,  Lake-E.,  Dagmar- 

Coalridge- Me  Elroy  & Antelope- Coalridge 
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MONTHjj-feoNSTRUCTION  REPORT  - 3/31/72  1 ) 

Wolf  Point  - 42-30  (Cont’d) 


SMP  2899-72 

Konda  Const,  Inc. 

Crush  & Stockpile 

2/18/72 

120  Cal 

NOT  STARTED 

Various  Roads 

$167,040.  00 

Days 

EPS  F 9999  (30)  144.5 

Western  Sign  Corp. 

Sign  & Delineation 

12/16/71 

180  Cal 

NOT  STARTED 

U,  S.  Hwys.  #2  & 191 

$89, 160.77 

Days 

EHS  F 9999  (49)  137.2 

Western  Sign  Corp. 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24  & 200 

$38,092.90 

Days 

DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 

S OOOS  (4)  & S OOOS  (21) 

Western  Sign  Corp. 

Sign  & Delineation 

7/26/71 

120  Cal 

NOT  STARTED 

Var.  Sec.  Hwys.  82. 1 

$42,969.71 

Days 

F 53  (16)  & F 230  (12) 

Yellowstone  Electric 

lighting 

12/7/71 

90  Cal 

NOT  STARTED 

Billings  N.  E. , Billings 

$138,867,08 

Days 

Fairgrounds  Northeast 

I 90-8  (52)396  U-1  13.336 

Schultz  & Lindsay 

G,  Agg.  Surf. , PMB'S 

3/26/70 

500  Cal 

4/13/70  -- 

15 

82 

I 90-8  (63)406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 

$6,846,354. 10 

& Signing 

Days 

Spur  - Columbus 

I 90-8  (52)396  U-3  10.302 

Granite  Const. 

Fencing 

4/29/70 

30  Cal 

5/25/70  -- 

_ ... 

90 

& I 90-8  (63)  406  U-3 

Columbus  - E & W 

$73,300.08 

Days 

I 90-8  (65)  465  U-1  6.187 

Wickens  Bros. 

G,  Fencing  & Rel 

9/29/70 

210  Cal 

10/26/70  -- 

-- 

99 

Big  Horn  Co.  Line-W. 

$1,344,047.16 

Items 

Days 

I 90-8  (67)  461  U-1  10.282 

Hilde  Const, 

Agg.  Surf. , & PMBS 

2/23/71 

120  Cal 

5/20/71  -- 

2 

49 

& I 90-8  (67)461  U-2 

Big  Horn  Co.  Line-W. 

$1,471,959.28 

Days 

(East  & West  Sections) 

I 90-8  (68)  418  & 

Fred  Strandberg  Const. 

Dual  Rest  Area 

7/17/71 

210  Cal 

8/27/71  -- 

8 

29 

I 90-9  (39)  476 

Park  City-W  & Big  Horn  Co. 
Line-E. 

$463,802.50 

Days 

I 90-8  (68)  418  U-2,  I 90-9 

Papp  Landscaping 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

NOT  STARTED 

(39)  476  U-2  & I 94-3  (30)  $7, 213.  00 

105  U-2 

Park  City-W,  Big  Horn  Co. 

Line-E.  & Rosebud- E.  Sect, 
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MONTHbY  CONSTRUCTION  REPORT  - 3/31/72 
Billings  - 51-30  (Cont'd) 


EHS-T  9010  (7)  & 

Yellowstone  Electric 

Traf,  Cont.  Devices  3/27/72 

150  Cal  NOT  STAB.TED 

EHS-T  9010  (8) 

$192,  192,49 

Days 

Billings  St.  Iniersections 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52= 

30 

S-RS  45  (10) 

5.694 

Gus  M.  Albert 

.5gg,  Surf. , PMS  & 

12/1/71 

150  Cal 

3/22/72  -- 



Br  and  enb  erg  - G ar  land  - 

$196,252.90 

Sign 

Days 

Miles  City 

F~RF  86  (38) 

0. 118 

Cop  Const,  Co. 

Structure 

12/1/71 

275  Cal 

3/9/72 

Miles  City- No.  Dak.  line 

$549,672.49 

Days 

I-IG  94-3(24)83  U-1 

7.003 

Hilde  Consto 

G,  Agg.  Surf. , PMBS  & 

8/27/70 

300  Cal 

11/4/70  -- 

91 

Forsyth  - W. 

$1,393,024,56 

Signing 

Days 

MG  94-3(24)83  U-2 

0. 120 

Cop  Const. 

2 Bridges 

3/30/71 

230  Cal 

4/19/71  Fair  7 

98 

Forsyth  - W. 

$383,616.56 

Days 

1 94-3(30)105  U-1 

Crick  Co. 

Dual  Rest  Area 

9/11/71 

150  Cal 

9/29/71  -- 

19 

Rosebud- East  Section 

$212, 755. 00 

Days 

1 94-4  (25)153  U-1 

8.859 

Zook  Bros. 

G & Rel  Items 

1/29/70 

300  Cal 

3/31/70  -- 

98 

Prairie  Co.  D.ne  - W. 

$2,274,356.74 

Days 

I 94-4  (25)153  U-2 

8.859 

Granite  Const. 

Fencing 

1/29/70 

30  Cal 

5/6/70 

99 

Prairie  Co.  line-W. 

$69,476.  13 

Days 

1 94-4  (27)  119  U-1 

8. 138 

Joe  Mayo  & Son  Inc. 

G,  Agg.  Surf. , PIs/BS 

7/1/71 

270  Cal 

7/12/71  -- 

57 

Hathaway  - East 

& Richardson  Const. 
$1,571,225.85 

Fencing  & Signing 

Days 

I 94-4(27)119  U-2 

Walter  Mackin  & Son 

Rev,  & Lengthen  Str. 

9/1/71 

150  Cal 

9/22/71  -- 

56 

Hathaway  - East 

$49,  746.40 

Days 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53- 

-30 

F-RF  256  (32)  U-1 

11,848 

Joe  Mayo  & Son  Inc, 

G,  PMBB,  PMBS  & Sign.  3/27/72 

250  Cal 

NOT  STARTED 

Grass  Range- Jordan 

$2, 125,326. 11 

Days 

EHS-F  9999  (50) 

51.0 

R.  C.  Schmoll 

Signing  & Delineation 

3/27/72 

120  Cal 

NOT  STARTED 

U.  S.  Hwy.  87 

$19,920.70 

Days 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - April  30,  1972 QCLC-  L\)\ 


Project  Number 
& Location  Mileage 

Contractor  & 

Bid  Price 

Type  of  Work 

Contract 

Awarded 

Date 

Comp, 

Work  Pro- 
Began  gross 

Men 

Empl. 

% 

Comp, 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S36(7)U-90  5.011 

Helmville-No. 

Helena  Sand  & Gravel 
$105,569. 13 

Plant  Mix  Surface 
Overlay 

7/16/71 

90  Cal 
Days 

9/13/71 

-- 

-- 

0 

I 90-1  (48)  0 U-1  4.245 

Lookout  Pass-E. 

Goodfellow  Bros. 
$4,008,513. 17 

G,  Agg,  Surf. , PMB 

Base 

9/30/70 

330  Cal 
Days 

11/4/70 

— 

4 

66 

I 90-1  (48)  0 U-2 

Lookout  Pass-E. 

Mahnomen  Pile  D & E 
$454,  854.  92 

Structures 

9/30/70 

6/30/72 

3/19/71 

— 

9 

83 

I- IG  90-1  (49)  4 U-1  6.708 

Saltese- W. 

Goodfellow  Bros. 
$4,607,542.80 

G,  Agg.  Surf.  PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

— 

10 

58 

I-IG  90-1  (49)  4 U-2 

Saltese- W. 

Waddell  Const, 
$563,940.80 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

10 

53 

I-IG  90-1  (49)  4 U-3 

Saltese- W. 

Max  J.  Kuney  Co. 

$536, 022. 15 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

4/19/71 

— 

— 

64 

EMP  I 90-  1(50)16  U-2  0.  044 
& EMP  I 90-1  (52)11  U-2 

Max  J.  Kuney  Co. 
$312,805.00 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

— 

13 

10 

DeBorgia-East  & West 

Saltese- Ha  ugan 

I 90-1  (76)  4 

Saltese- W. 

Federal  Const,  Co. 
$125,475.  75 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

— 

— 

15 

I 90-2(32)120  U-1  8.908 

Clinton- E & W 

Washington  Const. 
$4,235,063,09 

G,  Agg.  Surf. , PMB  12/16/69 

PMBS,  Sign. , Seed, 

Comf,  Sta.  & Foxest  Serv,  Rd. 

360  Cal 
Days 

1/12/70 

Winter  Shut  70 
down  12/23/71 

I 90-2  (32)  120  U-3  8.908 

Clinton-  E & W 

Fred  Strandberg 
$68,  784.20 

Fencing 

12/1/69 

30  Cal 
Days 

3/27/70 

70 

I 90-2  (33)129  U-1  6.474 

& I 90-3  (15)132  U-1 

Washington  Const, 
$3,241,  826.29 

G,  Agg.  Surf.  ,PMB 

Sign  & Dual  Overpass 

7/1/69 

400  Cal 
Days 

8/4/69 

— 

5 

83 

Beavertail  - E & W 

I 90-2  (33)  129  U-2  6.474 

& I 90-3  (15)132  U-2 

Granite  Const. 
$49,748.90 

Fencing 

7/1/69 

30  Cal 
Days 

9/23/69 

Winter  Shut  65 
down  12/23/71 

Beavertail  - E & W 
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MONTHL?  j:ONSTRUCTIQN  REPORT  - 4/30/72 

Missoula  - 11-30  (Cont'd) 


1 ) 


I 90-2  (35)  85  U-1  10.170 

Frenchtown-E  & W 

Peter  Kiewit  Sons' 

$4, 185,224.50 

G,  Agg.  Surf. , Cem 
Trtd.  Base,  PC  Cone. 
Pav. , PMBS,  Signing  & 
Dual  Weigh  Sta. 

11/21/69 

400  Cal 
Days 

12/12/69  -- 

95 

I 90-2  (35)85  U-2  10.170 

Frenchtown-E  &W 

Pipestone  Const. 
$96,276.69 

Fencing 

11/21/69 

30  Cal 
Days 

3/19/70  -- 

98 

EHS  I 90-2  (55)95  U-1 
& EHS-F  215  (22) 

Watters  Const.  Co. 
$37,590.00 

Impact  Attenuators 

12/16/71 

45  Cal 
Days 

4/25/72  --  3 

10 

Missoula  West-Clinton  Rd. 

& Buckhouse  Bridge 

EHS-I  90-2(55)95  U-2  25.  253 
Msla. -W  - Clinton- W. 

Stillwell-Gerard  Const. 
$734,321.64 

Safety  Correction 

3/27/72 

150  Cal 
Days 

NOT  STARTED 

I 90-3  (33)143  U-1 

Bearmouth  W & E 

Skinner  Enterprises 
$199, 743. 35 

Dual  Rest  Area  & 

Structure 

7/1/71 

150  Cal 
Days 

9/22/71  --  10 

38 

S-RS  127  (5)  7.  165 

Phi  lipsburg- West 

Associated  Asphalt 
$413,405.70 

Su.rf.&  Signing 

7/1/71 

180  Cal 
Days 

7/14/71  -- 

69 

S 169  (4)  & City  0.  360 

Proj.  12S-406 

Sletten  Const.  Co. 

$1,  352,  510.  65(State) 

G,  Agg.  Surf. , PMBS 
& Brs. 

10/11/71 

425  Cal 
Days 

12/2/71  -- 

0 

FI  219  (12)  U-90  2.5 

Inters.  Airport  Rd. 

Kali  spell  Neon  Sign 
$7,217,00 

Lighting 

8/27/71 

20  Cal 
Days 

3/16/72  -- 

20 

& Mont.  200 

F 9999  (34)  58.4 

Mont.  Hwy.  #200 

Skinner  Enterprises 
$22, 995. 95 

Sign  & Delineation 

7/27/71 

120  Cal 
Days 

4/3/72  Good  -- 

75 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


EHS-RF  63  (15) 

0.  388 

Konda  Const.  Co. 

G,  Agg.  Surf. , & Rd, 

12/16/71 

100  Cal 

3/6/72 

Fair  -- 

6 

St,  Ignatius- Pablo 

$126,977.21 

Mix  Surf. 

Days 

S 157  (5) 

4.  771 

Kraling  & Nelson 

G,  Agg.  Surf. , PMBS 

1/25/71 

180  Cal 

2/22/71 

-- 

59 

Kalispell-  Lupfer 

$537,472.  01 

& Cover 

Days 

EMP  U 191  (33) 

0.257 

Sandon  Const,  Co. 

G,  Agg.  Surf. , Cement 

12/16/71 

130  Cal 

3/27/71 

Fair  11 

10 

Pablo- Kalispell 

$249,976.22 

Tr.  Base  & Portland 
Cement  Cone.  Paving 

Days 

S 221  (5) 

3.482 

Washington  Const. 

G & Crush  Base 

6/23/70 

200  Cal 

7/30/70 

Seas,  shut 

60 

Thompson  Falls- W. 

$683,668.99 

Surf. 

Days 

down  10/29/71 

F 250  (8)  U-90 

Western  Sign  Corp, 

Signals 

10/22/71 

45  Cal 

COMP.  4/25/72 

Int.  Louisiana  & Idaho 

$29,977.55 

Days 

Ave.  - 9th  St.  Libby 
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MONTHL?  ilONSTRUCTIQN  REPORT  - 4/30/72 

Kalispell  - 12-30  (Cont'd) 

S-RS  306  (12)  9.544 

Round  Butte- Ronan  Rd. 

EPS- S-RS  334(5 )U-1  1.307 

Columbia  Falls- Polebridge- 
Canadian  Line 
EPS- S-RS  334(5 )U- 2 0.076 

Columbia  Falls-Polebridge- 
Canadian  Line 

EHS-F-RF  9999(57)U-1  5.26 
U.  S.  Hwys  2 & 93 
Kalispell  & Whitefish 

DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


I 15-1  (30)  75  U-1 

10. 192 

Hilde  Const.  Co. 

Apex- Browns  Bridge 

$3,  161,029.27 

I 15-1  (30)  75  U-2 

Cop  Const.  Co. 

Apex- Browns  Bridge 

$289,747.07 

I 15-1  (42)23  U-1 

15.244 

S.  Birch,  Inc. 

Dell  - Redrock 

$4,385,  992.31 

I 15-1  (49)  62  U-2 

Cop  Const.  Co. 

Dillon- North 

$132,509.30 

I 15-1  (49)62  U-3 

0.027 

Cop  Const.  Co. 

Dillon-North 

$369,348.49 

I 15-1  (50)85  U-1 

2.455 

Washington  Const. 

Browns  Bridge- No, 

$1,816,329.49 

I-IG  15-1  (50)85  U-2 

0.  105 

M.  Morrin  & Sons  Co. 

Browns  Bridge- No. 

$917,400.43 

I 15-1  (55)  87  U-1  & 

8.®3 

McIntyre  & S.  Birch 

I 15-2  (29)  93  U-1 

$3,474,590. 13 

Melrose-S  & Melrose-N. 

I 15-1  (55)  87  U-2  & 

0.  038 

W.  P.  Roscoe  Co. 

I 15-2  (29)  93  U-2 

$435, 784. 53 

Melrose-S  & Melrose-N 

I 15-1  (56)  85 

W.  P.  Roscoe  Co.  & 

Big  Hole  River 

McLaughlin  Const. 
$799,889.40 

Schultz  & Lindsay 
$277,026.00 
M & S Const. 

$522,  117.95 

Sletten  Const.  Co, 
$457,492.87 

Midland  Electric  Co. 
$219,642.  10 


1 ) 


Plant  Mix  Overlay 

3/27/72 

& Signing 

G,  Agg.  Surf. , PMBB 

10/22/71 

& PMBS 

Structure 

10/22/71 

Sign  & Traf.  Signals 

2/18/72 

150  Cal 
Days 

NOT  STARTED 

270  Cal 
Days 

4/17/72 

Good 

15 

5 

240  Cal 
Days 

3/13/72 

Good 

10 

11 

120  Cal 
Days 

4/28/72 

-- 

-- 

-- 

Grading  & Fencing 

5/26/71 

Structures 

5/26/71 

G,  Agg.  Surf.  ,Bit 

Stab.  Base,  PMBS 

7/2/69 

Seed  & Sign 

Cone.  Canal  Str. 

12/1/71 

Structure 

2/18/72 

G,  Fencing  & Rel 

Items 

7/1/71 

Structure 

7/26/71 

G,  Agg,  Surf.  , PMBB 
PMBS,  Fencing  & Sign 

1/27/72 

Structures 

1/27/72 

Dual  Structure 

7/1/71 

275  Cal 
Days 

6/21/71 

75 

83 

240  Cal 
Days 

7/19/71 

Fair 

4 

58 

400  Cal 
Days 

7/21/69 

99 

120  Cal 
Days 

1/11/72 

Poor 

5 

62 

250  Cal 
Days 

3/13/72 

Fair 

5 

11 

250  Cal 
Days 

9/27/71 

Good 

16 

96 

300  Cal 
Days 

9/13/71 

Good 

11 

27 

300  Cal 
Days 

3/27/72 

48 

4 

250  Cal 
Days 

4/17/72 

5 

4 

350  Cal 
Days 

7/22/71 

Poor 

17 

70 
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MONTHL?  Construction  report  - 4/30/72 

Butte  - 21-30  (Cont'd) 


I 15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

Lndscp.  & Rel.  work 

3/27/72 

180  Cal 

5/1/72  -- 

-- 

-- 

Butte  Streets 

$288,715.24 

Days 

I 15-3  (20)155  U-1 

6.  847 

Schultz  & Lindsay 

G,  Agg.  Surf.  . PMS 

11/30/71 

300  Cal 

3/13/72  -- 

91 

13 

Boulder  Hill- South 

$4,689,026. 16 

Fencing  & Sign 

Days 

1 15-3  (20)155  U-2 

0.030 

Huckaba  Const. 

Structures 

9/20/71 

300  Cal 

3/7/72 

6 

7 

Boulder  Hill  - South 

$469, 837. 84 

Days 

EMP-1  15-3(21)162  U- 

1 

Goodfellow  Bros. 

G & Rel  Items 

10/22/71 

350  Cal 

11/18/71  -- 

118 

9 

Boulder  Hill  - No. 

5.  515 

$4,800,279.27 

Days 

EMP-I  15-3  (21)162  U 

-2 

Riklin  Const.  & Phil 

Grade  Separation 

10/22/71 

150  Cal 

NOT  STARTED 

Boulder  Hill  - No. 

0.015 

R.  Bles singer 
$131,365.23 

Days 

I 15-3  (22)  168  U-3  & 

Western  Sign  Corp. 

Rest  Area  Modification  2/18/72 

75  Cal 

NOT  STARTED 

1 15-4  (33)  229  U-4 

$50,  059.00 

& Metal  Overhead  Str. 

Days 

Jefferson  City-N.  & Dearborn 

River  - No. 

1 15-3  (27)  162 

5.515 

McIntyre  Const.  & 

Agg.  Surf.  , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Boulder  Hill-North 

S.  Birch 
$1,207,008.03 

Sign 

Days 

I 15-4  (44)  202 

6.  133 

Washington  Const. 

G,  Agg.  Surf, , PMBS 

4/27/71 

240  Cal 

6/14/71  -- 

34 

59 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

Days 

RF  77  (16)  U-91 

Skinner  Enterprises 

Flashers  & Lights 

10/22/71 

30  Cal 

3/27/72  -- 

-- 

35 

Int.  U.S.  12-287  & Sec.  284 

$3,160.00 

Days 

F 77  (19) 

8.  303 

Maronick  Const. 

G,  Agg.  Surf.  , PMBS 

4/27/71 

165  Cal 

COMP.  4/12/72 

Townsend-  Helena 

$1,078,793.46 

& Signing 

Days 

I 90-3(23)166  U-1 

5.995 

Crick  Co. 

C,  Agg.  Surf.  , PMS 

6/1/71 

330  Cal 

7/1/71  Fair 

78 

50 

Gold  Creek  - East 

$4,200,820.27 

Fencing,  Sign,  Dual 
Rest  Area  & Structure 

Days 

1 90-3  (23)166 U-2 

0.  074 

Riklin  Const.  Co.  & 

Structures 

5/26/71 

300  Cal 

9/20/71  Good 

11 

23 

Gold  Creek  - East 

Phil  R.  Blessinger 
$533,222.49 

Days 

1 90-3  (23)166 U-3  & 

Nelson  Lndscp  Ser. 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

NOT  STARTED 

1 90-3  (33)143  U-2 

$24,765.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

T 9058  (1) 

Skinner  Enterprises 

Traf.  Cont,  Devices 

7/27/71 

60  Cal 

10/5/71  -- 

2 

35 

Helena  St.  & Intersections 

$96,  970.36 

Days 
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MONTHL^  jbONSTRUCTION  REPORT  ° 4/30/72 


) ) 


DIVISION  CONSTRUCTION  SECTION  = BOZEMAN  - 22-30 


I 90-7  (24)374  U-1 

13.701 

Washington  Const, 

G,  Agg.  Surf, , PMBS 

9/15/70 

400  Cal 

10/20/70  Good  66 

73 

& I 90-8  (62)388 

$5,079,801.40 

Sign. , Seed. , & lighting 

Days 

Greycliff-E.  & Reedpoint-W. 

I 90-7  (24)374  U-2 

0.  138 

M.  Morrin  & Son 

6 Structures 

9/15/70 

320  Cal 

10/7/70  -- 

97 

Greycliff-E. 

$667,463.  83 

Days 

I 90-7  (24)374  U-3 

13.048 

Williams  Const. 

Fencing 

9/15/70 

30  Cal 

10/15/70  Good  3 

69 

Greycliff-E, 

$78,067.30 

Days 

I 90-7  (30)  377  U-1 

Skinner  Enterprises 

Dual  Rest  Area 

7/1/71 

150  Cal 

8/10/71  Fair  15 

41 

GreycLLff-E. 

$196,496.  70 

Days 

I 90-7  (30)  377  U-2 

Papp  Landscaping 

Lndscp.  rest  area 

1/27/72 

11/1/72 

NOT  STARTED 

Greyc  LLff-E. 

$5, 164. 00 

S-RS  370  (19) 

6.  746 

Brasel  & Sims  Const. 

G & Agg,  Surf. 

12/1/71 

250  Cal 

NOT  STARTED 

Bozeman- Wilsall 

$738,125.59 

Days 

SMP  2999-72 

Konda  Const.  Inc. 

Crush  & Stockpile 

3/27/72 

60  Cal 

NOT  STARTED 

Various  Roads 

$58,655,00 

Days 

F 9999  (38)  U-1 

Yellowstone  Electric 

Traffic  Signals 

12/1/71 

45  Cal 

5/2/72 

-- 

No.  7th  Ave,  & Durston 

$15,412. 76 

Days 

Rd.  - Peach  St. 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


S OOOS  (25) 

Var,  Sec.  Hwys, 

61.6 

Western  Sign  Corp, 
$26, 658. 50 

Sign  & Delineation 

10/22/71 

120  Cal 
Days 

3/27/72 

3 

84 

I 15-5  (57)280  U-1 
Vaughn- No, 

10.082 

Peter  Kiewit  Sons' 
$3,780,299.64 

G,  Agg,  Surf. , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Good 

50 

33 

I 15-5(57)280  U-2 
Vaughn- No. 

0.  050 

Cop  Const. 

$532,215.26 

Structures 

7/1/71 

300  Cal 
Days 

8/16/71 

Fail- 

13 

25 

I 15-6(17)291  U-1 
Power  No.  & So. 

7.  752 

McIntyre  Const.  Co. 

& S.  Birch 
$2,  958,442, 19 

G,  Agg.,  Surf,  ,PMB, 
PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Poor 

68 

36 

I 15-6  (17)291  U-2 
Power  No,  & So. 

Cop  Const.  Co, 
$311,731,24 

Structures 

5/16/71 

240  Cal 
Days 

8/9/71 

Poor 

1 

31 

I 15-7  (12)331  U-1 
& S 357  (10) 

Valier  Jet. -N,  & S. 

11.390 

& Valier-  E. 

S,  Birch,  Inc. 

G & R,el,  Items 

2/25/70 

300  Cal 

4/6/70 

n 

o 

S 

T* 

4/24/72 

I-IG  15-7(13)323  U-1 
& F 211  (15) 

9.611 

Zook  Bros. 
$3,279,333.49 

G,  Rel,  Items  & 
Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

Poor 

23 

87 
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MONTHLY  CONSTRUCTION  REPORT  - 4/30/72 


Great  Falls  - 31-30  (Cont’d) 

MG  15-7  (13)323  U-2  8.991 

0 & K Const. 

Fencing 

7/29/70 

30  Cal 

in/8/70 

-- 

-- 

77 

Conrad  No.  & So. 

$45,591.02 

Days 

I-IG  15-7  (13)323  U-3 

Sletten  Const, 

Structures 

11/ 24/ 70 

180  Cal 

1/27/71 

- - 

-- 

71 

Conrad  - No.  & So. 

$282,842.47 

Days 

I 15-7  (14)331  & 11.390 

Peter  Kiewit  Sons' 

Agg.  Surf, , PVLBS  & 

3/30/71 

120  Cal 

5/12/71 

Fair 

55 

74 

S 357  (11) 

$3,125,674.20 

Signing 

Days 

Valier  Jet.  -N  & S & Valier  E. 

MG  15-7  (15)323  & 9.641 

Zook  Bros, 

Agg.  Surf. , PMBS  & 

3/30/71 

90  Cal 

9/13/71 

Fair 

61 

33 

RF  211  (16) 

$2,657,940.69 

Signing 

Days 

Conrad- N & S & Vaughn-Conrad 

A-S117(1)U-1  6.539 

Zook  Bros. 

G,  Agg,  Surf. , PMBB 

2/18/72 

120  Cal 

4/11/72 

Good 

46 

8 

Brady  - North 

$268,571.45 

Cover  & Sign 

Days 

A-SI  17(1)  U-2  0.005 

Feldman- Murphy  Const. 

Structure 

3/27/72 

90  Cal 

4/27/72 

Fair 

3 

0 

Brady-No. 

$43,542. 74 

Days 

S-RS  90  (5)  6.45 

Zook  Bros. 

G,  Agg.  Surf. , PMB 

4/27/72 

180  Cal 

NOT  STARTED 

Dutton  - East 

$601, 311.  70 

Days 

RF  267  (15)  0.411 

Sandon  Const. 

Guard  Rail  & 

9/1/71 

90  Cal 

10/12/71 

-- 

8 

65 

Ovando- Rogers  Pass 

$15, 313. 50 

Delineation 

Days 

SMP  2599-71 

Hilde  Const.  Co. 

Crush  & Stockpile 

10/22/71 

60  Cal 

4/5/72 

Good 

16 

30 

Various  Roads 

$129,926.00 

Days 

EHS-T  9052  (3),  (4), 

Lewis  Const.  Co. 

Traf.  Cont.  Devices 

3/27/72 

120  Cal 

NOT  STARTED 

& (5) 

$206,  397.80 

& Guard  Rail 

Days 

Var.  Intersections-Gt.  Falls 

F 9999  (24)  122.  0 

Watters  Const.  Co. 

Sign  & Delineation 

10/22/71 

180  Cal 

NOT  STARTED 

U.S.  Hwys  87  & 89 

$57,  140.80 

Days 

& Mont.  Hwys  21  & 200 

F 9999  (35)  61.0 

Western  Sign  Corp. 

Sign  & Delineation 

7/27/71 

120  Cal 

COMP.  4/21/72 

U.S.  Hwy.  #87 

$21,507,00 

Days 

EHS  F 9999  (45)  102.5 

Western  Sign  Corp. 

Sign,  Delineation  & 

12/16/71 

150  Cal 

4/28/72 

-- 

-- 

-- 

U.  S.  Hwys  89,  91,  & 287 

$87, 159. 94 

Traffic  Signals 

Days 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


S OOOS  (30)  16. 1 

Sec.  Hwys  240  & 241 
S 12  (16)  7.  868 

Harlem-Turner-Can.  Line 


Western  Sign  Corp, 
$7,805.60 
Richardson  Const, 
$438,006.27 


Signing 

G,GS,  PMB,  Seal 
Cover  & Signing 


12/1/71  120  Cal  NOT  STARTED 

Days 

2/22/71  160  Cal  5/3/71  Seas,  shut  90 

Days  down  10/5/71 
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MONTHLY  CONSTRUCTION  REPORT  - 4/30/72 
Havre  - 32-30  (Cont'd) 


I 15-8  (17)  369  U-1 

9.  216 

Nilson- Smith  Const. 

G,  Agg,  Surf.  , PMBS 

11/21/69 

330  Gal 

4/14/70  -- 

9 

99 

Sunburst- So. 

$2,230,525.98 

Sign  & Structures 

Days 

I 15-8  (17)  369  U-2 

9.216 

Pipestone  Const. 

Fencing 

11/21/69 

30  Cal 

9/28/71  -- 

4 

18 

Sunburst- So. 

$58,  711.99 

Days 

I 15-8  (27)369 

9.216 

Nilson- Smith  Const. 

Agg,  Surf.  , P.MBS  & 

6/25/70 

180  Cal 

10/15/70  -~ 

-- 

98 

Sunburst-  So. 

$1,389,  389. 11 

Signing 

Days 

A- SI  16(1) 

16,551 

Peter  Kiewit  Sons' 

G,  Agg.  Surf. , PMBB 

2/18/72 

150  Cal 

3/24/72  -- 

29 

-- 

Shelby  - Southeast 

$660,521.20 

Cover  & Signing 

Days 

F 66  (7),  F 221  (4)  & 

0.792 

Nilson- Smith  Const. 

G,Stab.  Top  Surf, , 

9/7/71 

200  Cal 

9/29/71  Good 

20 

62 

City  Proj.  4-24-69 

$509,602.  96 

PMS,  Br.  Widening  & 

Days 

Chinook  - W.  1st  St. 

, Chinook  Strs. 

Sign. 

EHS-RF  190  (11) 

0.  714 

Bob  Clark  & Son  Fenc. 

Fencing 

3/27/72 

30  Cal 

MOT  STARTED 

U.S.  Hwy.  #89 

$3,791.00 

Days 

S 219  (11) 

9.  034 

Baltrusch  Const. 

G,  Agg.  Surf, , PMB  & 

11/23/70 

200  Cal 

4/8/71 

-- 

94 

Big  Sandy- Rudyard 

$648,369.48 

Signing 

Days 

F-RF  220  (12)  & 

3.  501 

Schultz  & Lindsay 

G,  Agg.  Surf. , PMS  & 

12/1/71 

180  Cal 

4/11/72  Good 

18 

7 

S-RS  193  (12) 

$679,  814.30 

Fence 

Days 

Cut  Bank-W.  & Valier- 

Cut  Bank 

F-RF  226  (1)  U-90 

11.641 

Zook  Bros.  Const. 

G,  Agg.  Surf, , PMBB, 

4/27/72 

90  Cal 

NOT  STARTED 

E.  Glacier- Kiowa  Jet. 

$301, 181.28 

PMBS  & Traf.  Cont.  Devices 

Days 

S 237  (9)  U-1 

5.  101 

Nilson-Smith  Const. 

G,  Agg.  Surf.  , PMB  & 

5/24/71 

240  Cal 

6/16/71  -- 

-- 

96 

Oilmont-  East 

$458,995.86 

Signing 

Days 

S 301  (G)  U-90 

Watters  Const.  Co. 

Guard  Fence 

10/22/71 

60  Cal 

NOT  STARTED 

Havre  - No. 

$14,  780.00 

Days 

F 9999  (22) 

81. 1 

Western  Sign  Corp, 

Sign  & Delineation 

7/27/71 

150  Cal 

COMP.  4/19/72 

U.  S.  Hwys.  #2  & 87 

$28,566.00 

Days 

EPS  F 9999  (48) 

130.4 

Western  Sign  Corp, 

Sign  & Delineation  & 

1/27/72 

60  Cal 

NOT  STARTED 

U.  S.  Hwys  89  & 2 

$86,612.05 

Traffic  Signals 

Days 

& Mont.  49 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86(37) 

Plevna  - West 

12.247  Richardson  Const, 

$875,573.78 

PMBS  & Bridges 

9/29/70 

240  Cal 
Days 

11/9/70  Poor  9 

75 

I 94-4(29)153, 

I 94-5(11)166  U- 
Prairie  Co.  Line 

23.435  Zook  Bros. 

5 & I 94-5(13)160  $2,326.928. 11 
-E  &W  & Terry-W. 

Agg.  Surf.  . PMBS  & 
Signing 

6/25/70 

275  Cal 
Days 

10/7/70  Good  37 

97 
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MONTHLY  CONSTRUCT  ION  REPORT  A/2,Q/12 
Glendive  - 41-30  (Cont'd) 


I 94-5  (12)160  U-1 

6.  322 

The  Brezina  Co. 

G & Rel  Items  & 

3/26/70 

200  Cal 

4/8/70 

-- 

-- 

Prairie  Co.  ,Une-E. 

$1,306,421.42 

Structures 

Days 

I 94-6  (21)193  U-1 

5.  791 

Wm.  Clairmont,  Inc. 

G,  Agg,  Surf. , PMB, 

12/1/71 

300  Cal 

4/4/72 

40 

3 

Dawson  County  Line- 

E. 

$2,282,877,49 

PMS,  Fencing  & Sign 

Days 

I 94-6  (21)  191  U-2 

0.  011 

Schultz  & Lindsay 

Structures 

12/16/71 

210  Cal 

3/17/72 

Good 

10 

8 

Dawson  County  Line- 

E. 

$247, 677. 54 

Days 

I 94-6(22)  197  U-1 

6.  823 

Wm,  Clairmont,  Inc. 

G,  Agg.  Surf.  , PMBB 

4/27/72 

300  Cal 

NOT  STARTED 

Milepost  197  - E. 

$2,266,395.58 

PMBS  & Sign,  & Fence 

Days 

I 94-6(22)  197  U-2 

Walter  Mackin  & Son 

Structure 

4/27/72 

150  Cal 

NOT  ST  ARTED 

Milepost  197  - E. 

$187,  851.80 

Days 

EHS-1  94-7(9)233  PS  U-1 

Hilde  Const,  Co. 

G,  Agg.  Surf. , PMS, 

1/6/72 

360  Cal 

NOT  STARTED 

Wibaux  E & W 

15.280 

$3,695, 120.03 

& Interch,  Light 

Days 

S-RS  128  (9)U-1 

8.  968 

Joe  Mayo  & Son  Inc, 

G & Rel  Items 

7/27/71 

200  Cal 

10/7/71 

Good 

-- 

51 

Wibaux-  Sidney 

$765,754.49 

Days 

F-RF  245(24)  U-1 

10. 181 

Schultz  & Meyer  Const. 

G,  Agg.  Surf. , PMBB, 

4/27/72 

210  Cal 

NOT  STARTED 

Glendive-  Sidney 

$2,554,731.55 

PMBS  & Traf.  Cont.  Devices 

Days 

F-RF  245(24)  U-2 

F,  L.  Flynn  & Co, 

Structure 

4/27/72 

130  Cal 

NOT  STARTED 

G iendive-  Sidney 

$130,969.65 

Days 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42- 

30 

ERFO  70  (1)  U-1 

Hal  Halverson 

Fencing 

3/27/72 

45  Cal 

4/26/72 

Nashua- Wolf  Point 

$4,606.60 

Days 

F-RF  152  (11)  U-1 

7.454 

Nilson- Smith  Const. 

G,  Agg.  Surf.  , PMBB 

7/1/71 

360  Cal 

8/9/71 

Fair 

32 

32 

Harlem-Dodson 

$1,319,230.66 

& Signing 

Days 

RF-F  152  (ll)U-2 

0.  129 

Mahnomen  Pile  D & E 

Structures 

10/28/70 

7/15/72 

12/3/70 

Good 

19 

81 

Harlem-Dodson 

$617, 766. 07 

S 202  (1)  U-90 

7.466 

Gus  M,  Albert 

PMB  Overlay 

7/26/71 

150  Cal 

9/3/71 

-- 

-- 

99 

Brockton- North 

$122,623.53 

Days 

S 239  (4) 

8.  003 

Gus  M.  Albert 

Agg,  Surf.  & PMBB 

7/1/71 

180  Cal 

8/19/71 

-- 

-- 

46 

Nashua- North 

$294,707.24 

& Signing 

Days 

F 253  (17) 

0.  177 

Lloyd  C,  Lockrem 

Upgrading  & PC 

12/19/69 

180  Cal 

5/18/70 

-- 

— 

99 

Circle-Woh  Point  via 

$289,222.50 

Cone. 

Days 

4th  St.  Underpass 

S 415  (5).  RS  416(4)  & 

Gus  M.  Albert 

Agg.  Surf  , & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

S-RS  417  (6) 

$480, 139. 30 

Days 

Med,  liike-E,s  Dagmar- 

Coalridge- McElroy  & Anf.elope-Coalridge 
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MQNTHi.  JcONSTRlICTION  REPORT  - 4/30/72 


Wolf  Point  - 42-30  (Cont'd) 

SMP  2899-72 

Konda  Const.  Inc. 

Crush  & Stockpile 

2/18/72 

120  Cal 

NOT  STARTED 

Various  Roads 

$167,040.00 

Days 

EPS  F 9999  (30)  144.  5 

Western  Sign  Corp. 

Sign  & Delineation 

12/16/71 

180  Cal 

NOT  STARTED 

U.  S.  Hwys.  #2  & 191 

$89,  160.77 

Days 

EHS  F 9999  (49)  137.  2 

Western  Sign  Corp. 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24  & 200 

$38,092.90 

Days 

DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 

S OOOS  (4)  & S OOOS  (21) 

Western  Sign  Corp. 

Sign  & Dehneation 

7/26/71 

120  Ca] 

4/21/72  Good 

11 

5 

Var.  Sec.  Hwys.  82. 1 

$42,  969.71 

Days 

F 53  (16)  & F 230  (12) 

Yellowstone  Electric 

Lighting 

12/7/71 

90  Cal 

4/19/72  -- 

3 

0 

Billings  N.  E. , Billings 

$138,867.08 

Days 

Fairgrounds  Northeast 

I 90-8  (52)396U-1,  13.336 

Schultz  & Lindsay 

G,  Agg.Surf.  ,PMBS 

3/26/70 

500  Cal 

4/13/70  -- 

90 

87 

I 90-8(63)406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 

$6,846,354.  10 

& Signing 

Days 

Spur- Columbus 

I 90-8  (52)396 U-3  10.302 

Granite  Const. 

Fencing 

4/29/70 

30  Cal 

5/25/70 

_ 

90 

& I 90-8  (63)  406  U-3 

Columbus  - E & W 

$73,300.08 

Days 

I 90-8  (65)  465  U-1  6.187 

Wickens  Bros. 

G,  Fencing  & Rel 

9/29/70 

210  Cal 

10/26/70  -- 

3 

99 

Big  Horn  Co.  Line-W. 

$1,344,047. 16 

Items 

Days 

I 90-8  (67)  461  U-1  10.282 

Hilde  Const. 

Agg.  Surf.  , & PMBS 

2/23/71 

120  Cal 

5/20/71  -- 

7 

50 

& I 90-8  (67)  461  U-2 

Big  Horn  Co,  Line-W. 

$1,471,959.28 

Days 

(East  & West  Sections) 

I 90-8  (68)  418  & 

Fred  Strandberg  Const. 

Dual  Rest  Area 

7/17/71 

210  Cal 

8/27/71  -- 

12 

44 

I 90-9  (39)  476 

Park  City-W  & Big  Horn  Co. 

Line  - E. 

$463,802.50 

Days 

I 90-8  (68)  418  U-2, 

Papp  Landscaping 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

NOT  STARTED 

I 90-9  (39)  476  U-2  & I 94-3(30) 

$7,213.00 

105  U-2 

Park  City-W, , Big  Horn  Co. 
line-E.  & Rosebud- E.  Sect. 
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MONTHL\  CONSTRUCTION  REPORT  - 4/30/72 

Billings  - 51-30  (Cont’d) 


1 90=8  (69)  455  & 29.358 

I 90-9  (41)  471 
Pinehill  & Big  Horn  Co. 

Line-W.  & Big  Horn  Co.  Line  E. 
I-IG  90-9  (26)  471  U-1  & 

I 90-8  (55)  455  U-5  13.063 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 
I-IG  90-9  (26)471  U-2  0.096 
Big  Horn  Co.  Line-E. 

I-IG  90-9  (26)471  U-3  13.0^ 

Big  Horn  Co.  Line-E. 


'Western  Sign  Corp. 
$164,  180,97 

"Wm. Collins  & Sons 
& Tennefos  Const. 
$2,027.  138,  11 

M.  Morrin  & Sons 
$760, 889. 05 
Empire  Sand  & Gravel 
& 'Wm.  Collins  & Sons 
$2,606,851.98 


1 94-1  (30)  42  U-1  4.073 

Custer-  E & W 
(“West  Section) 

1 94-1(34)  46  U-2 
Custer  E,  & 'W.  (E,  Sect.  ) 
F 107  (16)  & 7,  014 

F 258  (15)  U-1 
Bridger-  Laurel  & Wyo, 
Line-Bridger 
F 107  (17) 

Main  St,  -Bridger 
S 132  (6)  1,692 

Billings- So. 

S172(l)U-90  2.773 

Black  Otter  Trail-No, 
of  Billings 

S-RS  207  (8)  7.898 

Busby- Wyo.  Line 
F 230  (12)  U-2 
Billings  Fairgrounds- 
Northeast  Road 
SMP  0299-72 
Various 


Wickens  Bros. 
$977,533.40 

F.  L.  Flynji  & Co. 
$165, 172, 75 
Francis  M.  Tindall 
$1,287,649,65 


Midland  Electric 
$12,924,08 
Sletten  Const, 
$1,601,063.25 
Empire  Sand  & Gravel 
$86,692.  10 

Peter  Kiewit  Sons' 
$386,427.  75 
Yellowstone  Elect.  Co. 
$19,831.28 

Francis  M.  Tindall 
$112,043.  00 


) 


Sign,  Delineation  & 
Sign  Lighting 

12/1/71 

G & Rel  Items  & 

Eros.  Cont.  Diversion 

11/24/70 

Structures 

12/15/70 

Surf.  & PMBS 

1/26/71 

G. , Fencing  & Rel 

Items 

7/1/71 

Structure 

2/18/72 

G,  Agg.  Surf.  . PMB 

PMBS  & Signing 

7/30/70 

Lighting 

1/27/72 

G,  Agg.  Surf.  , PMBS 

10/26/70 

PMB  Overlay 

8/27/71 

Grading  & related 

Items 

1/27/72 

Traffic  Signals 

1/27/72 

Crush  & Stockpile 

1/27/72 

10  Cal 

NOT  STARTED 

Days 

210  Cal 
Days 

3/9/71 

Fair 

32 

89 

280  Cal 

2/23/71 

Good 

20 

61 

Days 

120  Cal 
Days 

8/12/71 

Fair 

32 

32 

250  Cal 
Days 

8/13/71 

Fair 

14 

96 

150  Cal 

4/17/72 

__ 

3 

0 

Days 

240  Cal 
Days 

10/9/70 

Poor 

6 

99 

45  Cal 

NOT  STARTED 

Days 

425  Cal 

11/18/70 

Good 

12 

87 

Days 

45  Cal 
Days 

9/22/71 

-- 

-- 

5 

200  Cal 
Days 

4/20/72 

Fair 

20 

2 

45  Cal 

NOT  STARTED 

Days 

120  Cal 
Days 

4/17/72 

Poor 

5 

0 

filial? 


■'  q.  ■!.!•; ’ti  s.-‘  >1  s 0 


i^’u^ry)  ot-i?.  iuftigur 

sa  ^ 

.^iaa  tdh^  '>W  t‘g  j>  fvri.  i 

irk.  (it5i?-Q« 

,ftO  fno(-r‘^fl>^  flid^J 
’ " ' ^ "■'  'oriM  ,oQr A! 

■■'  W 5f  I ‘U  itV 

. jam-'  y iiotoft;ri> !'’  0 f J :()<>'  1 '1|H 

i l ,8^1  A2:0  M i .a^nU 

JldfenT)  ir>vi^-Jlir^ 

m.  0^  «;  lt^<d£)  V-O^ci 


.5'if  ■ 


:('  I 


^;K»t:  $ ■•.riioM  ,M 

do  m Mm 

. L . .|jk2  •9lH}i'fT3 

' ‘ 'I!.!',.'  ^ 

v-  '.^.•U.:.,S? 
^ ‘-.H  .'1  I 

'I  . - ■ ■ < ,J 


,a^;U  .^GK-toioH  itJEj™ 
m Z\  t-U  I 


inKf' 


/'■•  .1  I 

■-  '.Ct  -5 


I :‘  ■ I ■■' 


'■' - i; 

• /I  '/  (iftty 


^di)  v-O^jgl-S  ‘V 
^'J  .oO'in-di^lH^  M 

I li^-  ..-cif 

tv 

1 .v^  • .a  "iMi 

1. iM  c i.,r/‘ 

I ^ * 

0)  % ir 

Mc. 

jjrtlUiiJTJlo 

\os  Ch*3 

■yfX3'(  tji'i 
'•t  -'ii  li- :. 


■L'-'tl  I 


) ) 
MONTHLY  CONSTRUCTION  REPORT  ° 4/30/72 


Billings  - 51-30  (Cont'd) 

EHS-T  9010  (5) 

Western  Sign  Corp, 

Signing  & Traffic 

2/18/72 

30  Cal 

MOT  STARTED 

Poly  Dr.  & Virginia 

$34,663,50 

Signals 

Days 

Lane- Billings 

EHS-T  9010  (7)  & 

Yellowstone  Electric 

Traf.  Cent,  Devices 

3/27/72 

150  Cal 

NOT  STARTED 

EHS-T  9010  (8) 

Billings  St,  Intersections 

$192. 192,49 

Days 

DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52- 

30 

S-RS  45  (10)  5.694 

Gus  M.  Albert 

Agg.  Surf.  , PMS  & 

12/1/71 

150  Cal 

3/22/72  Good 

8 

2 

BrandenLerg-Garland- 

$196,252. 90 

Sign 

Days 

Miles  City 

.F-RF  86  (38)  0,118 

Cop  Const,  Co, 

Structure 

12/1/71 

275  Cal 

3/9/72  Good 

J 1 

5 

Miles  City-No,  Dak.  Line 

$549,672.49 

Days 

I-IG  94-3(24)83  U-1  7.  003 

Hilde  Const. 

G,  Agg,  Surf. , P.MBS  & 

: 8/27/70 

300  Cal 

11/4/70  Good 

in 

94 

Forsyth  - W. 

$1,393,024.56 

Signing 

Days 

I-IG  94-3  (24)  83  U- 2 0,120 

Cop  Const. 

2 Bridges 

3/30/71 

230  Cal 

4/19/7]  Poor 

2 

98 

Forsyth- W, 

$383,616,56 

Days 

I 94-3  (30)105  U-1 

Crick  Co. 

Dual  Rest  Area 

9/11/71 

150  Cal 

9/29/71  Good 

7 

23 

Rosebud- East  Section 

$212,755.00 

Days 

I 94-4  (25)153  U-1  8,859 

Zook  Bros. 

G & Rel  Items 

1/29/70 

300  Cal 

3/31/70  COMP. 

4/25/72 

Prairie  Co.  Line-W. 

$2,274, 356.74 

Days 

I 94-4  (25)  153  U-2  8.859 

Granite  Const. 

Fencing 

1/29/70 

30  Cal 

5/6/70 

-- 

99 

Prairie  Co,  Line-W. 

$69,476.  13 

Days 

I 94-4  (27)  119  U-1  8.138 

Joe  Mayo  & Son  Inc. 

G,  Agg,  Surf. , PMBS 

7/1/71 

270  Cal 

7/12/71  Good 

58 

62 

Hathaway  - East 

& Richardson  Const. 
$1,571,225.  85 

Fencing  & Signing 

Days 

I 94-4(27)  119  U-2 

Walter  Mackin  & Son 

Rev.  & Lengthen  Str. 

9/1/71 

150  Cal 

9/22/71  -- 

-- 

56 

Hathaway  - East 

$49,746.40 

Days 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53- 

-30 

F-RF  256  (32)  U-1  11,848 

Joe  Mayo  & Son  Inc. 

G,PMBB,  PMBS  & 

3/27/72 

250  Cal 

5/2/72 





Grass  Range  - Jordan 

$2, 125, 326, 11 

Sign 

Days 

F-RF  256  (32)  U-2 

F.  L,  Flynn  & Co. 

Structure 

4/27/72 

90  Cal 

NOT  STARTED 

Grass  Range  - Jordan 

$70,  000.65 

Days 
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MONTHLY  cfONSTRUCTIQN  REPORT  - 4/30/72 

Lewis  town  - 53-30  (Cont’d) 


S-RS  342  (iO)  13.704 

, Arrow  Creek  - Brooks 
EHS-F  9999  (50)  51,0 


Schultz  & Meyer  Const, 
$743, 990, 57 
R.  C.  Schmoll 


U.  S,  Hwy,  87 
EHS-F  9999  (59)  13d  1 

Mont,  Hwys  22  & 200 


$19, 920. 70 
Western  Sign  Corp. 
$54, 530. 70 


} 


PMB  Overlay,  Shoulder  4/27/72 

180  Cal 

NOT  STARTED 

Widening  & Signing 

Days 

Signing  & Delineation 

1/21/12 

120  Cal 
Days 

NOT  started 

Signing 

A/21/12 

120  Cal 
Days 

NOT  STARTED 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


' monthly  CONSTRUCTION  REPORT  ^ 

Month  Ending  - May  31,  1972 PC  LG.  iQt- 


Project  Number 
& Location 

Mileage 

Coati'actor  & 

Rid  Price 

Type  of  Work 

Contract 

Awarded 

Date 

Comp, 

Work 

Began 

Pro- 

gress 

Men 

Empl. 

% 

Coiiip. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36  (7)  U-90 
Helmville-No. 

5.011 

Helena  Send  &.  Gravel 
$105,569.  1,3 

Plant  Mix  Surface 
OverLiy 

7/16/71 

40  Cal 
Days 

9/13/71 

-- 

-- 

0 

I 90-1  (48)  0 U-1 
Lookout  Pass-  E. 

4.245 

Goodfellow  Bros. 

$4,008,  513.  17 

G,  Agg.  Surf.  , PMB 
Base 

9/30/70 

330  Cal 
Days 

1 ] /4/70 

12 

66 

1 90-1  (48)  0 U-2 
Lookout  Pass-E, 

— 

Mahnomen  Pile  D & E 
$454,854.92 

Structures 

9/30/70 

6/30/72 

3/19/71 

— 

'T 

83 

I-IG  90-1(49)  4 U-1 
Saltese- W. 

6.708 

Good T e 1 1 ov/  Br o s . 

$4,607, 542.  80 

G,  Agg.  Surf,  PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

Cood 

65 

60 

MG  90-1(49)  4 U-2 
Saltese- W. 

— 

Waddell  Const, 

$563, 940. 80 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

li 

61 

I-IG  90-1(49)  4 U-3 
Saltese- W, 

— 

Max  ].  Kuney  Co, 

$536, 022. 15 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

-1/19/71 

— 

64 

EMP  1 90-1  (50)16  U-2 
& EMP  I 90-1  (52)U  U 

0.  044 
-2 

Max  ].  Kuney  Co. 
$312,805.00 

Structures 

12/16/71 

725  Cal 
Days 

3./22/72 

17 

33 

DeBorgia-East  & West 

Saltese- Haugan 

I 90-1  (76)  4 

Saltese- W. 

Federal  Const.  Co. 
$125,475. 75 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

— 

— 

15 

I 90-2  (32)120  U-1 
Clinton  - E & W 

8.908 

Was h.i ng t on  C on s l . 
$4,235,063.09 

G,  Agg.  Sa  ri.  . PMB 
PMRS,  Sign.  , Seed, 
Comf.  Sta.  & Forest 

12/ 16/69 

Serv,  Rd. 

360  Cal 
Days 

1 / I 2/70 

35 

83 

I 90-2  (32)120  U-3 
Clinton  - E.  & W. 

8.908 

Fred  Strandberg 
$68, 784.20 

Fencing 

I2/1/6<1 

30  Cal 
Days 

3/27/70 

- - 

70 

I 90-2  (33)  129  U-i 
& I 90-3  (15)  132  U- 1 

6.474 

Washijagton  Const. 

$3,  241,  826.29 

G,  Agg.  Surf.  PMB 
Sign  & Dual  Over  pas 

7/ 1/64 

s 

400  Cal 
Days 

8/4/64 

- 

30 

85 

Beavertail  - E.  & W. 

I 90-2  (33)  129  U-2 
& I 90-3  (15)  132  U-2 

6.474 

Granite  Const. 

$4  9,  748,  90 

Fencing 

7/1/64 

30  Cal 
Days 

9/23/64 

66 

Beavertail  -■  E,  & W. 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 

Missoula  - 11-30  (Cont'd) 


f 


I 90-2  (35)  85  U-1 

10. 170 

Peter  Kiewit  Sons' 

G,  Agg.  Surf. , Cem 

11/21/69 

400  Cal 

12/12/69 

20 

95 

Frenchtown  - E & W 

$4, 185,224.50 

Trtd.Base,PC  Cone. 
Pav. , PMBS,  Signing  & 
Dual  Weigh  Sta. 

Days 

I 90-2  (35)  85  U-2 

10. 170 

Pipestone  Const. 

Fencing 

11/21/69 

30  Cal 

3/19/70 

-- 

98 

Frenchtown  - E & W 

$96,276.69 

Days 

EHS  I 90-2  (55)  95  U- 

1 

Watters  Const.  Co. 

Impact  Attenuators 

12/16/71 

45  Cal 

4/25/72 

COMP.  5/17/72 

& EHS-F  215  (22) 

$37,590.00 

Days 

Missoula  West-Clinton  Rd. 

& Buckhouse  Bridge 

EHS  I 90-2  (55)95  U-2 

! 25.253 

Stillwell-Gerard  Const. 

Safety  Correction 

?>/21!12 

150  Cal 

NOT  STARTED 

Msla. -W.  - Clinton- 

W. 

$734,  321.64 

Days 

I 90-3  (33)  143  U-1 

Skinner  Enterprises 

Dual  Rest  Area  & 

7/1/71 

150  Cal 

9/22/71 

-- 

12 

60 

Bearmouth  W & E 

$199,743.35 

Structure 

Days 

S-RS  127  (5) 

7. 165 

Associated  Asphalt 

Surf.  & Signing 

7/1/71 

180  Gal 

7/14/71 

Good 

25 

92 

Philipsburg- West 

$413,405.  70 

Days 

S 169  (4)  & City 

0.360 

Sletten  Const.  Co. 

G,  Agg.  Surf.  , PMBS 

10/11/71 

425  Cal 

12/2/71 

-- 

-- 

3 

Proj.  12S-406 

$1,352,  510.  65(State) 

& Brs. 

Days 

FI  219  (12)  U-90 

2.5 

Kalispell  Neon  Sign 

Lighting 

20  Cal 

3/16/72 

-- 

-- 

20 

Inters.  Airport  Rd. 

& Mont.  200 

$7,217.00 

Days 

F 9999  (34) 

58.4 

Skinner  Enterprises 

Sign  & Delineation 

1 /II  pi 

120  Cal 

4/3/72 

COMP.  5/16/72 

Mont.  Hwy.  #200 

$22,995.95 

Days 

SMP  3299-72 

Frank  V.  Boroni 

Crush  & Stockpile 

5/22/72 

90  Cal 

NOT  STARTED 

Various  Roads 

$150,237.50 

Days 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 

EHS-RF  63  (15) 

0.388 

Konda  Const.  Co. 

G,  Agg.  Surf.  , & Rd. 

12/16/71 

100  Cal 

3/6/72 

Poor 

14 

55 

St.  Ignatius- Pablo 

$126,977.21 

Mix  Surf. 

Days 

S 157  (5) 

4.771 

Krallng  & Nelson 

G,  Agg,  Surf.  ,PMBS 

1/25/71 

180  Cal 

2/22/71 

Fair 

17 

63 

Kali  spell-  Lupfer 

$537,472.01 

& Cover 

Days 

EMP  U 191  (33) 

0.257 

Sandoa  Const.  Co. 

G , Agg , Su  rf . , C e m e n t 

12/16/71 

130  Cal 

3/27/72 

Fair 

13 

22 

Pablo- Kalispell 

$249, 976. 22 

Tr.Base  K Portland 
Cement  Cone.  Paving 

Days 

S 221  (5) 

3.482 

Washington  Const. 

G & Crush  Base 

6/23/70 

200  Cal 

7/30/70 

Seas. shut 

60 

Thompson  Falls- W. 

$683,668.  99 

Surf. 

Days 

down 

10/29/71 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
Kalispell  - 12-30  (Cont'd) 


S-RS  306  (12)  9.544 

Schultz  & Lindsay 

Plant  Mix  Overlay 

3/27/72 

120  Cal 

NOT  STARTED 

Round  Butte- Ronan  Rd. 

$277,026.00 

& Signing 

Days 

EPS-S-RS  334(5)U-1  1.307 

M & S Const. 

G,  Agg.  Surf. , PMBB 

10/22/71 

270  Cal 

4/17/72 

Good 

19 

37 

Columbia  Falls-Polebridge- 
Canadian  Line 

$522, 117. 95 

& PMBS 

Days 

EPS-S-RS  334(5)U- 2 0.076 

Sletten  Const.  Co, 

Structure 

10/22/71 

240  Cal 

3/13/72 

Fair 

10 

16 

Columbia  Falls- Polebridge- 
Canadian  Line 

$457,492.87 

Days 

EHS-F-RF  9999(57)0-15.26 

Midland  Electric  Co. 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 

4/28/72 

Good 

5 

-- 

U.  S.  Hwys  2 & 93 

Kalispell  & Whitefish 

$219,642.  10 

Days 

DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 

1 15-1  (30)75  0-1  10.192 

Hilde  Const.  Co. 

Grading  & Fencing 

5/26/71 

275  Cal 

6/21/71 



62 

92 

Apex- Browns  Bridge 

$3,  161,029.27 

Days 

I 15-1  (30)75  U-2 

Cop  Const,  Co. 

Structures 

5/26/71 

240  Cal 

7/1Q/71 

Fair 

9 

85 

Apex- Browns  Bridge 

$289,747.07 

Days 

1 15-1  (42)23  0-1  15.244 

S.  Birch,  Inc. 

G,  Agg.  Surf,  ,Bit 

7/2/69 

400  Cal 

7/21/69 

COMP  5/23/72 

Dell-Redrock 

$4,385,992.31 

Stab,  Base,  PMBS 

Seed  & Sign 

Days 

I 15-1  (49)  62  U-2 

Cop  Const.  Co. 

Cone.  Canal  Str. 

12/1/71 

120  Ca] 

1/11/72 

Poor 

5 

89 

Dillon  - North 

$132,509.  30 

Da  ys 

1 15-1  (49)  62  0-3  0.027 

Cop  Const,  Co. 

Structure 

2/18/72 

250  Cal 

3/13/72 

13 

Dillon -North 

$369,348.49 

Days 

1 15-1  (50)85  0-1  2,455 

Washington  Const. 

G,  Fencing  & Rel 

7/1/71 

250  Cal 

9/27/71 

-- 

-- 

96 

Browns  Bridge -No. 

$1,816,329.49 

Items 

Days 

I-IG  15-1  (50)85  U-2  0.105 

M.  Morrin  & Sons  Co. 

Structure 

7/26/71 

300  Cal 

9/13/71 

Good 

12 

46 

Browns  Bridge- No. 

$917,400.43 

Days 

I 15-1  (55)87  0-1  & 8.693 

McIntyre  & S.  Birch 

G,  Agg.  Surf.  , PMBB 

1/27/72 

300  Cal 

3/27/72 

-- 

35 

13 

I 15-2  (29)93  0-1 

Melrose-S  & Melrose-N. 

$3,474,590.  13 

PMBS,  Fencing  & Sign 

Days 

I 15-1  (55)87  U-2  & 0.038 

W.  P.  Roscoe  Co. 

Structures 

1/27/72 

250  Cal 

4/17/72 

Good 

11 

4 

I 15-2  (29)  93  U-2 

Melrose-S  & Melrose-N 

$435, 784. 53 

Days 

I 15-1  (56)85 

W.  P.  Roscoe  Co.  & 

Dual  Structure 

7/1/71 

350  Cal 

7/22/71 

Fair 

10 

79 

Big  Horn  River 

McJ^ughlin  Const. 

Days 

$799,  889.40 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
Butte  - 21-30  (Cont'd) 


I 15-1  (57)  85,  I 15-4(58) 

McIntyre  Const.  Co.  & 

Agg.Surf.  ,PMBB,PMBS 

5/22/72 

300  Cal 

NOT  STARTED 

64  & I 15-1(59)75 

23.084 

$2,574,004.89 

& Signing 

Days 

Browns  Br.  -N. , Dillon- 
Apex  & Apex- Browns  Br. 

I 15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

Lndscp.  & Rel.  work 

3/27/72 

180  Cal 

5/1/72 

16 

19 

Butte  Streets 

$288,715.24 

Days 

I 15-3  (20)  155  U-l 

6.847 

Schultz  & Lindsay 

G,  Agg.Surf.  ,PMS 

11/30/71 

300  Cal 

3/13/72 

119 

34 

Boulder  Hill- South 

$4,689,026. 16 

Fencing  & Sign 

Days 

I 15-3(20)155  U-2 

0.030 

Huckaba  Const. 

Structures 

9/20/71 

300  Cal 

3/7/72 

-- 

9 

14 

Boulder  Hill- South 

$469,837.84 

Days 

EMP-I  15-3  (21)162  U 

-1 

Goodfellow  Bros. 

G & Rel  Items 

10/22/71 

350  Cal 

11/18/71 

-- 

141 

25 

Boulder  Hill-No. 

5.515 

$4,800,279,27 

Days 

EMP-I  15-3(21)162  U- 

2 

Riklin  Const.  & Phil 

Grade  Separation 

10/22/71 

150  Cal 

NOT  STARTED 

Boulder  Hill-No. 

0.015 

R.  Blessinger 
$131,365.23 

Days 

I 15-3  (22)  168  U-3  & 

Western  Sign  Corp. 

Rest  Area  Modifi- 

2/18/72 

75  Cal 

5/1/72 

Good 

11 

78 

I 95-4  (33)  229  U-4 

$50,059.00 

cation  & Metal  Over- 

Days 

Jefferson  City-N.  & Dearborn 

head  Str. 

River- No. 

I 15-3  (27)  162 

5.515 

McIntyre  Const.  & 

Agg,  Surf.  , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Boulder  Hill  North 

S.  Birch 
$1,207,008.03 

Sign 

Days 

I 15-4  (44)  202 

6, 133 

Washington  Const. 

G,  Agg.Surf.  ,PMBS 

4/27/71 

240  Cal 

6/14/71 

-- 

22 

67 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

Days 

RF  77  (16)  U-91 

Skinner  Enterprises 

Flashers  & Lights 

10/22/71 

30  Cal 

3/27/72 

COMP.  5/12/72 

Int.  U.S.  12-287  & Sec.  284 

$3, 160.00 

Days 

I 90-3(23)  166  U-l 

5.  995 

Crick  Co. 

G,  Agg,  Surf.  , PMS 

6/1/71 

330  Cal 

7/1/71 

... 

100 

53 

Gold  Creek  - East 

$4,200,820.27 

Fencing,  Sign,  Dual 
Rest  Area  & Structure 

Days 

I 90-3  (23)  166  U-2 

0.074 

Riklin  Const.  Co.  & 

Structures 

5/26/71 

300  Cal 

9/20/71 

Good 

13 

33 

Gold  Creek  - East 

Phil  R.  Blessinger 
$533,222.49 

Days 

I 90-3  (23)  166  U-3  & 

Nelson  Lndscp.  Serv. 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

NOT  STAR' 

TED 

I 90-3  (33)  143  U-2 

$24,  765.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

T 9058  (1) 

Skinner  Enterprises 

Traf.  Cent,  Devices 

7/27/71 

60  Cal 

10/5/71 

.. 

2 

36 

Helena  St.  & Intersections 

$96,  970. 36 

Da  vs 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-7  (24)  374  U-1 

13.701 

Washington  Const. 

G,  Agg.  Surf. , PMBS 

9/15/70 

400  Cal 

10/20/70 

Good 

51 

78 

& I 90-8  (62)  388 

$5,079,801.40 

Sign. , Seed. , & Lighting 

Days 

GreycLiff-E.  & Reedpoint-W. 

I 90-7  (24)374  U-2 

0. 138 

M.  Morrin  & Son 

6 Structures 

9/15/70 

320  Cal 

10/7/70 

3 

98 

GreycLiff-  E. 

$667,463.  83 

Days 

I 90-7  (24)  374  U-3 

13.408 

Williams  Const. 

Fencing 

9/15/70 

30  Cal 

10/15/70 

Good 

3 

89 

Greycliff-E. 

$78,067.30 

Days 

I 90-7  (30)  377  U-1 

Skinner  Enterprises 

Dual  Rest  Area 

7/1/71 

150  Cal 

8/10/71 

Fair 

8 

52 

GreycLiff- E, 

$196,496. 70 

Days 

I 90-7  (30)  377  U-2 

Papp  Landscaping 

liidscp.  rest  area 

1/27/72 

11/1/72 

NOT  STARTED 

Greycliff-E. 

$5, 164. 00 

EHS  I 90-7  (33)  327 

14.288 

Lewis  Const,  Co. 

Safety  Corrections 

5/22/72 

120  Cal 

NOT  STARTED 

Livingston- E.  & W. 

$523, 119. 55 

Days 

S-RS  370  (19) 

6.746 

Brasel  & Sims  Const. 

G & Agg.  Surf. 

12/1/71 

250  Cal 

5/24/72 

Fail- 

15 

-- 

Bozeman- Wi  Isa  11 

$738, 125. 59 

Days 

SMP  2999-72 

Konda  Const.  Co. 

Crush  & Stockpile 

3/27/72 

60  Cal 

5/16/72 

Fair 

12 

29 

Various  Roads 

$58,655.00 

Days 

F 9999  (38)  U-1 

Yellowstone  Electric 

Traffic  Signals 

12/1/71 

45  Cal 

5/2/72 

-- 

-- 

99 

No,  7th  Ave.  & Durston 

$15,412.76 

Days 

Rd.  - Peach  St. 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


S OOOS  (25) 

Var.  Sec.  Hwys. 

61.6 

Western  Sign  Corp. 
$26,658.50 

Sign  & Delineation 

10/22/71 

120  Cal 
Days 

3/27/72 

COMP. 

5/9/72 

A- AD  15  (5) 

Access  Road 

2.435 

Maronick  Const. 

$90,  739.01 

Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

13 

25 

1 15-5  (57)  280  U-1 
Vaughn- No, 

10.082 

Peter  Kiewit  Sons' 
$3,780,299.64 

G,  Agg.  Surf.  , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Fair 

40 

38 

I 15-5  (57)  280  U-2 
Vaughn- No. 

0.050 

Cop  Const. 

$532,215.26 

Structures 

7/1/71 

300  Gal 
Days 

8/26/71 

Fail- 

45 

I 15-6  (17)  291  U-1 
Power  No.  & So. 

7.752 

McIntyre  Const.  Co. 

& S.  Birch 
$2,958,442.  19 

G,  Agg.  Surf.  , PMB  , 
PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Poo  r 1 

20 

49 

I 15-6  (17)  291  U-2 
Power  No.  & So, 

Cop  Const.  Co. 

$311, 731. 24 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

Good 

3 6 

61 
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MONTHLY  yjoNSTRUCTION  REPORT  - 5/31/72 

Great  Falls  - 31-30  (Cont'd) 


I-IG  15-7  (13)  323  U-1  9.641 
& F 211  (15) 

Zook  Bros. 
$3,279,333.49 

G,  Rel.  Items  & 
Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

Poor 

17 

89 

Conrad- N & S & Vaughn- Conrad 

I-IG  15-7  (13)323  U-2  8.991 

Conrad  No.  & So. 

0 & K Const. 

$45,591.02 

Fencing 

7/29/70 

30  Cal 
Days 

10/8/70 

84 

I-IG  15-7  (13)  323  U-3 

Conrad-N.  & S. 

Sletten  Const. 
$282,842,47 

Structures 

11/24/70 

180  Cal 
Days 

1/27/71 

Good 

8 

91 

I 15-7  (14) 331  & 11.390 

S 357  (11) 

Peter  Kiewit  Sons' 

$3, 125,674.20 

Agg.Surf.  ,PMBS  & 
Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

Good 

50 

92 

Valier  Jet.  -N  & S & Valier  E. 

I-IG  15-7  (15)323  & 9.641 

RF  211  (16) 

Zook  Bros. 

$2,657,  940.69 

Agg.  Surf, , PMBS  & 
Signing 

3/30/71 

90  Cal 
Days 

9/13/71 

Good 

42 

40 

Conrad-N  & S & Vaughn- Conrad 

A-SI  17(1)  U-1  6.539 

Brady-North 

Zook  Bros. 

$268,571.45 

G,  Agg.  Surf.  , PMBB 
Cover  & Sign 

2/18/72 

120  Cal 
Days 

4/11/72 

Fair 

25 

65 

A-SI  17(1)  U-2  0.005 

Brady-No. 

Feldman- Murphy  Const. 
$43,542.74 

Structure 

3/27/72 

90  Cal 
Days 

4/27/72 

Good 

6 

41 

S-RS  90  (5)  6.45 

Dutton  - East 

Zook  Bros. 

$601,  311.  70 

G,  Agg.Surf.,  Ph/IB 

4/27/72 

180  Cal 
Days 

5/31/72 

3 

RF  267  (15)  0.411 

Ovando- Rogers  Pass 

Sand  on  Const. 

$15, 313. 50 

Guard  Rail  & 

Delineation 

9/1/71 

90  Cal 
Days 

10/12/71 

COMP. 

5/5/72 

SMP  2599-71 

Various  Roads 

Hilde  Const.  Co. 
$129,926.00 

Crush  & Stockpile 

10/22/71 

60  Cal 
Days 

4/5/72 

COMP. 

6/1/72 

EHS-T  9052  (3),  (4),  &(5) 

Var.  Intersections-Gt.  Falls 

Lewis  Const.  Co. 
$206,397.80 

Traf.  Cont.  Devices 
& Guard  Rail 

3/27/72 

120  Cal 
Days 

5/8/72 

— 

6 

3 

EHS-T  9052(7)  & (8) 

City  of  Great  Falls 

Under  advisement 

Traf,  Cont.  Devices 

— 

310  Cal 
Days 

■ - 

— 

_ - 

— 

F 9999  (24)  122.0 

U.  S.  Hwys  87  & 89 

Watters  Const.  Co. 

$57,  140.80 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

5/3/72 

4 

16 

& Mont.  Hwys  21  & 200 

EHS  F 9999  (45)  102.5 

U.  S.  Hwys  89,  91  & 287 

Western  Sign  Corp. 

$87, 159. 94 

Sign,  Delineation  & 
Traffic  Signals 

12/16/71 

150  Cal 
Days 

4/28/72 

Good 

4 

32 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


120  Cal 
Days 


S OOOS  (30)  16. 1 

Sec.  Hwys  240  & 241 


Western  Sign  Corp. 
$7,805.60 


Signing 


12/1/71 


NOT  STARTED 
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MONTHLY  CONSTRUCTION  REPORT  - 
Havre  - 32-30  (Coat'd) 


S 12  (16) 

7.868 

Richardson  Const. 

G,GS,PMB,Seal 

2/22/71 

160  Cal 

5/3/71 

Seas. 

shut 

90 

Harlem-Turner-Can.  Line 

$438,006.27 

Cover  & Signing 

Days 

down 

10/5/71 

I 15-8  (17)  369  U-1 

9.216 

Nilson- Smith  Const. 

G,  Agg.  Surf. , PMBS 

11/21/6Q 

330  Cal 

4/14/70 

Good 

5 

99 

Sunburst- So. 

$2,230,525.98 

Sign  & Structures 

Days 

I 15-8  (17)369  U-2 

9.216 

Pipestone  Const. 

Fencing 

11/21/69 

30  Cal 

9/28/71 

42 

Sunburst- So. 

$58,711.99 

Days 

I 15-8  (27)  369 

9.216 

Nilson- Smith  Const. 

Agg.  Surf.  ,PMBS  & 

6/25/70 

180  Cal 

10/15/70 

-- 

-- 

99 

Sunburst- So. 

$1,389,389. 11 

Signing 

Days 

A-SI  16  (1) 

16.551 

Peter  Kiewit  Sons' 

G,  Agg.  Surf.  , PMBB 

2/18/72 

150  Cal 

3/24/72 

Good 

78 

11 

She  Iby-  Sou  thea  s t 

$660,  521.  20 

Cover  & Signing 

Days 

F 66  (7),  F 221  (4)  & 

0.  792 

Nilson- Smith  Const. 

G,Stab.  Top  Surf. 

9/7/71 

200  Cal 

9/29/71 

Fair 

15 

76 

City  Proj.  4-24-69 

$509,602.96 

PMS,  Br,  Widening  & 

Days 

Chinook- "W.  1st  St. , Chinook 

Strs. 

Sign 

EHS-RF  190  (11) 

0.714 

Bob  Clark  & Son  Fenc. 

Fencing 

3/27/72 

30  Cal 

5/16/72 

COMP.  5/22/72 

U.S.  Hwy.  #89 

$3,791.00 

Days 

S 219  (11) 

9.034 

Baltruscli  Const. 

G,  Agg.  Surf.  ,PMB  & 

11/23/70 

200  Cal 

4/8/71 

-- 

94 

Big  Sandy- Rudyard 

$648,369.48 

Signing 

Days 

F-RF  220  (12)  & 

3.501 

Schultz  & Lindsay 

G,  Agg.  Surf.  , PMS  & 

12/1/71 

180  Cal 

4/11/72 

Poor 

16 

28 

S-RS  193  (12) 

Cut  Bank- W.  & Valier 
Cut  Bank 

- 

$679,814.30 

Fence 

Days 

F-RF  226  (1)  U-90 

11.641 

Zook  Bros.  Const. 

G,  Agg.  Surf.  , PMBB, 

4/27/72 

90  Cal 

NOT  STARTED 

E.  Glacier- Kiowa  Jet. 

$301, 181. 28 

PMPS  & Traf.  Cont.  Devices 

Days 

S 237  (9)  U-1 

5. 101 

Nilson- Smith  Const. 

G,  Agg.  Surf.  , PMB  & 

5/24/71 

240  Cal 

6/16/71 

... 

-- 

96 

Oilmont-  East 

$458,995.  86 

Signing 

Days 

S 301  (17) 

0.  161 

Sletten  Const.  Co. 

Structures  & Approach  "h  122/12 

270  Cal 

NOT  STARTED 

Havre-Canadian  Line 

$788,  931.  81 

Days 

S 301  (C)  U-90 

Watters  Const.  Co. 

Guard  Fence 

10/22/71 

60  Cal 

5/31/72 

-- 

2 

0 

Havre-North 

$14,  780.00 

Days 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

Sign  & Delineation  & 

1/27/72 

60  Cal 

4/26/72 

-- 

-- 

12 

U.  S.  Hwys  89  & 2 
& Mont.  49 

$86,612.05 

Traffic  Signals 

Days 

DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 

F 86  (37) 

12.247 

Richardson  Const, 

PMBS  & Fridges 

9/29/70 

2.40  Cal 

Good 

20 

84 

Plevna  - West 

$875, 573. 78 

Da  ys 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 


Glendive  - 41-30  (Cont'd) 

I 94-4  (29)  153, 

23.435 

Zook  Bros. 

Agg.  Surf. , PMBS  & 

6/25/70 

275  Cal 

10/7/70 

Poor 



99 

I 94-5  (11)  166  U-5  > 
I 94-5  (13)  160 

& 

$2,326, 928. 11 

Signing 

Days 

Prairie  Co.  Line-E 

& W & 

Terry-W. 

I 94-5  (12)  160  U-1 

6.322 

The  Brezina  Co. 

G & Rel  Items  & 

3/26/70 

200  Cal 

4/8/70 



Prairie  Co.  Line-E. 

$1,  306,421.42 

Structures 

Days 

I 94-6  (21)  191  U-1 

5.791 

Wm.  Clairmont,  Inc. 

G,  Agg.  Surf.  , PMB, 

12/1/71 

300  Cal 

4/4/72 

Good 

61 

23 

Dawson  County  Line 

-E. 

$2,282,  877.49 

PMS,  Fencing  & Sign 

Days 

I 94-6  (21)  191  U-2 

0.011 

Schultz  & Lindsay 

Structures 

12/16/71 

210  Cal 

3/17/72 

Good 

10 

13 

Dawson  County  Line 

-E. 

$247, 677. 54 

Days 

I 94-6  (22)197  U-1 

6.823 

Wm.  Clairmont,  Inc. 

G,  Agg.  Surf.  , PMBB 

4/27/72 

300  Cal 

5/17/72 

-- 

’3 

Milepost  197  - E. 

$2,266,  395.58 

PMBS  & Sign  & Fence 

Days 

I 94-6(22)  197  U-2 

Walter  Mackjn  & Son 

Structure 

4/27/72 

150  Cal 

NOT  STARTED 

Milepost  197  - E. 

$187,851.  80 

Days 

EHS-T  94-7(9)233  PS  U-1 

Hilde  Const.  Co. 

G,  Agg.  Surf, , PMS, 

1/6/72 

360  Cal 

5/3/72 

Poor 

Q 

0 

Wibaux  E & W 

15.280 

$3,695, 120.03 

& Interch.  Light 

Days 

I 94-7  (10)  233 

0.  072 

Schulrz  & Meyer  Consi . 

Structures 

5/22/72 

310  Cal 

NOT  started 

Wibaux  - E.  & W. 

$656,852. 39 

Days 

S-RS  128  (9)  U-1 

8.968 

Joe  Mayo  & Son  Inc. 

G & Rel  Items 

7/27/71 

200  Cal 

10/7/71 

32 

73 

Wibaux- Sidney 

$675,  754.49 

Days 

F-RF  245(24)  U-1 

10. 181 

Schultz  & Meyer  Const. 

G,  Agg.  Surf.  , PMBB', 

4/27/72 

210  Cal 

NOT  STARTED 

G lend i ve - Sidne  y 

$2,554,  731.55 

PMBS  & Traf.  Cont.  Devices 

Days 

F-RF  245  (24)  U-2 

F.  L.  Flynn  & Co. 

Structure 

4/27/72 

130  Cal 

NOT  started 

Glendive -Sidney 

$130,969.65 

Days 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 12- 

30 

ERFO  70  (1)  U~1 

Hal  Halverson 

Fencing 

3/27/72 

45  Cal 

4/26/72 

COMP. 

5/30/72 

Nashua- Wolf  Point 

$4,606.60 

Days 

F-RF  152  (11)  U-1 

7.454 

Nils  on- Smith  Const. 

G,  Agg.  Surf. , PMBB 

7/1/71 

360  Cal 

8/9/71 

Good 

41 

42 

Harlem-Dodson 

$1,319,230.66 

& Signing 

Days 

RF-F  152  (11)  U-2 

0. 129 

Mahnomen  Pile  D & E 

Structures 

10/28/70 

7/ f 5/72 

12/3/70 

Fair 

10 

02 

Harlem  - Dodson 

$617, 766.07 

S 202  (1)  U-90 

7.466 

Gus  M.  Albert 

PMB  Overlay 

7/26/71 

150  Cal 

9/3/71 

- 

-- 

08 

Brockton- North 

$122,623. 53 

Day^! 

S 239  (4) 

8.003 

Gus  M.  Albert 

Agg.  Surf.  & PMBB 

7 ''1/Tl 

180  Cal 

8/lQ/'^i 

Good 

23 

88 

Nashua-North 

$2^4,707.24 

& Signing 

Days 
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MONTHLY  CONSTRUCTION  REPORT  5/31/72 

Wolf  Point  - 42-30  (Cont'd) 


F 253  (17)  0.177 

Lloyd  C.  Lockrem 

Upgrading  & PC 

12/19/69 

180  Cal 

5/18/70  COMP.  5/24/72 

Circle- Wolf  Point  via 

$289,222.50 

Cone. 

Days 

4th  St.  Underpass 

S 415  (5),  RS  416(4)  & 

Gus  M.  Albert 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

S-RS  417  (6) 

$480,139.30 

Days 

Med.  Lake-E.,  Dagmar- 
Coalridge-McElroy  & Antelope- 

■Coa  Iridge 

SMP  2899-72 

Konda  Const.  Inc. 

Crush  & Stockpile 

2/18/72 

120  Cal 

NOT  STARTED 

Various  Roads 

$167,040.00 

Days 

EPS  F 9999  (30)  144.5 

Western  Sign  Corp. 

Sign  & Delineation 

12/16/71 

180  Cal 

NOT  STARTED 

U.  S.  Hwys  #2  & 191 

$89, 160.77 

Days 

EHS  F 9999  (49)  137.2 

Western  Sign  Corp. 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24  & 200 

$38,092.90 

Days 

DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - SI- 30 


S OOOS  (4)  & S OOOS  (21) 

Western  Sign  Corp. 

Sign  & Delineation 

7/26/71 

120  Cal 

4/21/72 

Good  5 80 

Var.  Sec.  Hwys  82. 1 

$42, 969, 71 

Days 

F 53  (16)  & F 230  (12) 

Yellowstone  Electric 

Lighting 

12/7/71 

90  Ca  1 

4/19/72 

7 29 

Billings  N.  E, , Billings 

$138, 867.08 

Days 

Fairgrounds  Northeast 

I 90-8  (52)  396  U-1  13.336 

Schultz  & Lindsay 

G,  Agg.  Surf.  ,PMBS 

3/26/70 

500  Cal 

4/13/70 

Good  80  97 

I 90-8  (63)  406  U-1  & 

F 408  (3) 

Columbus- E & W & 9th  St. 

$6,846,354.10 

& Signing 

Days 

Spur- Columbus 

I 90-8  (52)  396  U- 3 10.302 

Granite  Const. 

Fencing 

4/29/70 

30  Cal 

5/25/70 

90 

& I 90-8  (63)  406  U-3 

Columbus  - E & W 

$73,  300.08 

Days 

I 90-8  (65)  465  U-1  6.187 

Wickens  Bros. 

G,  Fencing  & Rel 

9/2Q/70 

210  Cal 

10/26/70 

COMP.  5/3/72 

Big  Horn  Co,  Line-W. 

$1,  344,  047. 16 

Items 

Days 

I 90-8  (67)  461  U-1  10.282 

Hilde  Const. 

Agg.  Surf.  , & PMBS 

2/23/71 

120  Cal 

5/20/71 

31  54 

& I 90-8  (67)  461  U-2 

Big  Horn  Co.  Line-W. 

$1,471,  959.28 

Days 

(East  & West  Sections) 

I 90-8  (68)  418  & 

Fred  Strandberg  Const 

Dual  R.est  Area 

''/17/71 

210  Cal 

8/27/71 

10  6J 

I 90-9  (39)  476 

$463,802.50 

Da  vs 

Park  City-W  & Big  Horn  Co.  Line-E. 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
Billings  - 51-30  (Cont'd) 


1 90-8  (68)  418  U-2, 

I 90-9  (39)  476  U-2  & I 94-3(30) 
105  U-2 

Park  City-W. , Big  Horn  Co. 
Line-E.  & Rosebud- E.  Sect. 

Papp  Landscaping 
$7,213.00 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

NOT  STARTED 

I 90-8  (69)455  & 29.358 

1 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

Line-'W.  & Big  Horn  Co.  Line  E. 

Western  Sign  Corp. 
$164, 180. 97 

Sign,  Delineation  & 
Sign  Lighting 

12/1/71 

10  Cal 
Days 

5/5/72 

MG  90-9  (26)  471  U-1  & 

I 90-8  (55)455  U- 5 13.063 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 

Wm.  Collins  & Sons 
& Tennefos  Const. 
$2,027,  138. 11 

G & Rel  Items  & 

Eros.  Cont.  Diversion 

11/24/70 

210  Cal 
Days 

3/9/71 

Slow 

11 

96 

MG  90-9(26)471  U-2  0.096 

Big  Horn  Co.  Line-E. 

M.  Morrin  & Sons 
$760,889.05 

Structures 

12/15/70 

280  Cal 
Days 

2/23/71 

Good 

24 

73 

MG  90-9  (26)471  U-3  13.064 

Big  Horn  Co.  Line-E. 

Empire  Sand  & Gravel 
& Wm.  Collins  & Sons 
$2,606,851.98 

Surf.  & PMBS 

1/26/71 

120  Cal 
Days 

8/12/71 

Fair 

9 

40 

1 94-1  (30)  42  U-1  4.073 

Custer- E & W 
(West  Section) 

Wickens  Bros. 

$977, 533.40 

G.  , Fencing  & Rel 
Items 

7/1/71 

250  Cal 
Days 

8/13/71 

COMP. 

5/17/72 

1 94-1(34)46  U-2 

Custer  E.  & W.  (E.  Sect. ) 

F.  L.  Flynn  & Co. 

$165, 172. 75 

Structure 

2/18/72 

150  Cal 
Days 

4/17/72 

Good 

8 

15 

F 107  (16)  & 7.014 

F 258  (15)  U-1 

Bridger- Laurel  & Wyo. 
Line-Bridger 

Francis  M.  Tindall 
$1,287,649.65 

G,  Agg.Surf.  ,PMB 
PMBS  & Signing 

7/30/70 

240  Cal 
Days 

10/9/70 

99 

F 107  (17) 

Main  St.  -Bridger 

Midland  Electric 
$12,924.08 

Lighting 

1/27/72 

45  Cal 
Days 

5/1/72 

■“  “ 



35 

S 132  (6)  1.692 

Billings- So. 

Sletten  Const. 

$1,601,  063.25 

G,  Agg.Surf.  , PMBS 

10/26/70 

425  Cal 
Days 

11/18/70 

Good 

20 

91 

S172(l)U-90  2.773 

Black  Otter  Trail-No. 
of  Billings 

Empire  Sand  & Gravel 
$86,692. 10 

PMB  Overlay 

8/27/7] 

45  Cal 
Days 

9/22/71 

Fair 

14 

52 

S-RS  207  (8)  7.898 

Busby- Wyo.  Line 

Peter  Kiewit  Sons' 
$386,427. 75 

Grading  & related 
Items 

1/27/72 

200  Cal 
Days 

4/20/72 

Good 

2Q 

42 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
Billings  - 51-30  (Cont'd) 


F 230  (12)  U-2 

Billings  Fairgrounds- 
Northeast  Road 

Yellowstone  Electric 
$19,831.28 

Traffic  Signals 

1/27/72 

45  Cal 
Days 

6/9/72 

SMP  0299-72 

Various 

Francis  M.  Tindall 
$112,043.  00 

Crush  & Stockpile 

1/27/72 

120  Cal 
Days 

4/17/72  Good  10 

29 

EHS-T  9010  (5) 

Poly  Dr.  & Virginia 

Lane- Billings 

■Western  Sign  Corp. 
$34,663.50 

Signing  & Traffic 
Signals 

2/18/72 

30  Cal 
Days 

NOT  STARTED 

EHS-T  9010  (7)  & 

EHS-T  9010  (8) 

Yellowstone  Electric 
$192, 192.49 

Traf.  Cont.  Devices 

3/27/72 

150  Cal 
Days 

NOT  STARTED 

Billings  St.  Intersections 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10) 

5.694 

Gus  M.  Albert 

Agg.Surf.  ,PMS  & 

12/1/71 

150  Cal 

3/22/72 

Good  20 

32 

Brand enberg- Gar  land- 

$196,252. 90 

Sign 

Days 

Miles  City 

F-RF  86  (38) 

0. 118 

Cop  Const.  Co. 

Structure 

12/1/71 

275  Cal 

3/9/72 

Good  13 

14 

Miles  City-No.  Dak. 

Line 

$549,672.49 

Days 

1-lG  94-3  (24)83  U-1 

7.003 

Hilde  Const. 

G,  Agg.Surf,  ,PMBS  & 

8/27/70 

300  Cal 

11/4/70 

-- 

99 

Forsyth  - 'W. 

$1,393,024.56 

Signing 

Days 

1-IG  94-3(24)83  U-2 

0. 120 

Cop  Const. 

2 Bridges 

3/30/71 

230  Cal 

4/19/71 

COMP.  5/18/72 

Forsyth  - 'W. 

$383,616.  56 

Days 

1 94-3  (30)  105  U-1 

Crick  Co, 

Dual  rest  area 

9/11/71 

150  Cal 

9/29/71 

Fair  1 5 

43 

Rosebud- East  Section 

$212,755.00 

Days 

1 94-4  (25)  153  U-2 

8.859 

Granite  Const. 

Fencing 

1/29/70 

30  Cal 

5/6/70 

COMP.  5/24/72 

Prairie  Co.  Line-'W. 

$69,476. 13 

Days 

1 94-4  (27)  119  U-1 

8. 138 

Joe  Mayo  & Son  Inc. 

G,  Agg.  Surf. , PMBS 

7/1/71 

270  Cal 

7/12/71 

Good  50 

69 

Hathaway  - East 

& Richardson  Const. 
$1,571,225.85 

Fencing  & Signing 

Days 

1 94-4  (27)  119  U-2 

"Walter  Mackin  & Son 

F-ev.  & Lengthen  Str. 

9/1/71 

150  Cal 

9/22/71 

Fair  3 

90 

Hathaway  - East 

$49,  746.40 

Days 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53- 

•30 

F-RF  256  (32)  U-1 

11. 848 

Joe  Mayo  & Son  Inc. 

G,PMPB,  PMBS  & 

3/27/72 

250  Cal 

5/2/7? 

Fair  56 

3 

Grass  Range  - Jordan 

$2,125,326.11 

Sign 

Days 

r,  1 ::r 
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MONTHLY  CONSTRUCTION  REPORT  - 5/31/72 
Lewistown  - 53-30  (Cont’d) 


F-RF  256  (32)  U-2 

Crass  Range  - Jordan 

F.  L,  Flynn  & Co. 

$70, 000. 65 

Structure 

4/27/72 

90  Cal 
Days 

NOT  STARTED 

S-RS  342  (10)  13.704 

Arrow  Creek- Brooks 

Schultz  & Meyer  Const 
$743,990.57 

PMB  Overlay, 

Shoulder  Widening  & 
Signing 

4/27/72 

180  Cal 
Days 

5/31/72  Fair 

EHS-F  9999  (50)  51.0 

U.  S.  Hwy.  87 

R.  C.  Schmoll 
$19,920.70 

Signing  & Delineation 

3/27/72 

120  Cal 
Days 

NOT  STARTED 

EHS-F  9999  (59)  136.1 

Mont,  Hwys.  22  & 200 

Western  Sign  Corp. 

$54,  530.70 

Signing 

4/27/72 

120  Cal 
Days 

NOT  STARTED 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCT  ION  BUREAU 


J 
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MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - June  30,  1972 

Project  Number  Contractor  & Contr.  Payments 

& Location Mileage  Bid  Price to  Date Type  of  Work 


Contract  Date  Work  Pro-  Men 

Awarded Comp. Began gress Empl. 


% 

Comp. 


DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 


S 36  (7)  U-90 
Helmvilie-No. 

5.011 

Helena  Sand  & Gravel 
$105,569. 13 

I 90-1  (48)  OU-1 
Lookout  Pass- E. 

4.245 

Goodfellow  Bros. 
$4,008,513. 17 

I 90-1  (48)  0 U-2 
Lookout  Pass-E. 

— 

Mahnomen  Pile  D & E 
$454,854.92 

I-IG  90-1  (49)  4 U-1 
Saltese  - W. 

6.708 

Goodfellow  Bros. 
$4,607,542.80 

I-IG  90-1  (49)  4 U-2 
Saltese  - W. 

— 

Waddell  Const. 
$563,940.80 

I-IG  90-1  (49)  4 U-3 
Saltese  - W. 

— 

MaxJ.  Kuney  Co. 
$536,022.  15 

I 90-1  (50)  16  U-2  0.044 

& I 90-1  (52)  11  U-2 

DeBorgia  - East  & West 
Saltese  - Haugan 

Max  J.  Kuney  Co. 
$312,805.00 

I 90-1  (76)  4 

Saltese  - West 

— 

Federal  Const.  Co. 
$125,475.75 

I 90-2  (32)  120  U-1 
Clinton  - E.  & W. 

8.908 

Washington  Const. 
$4,235,063.09 

I 90-2  (32)  120  U-3 
Clinton  - E.  & W. 

8.908 

Fred  Strandberg 
$68,784.20 

I 90-2  (33)  129  U-1 

6.474 

Washington  Const. 

& I 90-3  (15)  132  U-1 
Beavertail  - E.  & W. 

$3,241,826.29 

I 90-2  (33)  129  U-2 

6.474 

Granite  Const. 

& I 90-3  (15)  132  U-2 
Beavertail  - E.  & W. 

$49,748.90 

$15,311.50 

Plant  Mix  Surface  Overlay 

7/16/71 

$2,949,039.73 

G,  Agg.  Surf.  , PMB  Base 

9/30/70 

$402,539.  89 

Structures 

9/30/70 

$2,716,422.53 

G,  Agg.  Surf.  , PMB 
& Structures 

12/1/70 

$337,149.64 

Structures 

12/1/70 

$361, 153.  11 

4 Lane  Structure 

2/23/71 

$104,228.42 

Structures 

12/16/71 

$18,544.66 

IXial  Rest  Area 

5/26/71 

$4,050,  190.53 

G,Agg.  Surf. , PMB 

PMBS,  Sign,  Seed, 

12/16/69 

Comf.  Sta.  & Forest  Serv. 

Rd. 

$60,  121.  82 

Fencing 

12/1/69 

$3,429,091.48 

G,  Agg.  Surf. , PMB 

Sign  & Dual  Overpass 

7/1/69 

$38,549.11 

Fencing 

7/1/69 

90  Cal 

9/13/71 

-- 

4 

0 

Days 

330  Cal 

11/4/70 

-- 

70 

71 

Days 

6/30/72 

3/19/71 

-- 

10 

90 

350  Cal 

3/30/71 

Fair 

83 

63 

Days 

360  Cal 

3/15/71 

-- 

11 

65 

Days 

300  Cal 

4/19/71 

-- 

9 

67 

Days 

225  Cal 
Days 

3/22/72 

-- 

19 

55 

210  Cal 

8/10/71 

-- 

-- 

15 

Days 

360  Cal 
Days 

1/12/70 

-- 

35 

90 

30  Cal 

3/27/70 

-- 

-- 

70 

Days 

400  Cal 
Days 

8/4/69 

Fair 

20 

95 

30  Cal 
Days 

9/23/69 

Fair 

3 

80 
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MONTHLY  CONSTRUCTION  REPORT  - 6/2,0/12 

Missoula  - 11-30  (Cont'd) 


I 90-2  (35)  85  U-1  10.170 

Peter  Kiewit  Sons' 

$4,519,014.56 

Frenchtown  - E.  & W. 

$4,185,224.50 

I 90-2  (35)  85  U- 2 10.170 

Pipestone  Const. 

$85,921.62 

Frenchtown  - E.  & W. 

$96,276.69 

EHS  I 90-2  (55)  95  U-2  25.  253 

Stillwell-Gerard  Const. 

— 

Msla.  -W.  -Clinton-W. 

$734,321.64 

I 90-3  (33)  143  U-1 

Skinner  Enterprises 

$124,603.02 

Bearmouth  W & E 

$199,743.  35 

S-RS  127  (5)  7.165 

Associated  Asphalt 

$359,823.11 

Philipsburg-  West 

$413,405.70 

S 169  (4)  & City  0.360 

Sletten  Const.  Co. 

$67,774.99 

Proj.  12S-406 

$1,352,510.65  (State) 

FI  219  (12)  U-90  2.5 

Kalispell  Neon  Sign 

$6,089. 10 

Inters.  Airport  Rd. 

$7,217.00 

& Mont.  200 

SMP  3299-72 

Frank  V.  Boroni 

— 

Various  Roads 

$150,237.50 

Total  for  Missoula  Division  - 11-30  $19,645,568.82 


DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


EHS-RF  63  (15) 

St.  Ignatius- Pablo 

0.388 

Konda  Const.  Co. 

$126,  977.21 

$84,893.30 

S 157  (5) 

Kalispell-  Lupfer 

4.771 

Kraling  & Nelson 
$537,472.01 

$326,053.53 

U 191  (33) 

Pablo- Kalispell 

0.257 

Sandon  Const.  Co. 
$249,976.22 

$56,451.44 

S 221  (5) 

Thompson  Falls-W. 

3.482 

Washington  Const. 
$683,668.99 

$409,218.  12 

S-RS  306  (12)  9.544 

Round  Butte- Ronan  Rd. 

Schultz  & Lindsay 
$277,026.00 

— 

G,  Agg.  Surf. , Cem.  Trtd. 

11/21/69 

400  Cal 

12/12/69 

28 

98 

Base,  PC  Cone.  Pav. , 

Days 

PMBS,  Signing  & Dual 
Weigh  Sta. 

Fencing 

11/21/69 

30  Cal 
Days 

3/19/70 

-- 

98 

Safety  Correction 

3/27/72 

150  Cal 
Days 

6/22/72 

■■ 

Dual  Rest  Area  & 

7/1/71 

150  Cal 

9/22/71 

15 

86 

Structure 

Days 

Surf.  & Signing 

7/1/71 

180  Cal 
Days 

7/14/71  Good 

5 

98 

G,  Agg.  Surf. , PMBS 

10/11/71 

425  Cal 

12/2/71 

17 

3 

& Brs. 

Days 

Lighting 

8/27/71 

20  Cal 
Days 

3/16/72 

20 

Grush  & Stockpile 

5/22/72 

90  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf.  , & Rd. 

12/16/71 

100  Cal 

3/6/72 

Poor 

Mix  Surf. 

Days 

G,  Agg.  Surf. , PMBS 

1/25/71 

180  Cal 

2/22/71 

Poor  30 

& Cover 

Days 

G,  Agg.  Surf. , Cement 

12/16/71 

130  Cal 

3/27/72 

Poor  7 

Tr.Base  & Portland 

Days 

Cement  Cone.  Paving 

G & Crush  Base 

6/23/70 

200  Cal 

7/30/70 

Seas.  Shut- 

Surf. 

Days 

down  10/29/71 

Plant  Mix  Overlay  & 

3/27/72 

120  Cal 

NOT  STARTED 

Signing 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - (>/‘iQ/12 

KalLspell  - 12-30  (Cont'd) 


EPS-S-RS  334(5)U-1  1.307 

Columbia  Falls-Polebridge- 
Canadian  line 

M & S Const. 

$522, 117. 95 

$191,533.  34 

G,  Agg.  Surf.  ,PMBB 
& PMBS 

10/22/71 

270  Cal 
Days 

4/17/72 

Good 

29 

62 

EPS-S-RS  334(5)U- 2 0.076 
Columbia  Falls- Polebridge 
Canadian  Line 

Sletten  Const.  Co. 
$457,492.87 

$159,913.  97 

Structure 

10/22/71 

240  Cal 
Days 

3/13/72 

Good 

14 

43 

EHS-F-RF  9999(57)U-1  5.26 

U.S.  Hwys  2 & 93 

KaUspell  & Whltefish 

Total  for  Kalispell  Division  - 12 

Midland  Electric  Co. 
$219,642.  10 

-30 

$3,  600.  00 

$1,231,663.70 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72 

Fair 

12 

17 

DIVISION  CONSTRUGTION  SECTION  - BUTTE  - 21-30 

1 15-1  (30)  75  U-1  10.192 

Hilde  Const.  Co. 

$2,898,686.33 

Grading  & Fencing 

5/26/71 

275  Cal 

6/21/71 

85 

95 

Apex- Browns  Bridge 

$3,161,029.27 

Days 

I 15-1  (30)  75  U-2 

Cop  Const.  Co. 

$253, 372. 90 

Structures 

5/26/71 

240  Cal 

7/19/71 

Fair 

7 

93 

Apex- Browns  Bridge 

$289,747.07 

Days 

1 15-1  (49)  62  (U-2 

Cop  Const.  Co. 

$127,814.70 

Cone.  Canal  Str. 

12/1/71 

120  Cal 

1/11/72 

Poor 

3 

89 

Dillon  - North 

$132,509.30 

Days 

1 15-1  (49)  62  U- 3 0.027 

Cop  Const.  Co. 

$37,972.79 

Structure 

2/18/72 

250  Cal 

3/13/72 

Fair 

3 

15 

Dillon-North 

$369,348.49 

Days 

1 15-1  (50)  85  U-1  2.455 

Washington  Const. 

$1,971,939.77 

G,  Fencing  & Rel  Items 

7/1/71 

250  Cal 

9/27/71 

-- 

-- 

-- 

Browns  Bridge- No. 

$1,816,329.49 

Days 

1-IG  15-1  (50)  85  U-2  0. 105 

M.  Morrin  & Sons  Co. 

$567,147.75 

Structure 

7/26/71 

300  Cal 

9/13/71 

Good 

20 

51 

Browns  Bridge- No. 

$917,400.43 

Days 

1 15-1  (55)  87  U-1  & 8.693 

McIntyre  & S.  Birch 

$423,572.43 

G,  Agg.  Surf.  , PMBB 

1/27/72 

300  Cal 

3/27/72 

-- 

16 

18 

1 15-2  (29)  93  U-1 

Melrose-S  & Melrose-N. 

$3,474,590.13 

PMBS,  Fencing  & Sign 

Days 

1 15-1  (55)  87  U-2  & 0.038 

W.P.  Roscoe  Co. 

$34,495.47 

Structures 

1/27/72 

250  Cal 

4/17/72 

Fair 

8 

6 

1 15-2  (29)  93  U-2 

Melrose-S  & Melrose-N 

$435,784.53 

Days 

1 15-1  (56)  85 

W.  P.  Roscoe  Co.  & 

$631,432.97 

Dual  Structure 

7/1/71 

350  Cal 

7/22/71 

Good 

19 

91 

Big  Horn  River 

McLaughlin  Const. 
$799,889.40 

Days 

1 15-1  (57)85,  I 15-1(58) 

McIntyre  Const.  Co.  & 

— 

Agg.  Surf. , PMBB,  PMBS, 

5/22/72 

300  Cal 

6/20/72 

-- 

18 

-- 

64  & 1 15-1  (59)75  23.084 

Browns  Br.-N.,  Dillon- 

S.  Birch 
$2,574,004.89 

& Signing 

Days 

Apex  & Apex-Browns  Br. 
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MONTHLY  CONSTRUCTION  REPORT  - b/m/12 

Butte  - 21-30(Cont'd) 


LSI- 1 15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

$47,172.00 

Butte  Streets 

$288,715.24 

1 15-3  (20)  155  0-1  6.847 

Schultz  & Lindsay 

$1,789,209. 18 

Boulder  Hill- South 

$4,689,  026.16 

1 15-3  (20)  155  0-2  0.030 

Huckaba  Const. 

$75,053.36 

Boulder  Hill- South 

$469,837.84 

EMP-I  15-3  (21)162  0-1 

Goodfellow  Bros. 

$1,623,651.37 

Boulder  Hill-No.  5.515 

$4,800,279.27 

EMP-I  15-3  (32)  162  0-2 

Riklin  Const.  & Phil 

— 

Boulder  Hill  - No.  0.015 

R.  Bles singer 

I 15-3  (22)  168  0-3  & 

$131,365.23 

Western  Sign  Corp. 

$31,511.20 

I 15-4  (33)  229  0-4 

$50,  059.00 

Jefferson  City-N.  & Dearborn 

River-No. 

1 15-3  (27)  162  5.515 

McIntyre  Const.  & 

— 

Boulder  Hill-North 

S.  Birch 

1 15-4  (44)  202  6.133 

$1,207,008.03 
Washington  Const. 

$786, 191.63 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

1 90-3  (23)  166  0-1  5.995 

Crick  Co. 

$2,603,274.21 

Gold  Creek- East 

$4,200,820.27 

1 90-3  (23)  166  0-2  0.074 

Riklin  Const.  Co.  & 

$234,363. 13 

Gold  Creek  - East 

Phil  R.  Blessinger 

I 90-3  (23)  166  0-3  & 

$533,222.49 

Nelson  Lndscp.  Serv. 

$10, 165.00 

I 90-3  (33)  143  0-2 

$24,765.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

T 9058  (1) 

Skinner  Enterprises 

$31,426.71 

Helena  St.  & Intersections 

$96,970.36 

Total  for  Butte  Division  - 21-30 

$14, 178,452.  90 

Lndscp.  & Rel.  work 

3/27/72 

180  Cal 
Days 

5/1/72 

12 

28 

G,  Agg.Surf.  ,PMS,  Fencing  11/30/71 

300  Cal 

3/13/72 

119 

48 

& Sign 

Days 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

12 

27 

G & Rel  Items 

10/22/71 

350  Cal 
Days 

11/18/71 

145 

33 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTED 

Rest  Area  Modification 

2/18/72 

75  Cal 

5/1/72  Good 

6 

94 

& Metal  Overhead  Str. 

Days 

Agg.  Surf. , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Sign 

Days 

G,  Agg.  Surf. , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

34 

78 

G,  Agg.  Surf. , PMS 

6/1/71 

330  Cal 

7/1/71 

120 

59 

Fencing,  Sign,  Dual  Rest 
Area  & Structure 

Days 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  Good 

14 

48 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

NOT  STARTED 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 
Days 

10/5/71 

1 

52 
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MONTHLY  CONSTRUCTION  REPORT  - bliQpi 


DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-7  (24)  374  U-1  13.701 

Washington  Const. 

$4,278,419.05 

& I 90-8  (62)  388 

Greycliff-E.  & Reedpoint-W. 

$5,079,801.40 

I 90-7  (24)  374  U- 2 0 138 

M.  Morrin  & Son 

$645,282.96 

Greycliff-E. 

$667,463.  83 

I 90-7  (24)  374  U- 3 13.408 

Williams  Const. 

$69,  927.75 

Greycliff-E. 

$78,067.30 

I 90-7  (30)  377  U-1 

Skinner  Enterprises 

$109,829.01 

Greycliff-E. 

$196,496. 70 

I 90-7  (30)  377  U-2 

Papp  Landscaping 

— 

Greycliff-E. 

$5, 164.00 

EHS  I 90-7  (33)  327  14.288 

Lewis  Const.  Co. 

— 

Livingston- E & W 

$523,  119.55 

S-RS  370  (19)  6.746 

Brasel  & Sims  Const. 

$1,323.00 

Bozeman-Wilsall 

$738,  125.59 

SMP  2999-72 

Konda  Const.  Co. 

$58,485.00 

Various  Roads 

$58,655.00 

F 9999  (38)  U-1 

Yellowstone  Electric 

$14,631. 19 

No.  7th  Ave.  & Durston 

Rd.  - Peach  St. 

$15,412.  76 

Total  for  Bozeman  Division  - 

22-30 

$5,  177,897.96 

DIVISION  CONSTRUCTiON  SECTION  - GREAT  FALLS  - 

31-30 

A- AD  15  (5) 

2.435 

Maronick  Const. 

$14,  504.00 

Access  Road 

$90,739.01 

I 15-5(57)  280  U-1 

10.082 

Peter  Kiewit  Sons' 

$1,802,  927. 19 

Vaughn -No. 

$3,780,299.64 

I 15-5  (57)  280  U-2 

0.050 

Cop  Const. 

$259,930.  15 

Vaughn-No. 

$532,215.26 

I 15-6  (17)  291  U-1 

7.752 

McIntyre  Const.  Co. 

$1,672,988.18 

Power  No.  & So. 

k S.  Birch 
$2, 958,442. 19 

G,  Agg.  Surf.  , PMBS 

Sign.  Seed.  , & Lighting 

9/15/70 

400  Cal 
Days 

10/20/70 

Fair 

34 

80 

6 Structures 

9/15/70 

320  Cal 
Days 

10/7/70 

COMP.  6/14/72 

Fencing 

9/15/70 

30  Cal 
Days 

10/15/70 

Good 

2 

91 

Dual  Rest  Area 

Lndscp.  rest  area 

7/1/71 

1/27/72 

150  Cal 

Days 

11/1/72 

8/10/71 

NOT  STARTED 

10 

86 

Safety  Corrections 

b/22/12 

120  Cal 
Days 

6/20/72 

-- 

5 

-- 

G & Agg.  Surf. 

12/1/71 

250  Cal 
Days 

5/24/72 

Fair 

30 

10 

Crush  k Stockpile 

3/27/72 

60  Cal 
Days 

5/16/72 

COMP. 

6/9/72 

Traffic  Signals 

12/1/71 

45  Cal 
Days 

5/2/72 

99 

Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

25 

G,  Agg.  Surf. , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Good 

82 

44 

Structures 

7/1/71 

300  Cal 
Days 

8/26/71 

Fair 

18 

53 

G,  Agg.  Surf. , PMB, 

PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Good 

115 

55 
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MONTHLY  CONSTRUCTION  REPORT  - 6/30/72 

Great  Falls  - 31-30  (Cont'd) 


I 15-6  (17)  291  U-2 

Cop  Const.  Co. 

$195,356.83 

Power  No.  & So. 

$311,731.24 

I-IG  15-7(13)  323  U-1  9.641 

Zook  Bros. 

$2,996,523.94 

& F 211  (15) 

$3,279,333.49 

Conrad -N  & S & Vaughn- Conrad 

I-IG  15-7(13)  323  U-2  8.  991 

0 & K Const. 

$42,205.72 

Conrad  No.  & So. 

$45,591.02 

I-IG  15-7  (13)323  U-3 

Sletten  Const. 

$270,443.47 

Conrad-N.  & S. 

$282,842.47 

I 15-7  (14)  331  & 11.390 

Peter  Kiewit  Sons' 

$3,085,  304.83 

S 357  (11) 

$3,125,674.20 

Valier  Jet.  -N  & S & VaUer  E. 
I-IG  15-7  (15)  323  & 9.641 

Zook  Bros. 

$1,342,988.16 

RF  211  (16) 

$2,657,940.69 

Conrad-N  & S & Vaughn- Conrad 

A-SI  17(1)  U-1  6.539 

Zook  Bros. 

$234,128.85 

Brady- North 

$268,571.45 

A-SI  17(1)  U-2  0.005 

Feldman- Murphy  Const. 

$18,364.56 

Brady  - No. 

$43,542.74 

S-RS90(5)  6.45 

Zook  Bros. 

— 

Dutton  - East 

$601,311.70 

EHS-T  9052(3),  (4),  & (5) 

Lewis  Const.  Co. 

$6,745.90 

Var.  hitersections-Gt.  Falls 

$206,397.80 

EHS-T  9052  (7)  & (8) 

Cascade  Electric  Co. 

— 

City  of  Gt.  Falls 

$82, 346. 11 

F 9999  (24)  122.0 

Watters  Const.  Co. 

$23,201.  56 

U.S.  Hwys87  & 89 

$57,  140.80 

& Mont.  Hwys  21  & 200 

EHS  F 9999  (45)  102.5 

Western  Sign  Corp. 

$45,673.80 

U.S.  Hwys  89,  91  & 287 

$87,  159.  94 

Total  for  Great  Falls  Division  - 

31-30 

$12,011,287.  14 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

Good 

25 

72 

G,  Rel.  Items  & 
Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

Poor 

30 

91 

Fencing 

7/29/70 

30  Cal 
Days 

10/8/70 

Fair 

3 

88 

Structures 

11/24/70 

180  Cal 
Days 

1/27/71 

Good 

3 

96 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

Good 

12 

96 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

90  Cal 
Days 

9/13/71 

Good 

90 

67 

G,  Agg.  Surf. , PMBB 
Cover  & Sign 

2/18/72 

120  Cal 
Days 

4/11/72 

-- 

-- 

80 

Structure 

3/27/72 

90  Cal 
Days 

4/27/72 

Good 

6 

72 

G,  Agg.  Surf. , PMB 

4/27/72 

180  Cal 
Days 

5/31/72 

20 

5 

Traf.  Cont.  Devices 
& Guard  Rail 

Traf.  Cont.  Devices 

3/27/72 

6/19/71 

120  Cal 
Days 

90  Cal 
Days 

5/8/72  Fair 

NOT  STARTED 

12 

15 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

5/3/72 

Good 

5 

47 

Sign,  Dehneation  & 
Traffic  Signals 

12/16/71 

150  Cal 
Days 

4/28/72 

Good 

4 

65 
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MONTHLY  CONSTRUCTION  REPORT  - 6/30/72 


DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


S OOOS  (30) 

16.1 

Western  Sign  Corp. 

— 

Sec.  Hwys  240  & 241 

$7,805.60 

S 12  (16) 

7.868 

Richardson  Const. 

$409,678.34 

Harlem-Turner-Can.  Line 

$438,006.27 

I 15-8  (17)  369  U-1 

9.216 

Nilson- Smith  Const. 

$2,324, 129. 14 

Sunburst  - So. 

$2,230,  525.98 

I 15-8  (17)  369  U-2 

9.216 

Pipestone  Const. 

$41,533.35 

Sunburst  - So. 

$58,711.99 

I 15-8  (27)  369 

9.216 

Nilson-Smith  Const. 

$1,398,046.49 

Sunburst  - So. 

$1,389,  389.11 

A- SI  16  (1) 

16.551 

Peter  Kiewit  Sons' 

$108,636.75 

Shelby  - Southeast 

$660,521.20 

F 66  (7),  F 221  (4)  & 

0.792 

Nilson-Smith  Const. 

$350,847.50 

City  Pro).  4-24-69 
Chiiiook-W.  1st  St. , 

$509,602.96 

Chinook  Streets 

S 219  (11) 

9.034 

Baltrusch  Const. 

$627, 148.64 

Big  Sandy  - Rudyard 

$648,369.48 

F-RF  220  (12)  & 

3.501 

Schultz  & Lindsay 

$206,613.  37 

S-RS  193  (12) 

$679,814.30 

Cut  Bank-W.  & Valier- 

Cut  Bank 

F-RF  226  (1)  U-90 

11.641 

Zook  Bros. 



E.  Glacier-Kiowa  Jet. 

$301, 181.28 

S 237  (9)  U-1 

5. 101 

Nilson-Smith  Const. 

$446,319.25 

Oilmont-East 

$458,995.86 

S 301  (17) 

0.161 

Sletten  Const.  Co. 

— 

Havre- Canadian  Line 

$788,931.81 

S 301  (C)  U-90 

Watters  Const.  Co. 

$13,840.00 

Havre- North 

$14,780.00 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

$9,485.  16 

U.  S.  Hwys  89  & 2 

$86,612.05 

& Mont.  49 


Total  for  Havre  Division  - 32-30 


$5,936,277.99 


Signing 

12/1/71 

120  Cal 
Days 

7/6/72 

_ _ 

G,GS,  PMB,  Seal 

Cover  & Signing 

2/22/71 

160  Cal 
Days 

5/3/71 

Good  27 

99 

G,  Agg.  Surf. , PMBS, 

Sign  & Structures 

11/21/69 

330  Cal 
Days 

4/14/70 

COMP.  6/13/72 

Fencing 

11/21/69 

30  Cal 
Days 

9/28/71 

COMP.  6/21/72 

Agg.  Surf. , PMBS  & 

Signing 

6/25/70 

180  Cal 
Days 

10/15/70 

COMP.  6/13/72 

G,  Agg.  Surf. , PMBB, 

Gover  & Signing 

2/18/72 

150  Cal 
Days 

3/24/72 

Good  42 

38 

G,  Stab.  Top  Surf. 

PMS,  Br.  Widening  & 

Sign 

9/1/11 

200  Cal 
Days 

9/29/71 

Good  25 

95 

G,  Agg.  Surf. , PMB  & 

Signing 

11/23/70 

200  Cal 
Days 

4/8/71 

Poor  4 

99 

G,  Agg.  Surf. , PMS  & 

Fence 

12/1/71 

180  Cal 
Days 

4/11/72 

Good  38 

38 

G,  Agg.  Surf. , PMBB, 

PMBS  Si  Traf.  Cont.  Devices 

4/27/72 

90  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf.  , PMB  Si 

Signing 

5/24/71 

240  Cal 
Days 

6/16/71 

_ _ 

96 

Structures  Si  Approaches 

i/21/12 

270  Cal 
Days 

NOT  STARTED 

Guard  Fence 

10/22/71 

60  Cal 
Days 

5/31/72 

COMP.  6/14/72 

Sign  &L  Delineation  8i 

Traffic  Signals 

1/27/72 

60  Cal 
Days 

4/26/72 

12 
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MONTHLY  CONSTRUCTION  REPORT  - b/iQ/ll 
DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86  (37) 

12.247 

Richardson  Const. 

$869,400.52 

Plevna- West 

$875,573.78 

I 94-4(29/  153, 

23.435 

Zook  Bros. 

$2,295,688.21 

I 94-5  (11)  166  U-5 

I 94-5  (13)  160 

& 

$2,326,928. 11 

Prairie  Co.  Line-E 

& W & 

Terry-W. 

I 94-6  (21)  191  U-1 

5.791 

Wm.  Clairmont,  Inc. 

$656,863.79 

Dawson  County  Line 

-E. 

$2,282,877.49 

I 94-6(21)  191  U-2 

0.011 

Schultz  & Lindsay 

$76,307.48 

Dawson  County  Line 

-E. 

$247,677.  54 

I 94-6  (22)  197  U-1 

6.823 

Wm.  Clairmont,  Inc. 

$84,389.48 

Milepost  197  - E. 

$2,266,395.58 

I 94-6  (22)  197  U-2 

Walter  Mackin  & Son 

— 

Milepost  197  - E. 

$187,851. 80 

EHS-I  94-7(9)233  PS  U-1 

Hilde  Const.  Co. 

$8,148.00 

Wibaux  E & W 

15.280 

$3,695, 120.03 

I 94-7  (10)  233 

0.072 

Schultz  & Meyer  Const. 

— 

Wibaux  - E.  & W. 

$656,852.39 

S-RS  128  (9)  U-1 

8.968 

Joe  Mayo  & Son  hic. 

$654,455. 38 

Wibaux- Sidney 

$675,754.49 

F-RF  245  (24)  U-1 

10. 181 

Schultz  & Meyer  Const. 

— 

G lendive-  Sidney 

$2,554,  731.55 

F-RF  245  (24)  U-2 

F.  L.  Flynn  & Co. 

— 

Glendive- Sidney 

$130,969.65 

Total  for  Glendive  Division  - 41-30  $4,  645,  252.  86 


DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


F-RF  152  (11)  U-1 
Harlem-Dodson 

7.454 

Nilson- Smith  Const. 
$1,319,230.66 

$721,984.97 

RF-F  152  (11)  U-2 
Harlem  - Dodson 

0.  129 

Mahnomen  Pile  D & E 
$617,766.07 

$571,584. 12 

S 202  (1)  U-90 
Brockton  - North 

7.466 

Gus  M.  Albert 
$122,623.53 

$117,819.85 

% 


PMBS  & Bridges 

9/29/70 

240  Cal 
Days 

11/9/70  Good 

21 

99 

Agg.  Surf. , PMBS  & 

Signing 

6/25/70 

275  Cal 
Days 

10/7/70 

99 

G,  Agg.  Surf. , PMB, 

PMS,  Fencing  & Sign 

12/1/71 

300  Cal 
Days 

4/4/72  Good 

26 

29 

Structures 

12/16/71 

210  Cal 
Days 

3/17/72  Good 

14 

45 

G,  Agg.  Surf. , PMBB 

PMBS  & Sign  & Fence 
Structure 

4/27/72 

4/27/72 

300  Cal 
Days 

150  Cal 
Days 

5/17/72  Good 

NOT  STARTED 

43 

14 

G,  Agg.  Surf. , PMS, 

& Lnterch.  Light 

Structures 

1/6/72 

5/22/72 

360  Cal 
Days 

310  Cal 
Days 

5/3/72  Poor 

NOT  STARTED 

25 

2 

G & Rel.  Items 

7/27/71 

200  Cal 
Days 

10/7/71 

18 

91 

G,  Agg.  Surf. , PMBB, 

PMBS  & Traf.  Cont.  Devices 
Structure 

4/27/72 

4/27/72 

210  Cal 
Days 

130  Cal 
Days 

6/19/72 

NOT  STARTED 

G,  Agg.  Surf. , PMBB 
& Signing 

7/1/71 

360  Cal 
Days 

8/9/71  Good 

50 

56 

Structures 

10/28/70 

7/15/72 

12/3/70  Fair 

18 

95 

PMB  Overlay 

7/26/71 

150  Cal 
Days 

9/3/71 

-- 

98 

[ 
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MONTHLY  CONSTRUCTION  REPORT  - b/?,Q/12 

Wolf  Point  - 42-30  (Cont'd) 


S 239  (4)  8.003 

Gus  M.  Albert 

$250, 124. 31 

Agg.Surf.  & PMBB 

7/1/71 

180  Cal 

8/19/71 

88 

Nashua  - North 

$294,707.24 

& Signing 

Days 

S 415(5),  RS  416(4)  & 14.362 

Gus  M.  Albert 

— 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

S-RS  417  (6) 

$480, 139.30 

Days 

Med.  Lake-E.,  Dagmar- 

Coalridge-McElroy  & Antelope- 

Coalridge 

SMP  2899-72 

Konda  Const.  Inc. 

— 

Crush  & Stockpile 

2/18/72 

120  Cal 

NOT  STARTED 

Various  Roads 

$167,040.  00 

Days 

EHS-F  9999  (30)  144.5 

Western  Sign  Corp. 

— 

Sign  & Delineation 

12/16/71 

180  Cal 

6/19/72  Poor 

3 4 

U.S.  Hwys  #2  & 191 

$89,160.77 

Days 

EHS  F 9999  (49)  137.2 

Western  Sign  Corp. 

— 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24  & 200 

$38,092.90 

Days 

Total  for  Wolf  Point  Division  - 42-30  $1,661,513.25 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


S OOOS  (4)  & S OOOS  (21) 

Var.  Sec.  Hwys  82. 1 

Western  Sign  Corp. 
$42,969.71 

$26,  601.87 

Sign  & Delineation 

7/26/71 

120  Cal 
Days 

4/21/72 

COMP.  6/14/72 

F 53  (16)  & F 230  (12) 

Billings  N.  E. , Billings 
Fairgrounds  Northeast 

Yellowstone  Electric 
$138,867.08 

$50,506.24 

Lighting 

12/7/71 

90  Cal 
Days 

4/19/72 

7 

36 

I 90-8  (52)  396  U-1  13.336 

I 90-8  (63)406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 
Spur-Columbus 

Schultz  & Lindsay 
$6,846,354.10 

$6,833,357.00 

G,  Agg.  Surf. , PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70 

12 

99 

I 90-8  (52)  396  U-3  10.302 

Granite  Const. 

$78,961.96 

Fencing 

4/29/70 

30  Cal 

5/25/70 

4 

91 

& I 90-8  (63)  406  U- 3 $73,300.08  Days 

Columbus  - E & W 
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MONTHLY  CONSTRUCTION  REPORT  - 6/30/72 

Billings  - 51-30  (Cont'd) 


1 90-8  (67)461  0-1  10.282 

Hilde  Const. 

$1,152,988.42 

Agg.  Surf.,  & PMBS 

2/23/71 

120  Cal 

5/20/71 

-- 

32 

81 

& I 90-8  (67)  461  U-2 

Big  Horn  Co.  Line  - W. 

(East  & West  Sections) 

$1,471,959.28 

Days 

1 90-8  (68)  418  & 

Fred  Strandberg  Const. 

$328,391.94 

EXial  Rest  Area 

7/17/71 

210  Cal 

8/27/71 

-- 

17 

75 

I 90-9  (39)  476 

Park  City-W  & Big  Horn  Co. 
Line  - E. 

$463,802.50 

Days 

I 90-8  (68)  418  U-2 

Papp  Landscaping 

— 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

NOT  STARTED 

1 90-9  (39)  476  U-2  & 

1 94-3  (30)  105  U-2 

Park  City-W. , Big  Horn  Co. 
Line-E.  & Rosebud- E.  Sect. 

$7,213.00 

1 90-8  (69)  455  & 29.358 

Western  Sign  Corp. 

$50,415. 19 

Sign,  Delineation  & 

12/1/71 

10  Cal 

5/5/72 

-- 

-- 

-- 

1 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

$164,180.97 

Sign  Lighting 

Days 

Line-W.  & Big  Horn  Co.  Line  E. 

1-lG  90-9  (26)  471  U-1  & 

Wm.  Collins  & Sons 

$2,003,718.00 

G & Rel.  Items  & 

11/24/70 

210  Cal 

3/9/71 

-- 

-- 

97 

1 90-8  (55)  455  0-5  13.063 

& Tennefos  Const. 

Eros.  Cont.  Diversion 

Days 

Big  Horn  Co.  Line-E.  & 

$2,027, 138. 11 

Pinehill- Pryor  Creek 

1-lG  90-9  (26)  471  U-2  0.096 

M.  Morrin  & Sons 

$629,124.  19 

Structures 

12/15/70 

280  Cal 

2/23/71 

Good 

24 

82 

Big  Horn  Co.  Line-E. 

$760,889.05 

Days 

I- IG  90-9  (26)471  U-3  13.064 

Empire  Sand  & Gravel 

$1, 104,  786.41 

Surf.  & PMBS 

1/26/71 

120  Cal 

8/12/71 

Slow 

7 

43 

Big  Horn  Co.  Line-E. 

& Wm.  Collins  & Sons 
$2,606,  851.98 

Days 

I 94-1  (34)46  U-2 

F.  L.  Flynn  & Co. 

$75,242.88 

Structure 

2/18/72 

150  Cal 

4/17/72 

Good 

7 

65 

Custer  E.  &W.(E.Sect.  ) 

$165, 172. 75 

Days 

F 107  (16)  & 7.014 

Francis  M.  Tindall 

$1,350,461. 17 

G,  Agg.  Surf. , PMBB 

7/30/70 

240  Cal 

10/9/70 

-- 

-- 

99 

F 258  (15)  U-1 

Bridger- Laurel  & Wyo. 

$1,287,649.65 

PMBS  & Signing 

Days 

Line-Bridger 

F 107  (17) 

Midland  Electric 

$3,  338.74 

Lighting 

1/27/72 

45  Cal 

5/1/72 

Good 

3 

97 

Main  St.  -Bridger 

$12,924.08 

Days 

S 132  (6)  1.692 

Sletten  Const. 

$1,421,320.76 

G,  Agg.  Surf. , PMBS  & 

10/26/70 

425  Cal 

11/18/70 

Fair 

3 

92 

Billings -So. 

$1,601,063.25 

structures 

Days 

■a 
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MONTHLY  CONSTRUCTION  REPORT  - b/iQ/ll 

Billings  - 51-30  (Cont'd) 


S172(l)U-90  2.773 

Black  Otter  Trail- No. 

Empire  Sand  & Gravel 
$86,692. 10 

$75,236.57 

of  Billings 

S-RS  207  (8)  7.898 

Busby- Wyo.  line 

Peter  Kiewit  Sons' 
$386,427.75 

$163,175.60 

F 230  (12)  U-2 

Billings  Fairgrounds- 

Yellowstone  Electric 
$19,831.28 

Northeast  Road 

SMP  0299-72 

Various 

Francis  M.  Tindall 
$112,043.00 

$38,932.40 

EHS-T  9010  (5) 

Poly  Dr.  & Virginia 

Western  Sign  Corp. 
$34,663.50 

■■■■ 

Lane-Billings 

EHS-T  9010  (7)  &(8) 

Billings  St.  Intersections 

Yellowstone  Electric 
$192,  192.49 

Total  for  Billings  Division  - 51- 

■30 

$15,386,559.34 

DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52- 

■30 

S-RS  45  (10)  5.694 

Gus  M.  Albert 

$97,  137.71 

Brandenberg-Garland- 

$196,252.90 

Miles  City 

F-RF  86  (38)  0.118 

Cop  Const.  Co. 

$92, 332. 70 

Miles  City-No.  Dak.  Line 

$5‘i9,672.49 

1-lG  94-3  (24)83  U-1  7.003 

Hilde  Const. 

$1,324,450. 13 

Forsyth  - W. 

$1,393,024.56 

I 94-3(30)  105  U-1 

Crick  Co. 

$120,817.83 

Rosebud- East  Section 

$212,755.00 

1 94-4  (27)  119  U-1  8.138 

Joe  Mayo  & Son  Inc. 

$1,126,645.61 

Hathaway  - East 

& Richardson  Const. 

1 94-4  (27)  119  U-2 

$1,571,225.85 

Walter  Mackln  & Son 

$48,269.68 

Hathaway  - East 

$49,  746.40 

Total  for  Miles  City  Division  - 

52-30 

$2,809,653.66 

PMB  Overlay 

8/27/71 

45  Cal 
Days 

9/22/71 

16 

93 

Grading  & rel.  items 

1/27/72 

200  Cal 
Days 

4/20/72 

Good 

29 

78 

Traffic  Signals 

1/27/72 

45  Cal 
Days 

6/9/72 

7 

11 

Crush  & Stockpile 

Signing  & Traffic 

Signals 

1/27/72 

2/18/72 

120  Cal 
Days 

30  Cal 
Days 

4/17/72  Fair 

NOT  STARTED 

6 

29 

Traf.  Cont.  Devices 

3/27/72 

150  Cal 
Days 

6/19/72 

-- 

3 

10 

Agg.  Surf. , PMS  & 

Sign 

12/1/71 

150  Cal 
Days 

3/22/72 

40 

Structure 

12/1/71 

275  Cal 
Days 

3/9/72 

Fair 

8 

20 

G,  Agg.  Surf. , PMBS  & 
Signing 

8/27/70 

300  Cal 
Days 

11/4/70 

99 

Dual  rest  area 

9/11/71 

150  Cal 
Days 

9/29/71 

Fair 

10 

59 

G,  Agg.  Surf. , PMBS 
Fencing  & Signing 

7/1/71 

270  Cal 
Days 

7/12/71 

Fair 

25 

71 

Rev.  & Lengthen  Str. 

9/1/71 

150  Cal 
Days 

9/22/71 

- 

-- 

98 
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MONTHLY  CONSTRUCTION  REPORT  - 6/30/72 


DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53-30 


F-RF  256  (32)  U-1  11.848  Joe  Mayo  & Son  Inc. 


$75,481.89 


Grass  Range  - Jordan 
F-RF  256  (32)  U-2 
Grass  Range-Jordan 
S-RS  342  (10)  13.704 

Arrow  Creek  - Brooks 
EHS-F  9999  (50)  51.0 

U.S.  Hwy  87 

EHS-F  9999  (59)  136.1 

Mont.  Hwys.  22  & 200 


$2,125,326.11 
F.  L.  Flynn  & Co. 

$70,  000.  65 

Schultz  & Meyer  Const. 
$743,990.57 
R.  C.  Schmoll 
$19,920.70 
Western  Sign  Corp. 

$54,  530.  70 


Total  for  Lewistown  Division  - 53-30 


$75,481.89 


GRAND  TOTAL  STATEWIDE 


$82,759,609.51 


n 


G,  PMBB,  PMBS  & 

Sign 

3/27/72 

250  Cal 
Days 

5/2/72 

Good 

134 

14 

Structure 

4/27/72 

90  Cal 
Days 

6/12/72 

Good 

5 

15 

PMB  Overlay,  Shoulder 
Widening  & Signing 

4/27/72 

180  Cal 
Days 

5/31/72 

Fair 

16 

6 

Signing  & Delineation 

Signing 

3/27/72 

4/27/72 

120  Cal 
Days 

120  Cal 
Days 

6/12/72  Fair 

NOT  STARTED 

5 

84 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 
Helena,  Montana 


Thru  June,  1972 

SEMI-.WXNUAL  REPORT  FOR  THE  INTERSTATE  - BY  ROUTES  - OF 

COMPLETED  CONSTRUCTION,  CONTRACTS  UNDERWAY  AND  PARTIALLY  COMPLETED Sheet  1 of  2 


COMPLETED  CONSTRUCTION 


I - 

15  ROUTE 

I - 

90  ROUTE 

I - 

94  ROUTE 

TOTAL  ALL  ROUTES 

AWARDED 

AWARDED 

AWARDED 

AWARDED 

MILEAGE 

CONTRACT  AMOUNT 

MILEAGE 

CONT  RACT  AMOUNT 

MILEAGE 

CONTRACT  AMOUNT 

MILEAGE 

CONTRACT  AMOUNT 

Completed  to  Dec.  31,  1971 

217.  115 

$91,  326, 966. 72 

341.691 

$157,193,564.59 

171. 227 

$52, 104,494. oO 

730. 033 

$300.  625,025.  91  (•  ) 

PLUS  1972  Completions 

22.409 

8,906,819.35 

6.  306 

2,083,939.19 

19.254 

5,  011,404.  20 

47. 909 

16,  002,  162. 80 

ACCUMULATIVE 

TOTALS  TO  DATE 

239.524 

$100,233,786.07 

347. 997 

$159,277,  503.  78 

190.481 

$57, 115, 898. 80 

778. 002 

$310,627,  188.  71  ( '■  ) 

UNDER  CONSTRUCTION 


I - 

15  ROUTE 

I - 

90  ROUTE 

I - 

94  ROUTE 

TOTAL  ALL  ROUTES 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

MILEAGE 

AWARDED 

CONT  RACT  AMOUNT 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

Underway  Dec.  31,  1971 

95.  253 

$49,  766,001.  19 

71. 763 

$49,373,193.43 

25. 165 

$16,790,758.53 

192. 181 

$115,  929,953. 15  (’  ) 

MINUS  1972  Completions 

22.409 

8,906,819.35 

6.  306 

2,083,939.19 

19. 254 

5,011,404.  26 

47.  969 

16,002,162.80 

SUB- TOTAL 

72. 844 

$40,  859,  181.  84 

65.457 

$47,289,  254.  24 

5.  911 

$11,  779, 354. 27 

144. 212 

$ 99,927,790.35 

PLUS  1972  Lettings 

8.  720 

7,192,502.28 

NONE 

1,292,  757. 19 

6.823 

3,278,098.52 

15.  543 

11,763,357.99 

ACCUMULATIVE 

TOTALS  TO  DATE 

81.  564 

$48,051,684.  12 

65. 457 

$48,  582,011.43 

12. 734 

$15,057,452.  79 

159. 755 

$111,691, 148.  34  {*) 

Sheet  2 of  2 


CONSIRUCTED  WITH  (I-F-IN)  FEDERAL  FUNDS  WHICH  REQUIRE  ADDITIONAL  CONSTRUCTION  IN  ORDER  TO  HAVE  THEM  TO  CONFORM  TO  1956  INTERST  ATE 

DESIGN  STANDARDS 


PARTIALLY  COMPLETED 


I - 

15  ROUTE 

I - 

90  ROUTE 

I 

94  ROUTE 

TOTAL  ALL  ROUTES 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

MILEAGE 

AWARDED 

CONTRACT  AMOUNT 

Partially  Completed 
to  December  31,  1971 

13. 732 

$173,904.70 

20.  202 

$1,217,  852.27 

NONE 

NONE 

33.934 

$1,391,756.97 

Deduct  from  this 

Section  and  ADD  to 
under  Construction 

Section  (See  Remarks) 

ACCUMULATIVE  TOTALS 

TO  DATE 

13.  732 

$173,904.  70 

20.  202 

$1,217,852.27 

NONE 

NONE 

33.  934 

$1,  391,  756.  97  ( + ) 

RECAPITULATION 


COMPLETIONS ALL  ROUl  ES 

UNDERWAY  

PARTIALLY  COMPLETED 

ACCUMULATIVE  TOTALS 


MILEAGE  AWARDED  CONTRACT  AMOUNT 

778.002  $316,627,188.71  {*) 

159.  755  $111,691,  148.  34  (*) 

33.934  $ 1,391,756.97  ....  (*) 

971.691  $429,710,094.02  (-) 


QQ  INCLUDES  ALL  AWARDED  CONTRACT  AiMOUNTS  FOR  FENCING  AND  CATTLEGUARDS,  SEEDING  AND  MULCHING,  SIGNS  AND  DELINEATION  AND  STRUCTURES. 


DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


■ oONTHLY  CONSTRUCITON  R 

EPORT 

OCEC 

Endini>-  - July  31,  1972 

I'roject  NuiubtJ.' 

■X  Location  Mileage 

Contractor  & 

Bid  Price 

Contr.  Payments 
to  Date 

Type  of  Work 

Contract 

Awarded 

Date 

Comp. 

Work 

Began 

Prc- 

^rress 

Men 

Emoi. 

COa'.p. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S36(7)U-90  5.011 

Helmville-No. 

Helena  Sand  & Gravel 
$105,569. 13 

$15,  311.50 

Plant  Mix  Surface  Overlay 

7/16/71 

90  Cal 
Days 

9/13/71 

-- 

6 

10 

I 90-1  (48)  0 U-1  4.245 

Lookout  Pass-E. 

Goodfellow  Bros. 
$4,008,513. 17 

$2,949,039.73 

G,  Agg.  Surf. , PMB  Base 

9/30/70 

330  Cal 
Days 

11/4/70 

75 

74 

I 90-1  (48)  0 U-2 

Lookout  Pass-E. 

Mahnomen  Pile  D & E 
$454,854.92 

$422, 160. 13 

Structures 

9/30/70 

b/ZQ/ll 

3/19/71 

3 

98 

I- IG  90-1  (49)  4 U-1  6.708 
Saltese  - W. 

Goodfellow  Bros. 
$4,607,542.80 

$3,045,081.03 

G,  Agg.  Surf. , PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

Fair 

81 

65 

I-IG  90-1  (49)  4 U-2  --- 
Saltese  - W. 

Waddell  Const. 
$563,940.80 

$344,965.92 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

-- 

12 

63 

I-IG  90-1  (49)4  U- 3 --- 
Saltese  - W. 

Max  J.  Kuney  Co. 
$536,022.  15 

$365,255.  36 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

4/19/71 

12 

66 

I 90-1  (50)  16  U-2  0.044 

& I 90-1  (52)  11  U-2 
DeBorgia-East  & West 

Max  J.  Kuney  Co. 
$312,805.00 

$178,368.82 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

17 

63 

Saltese  - Haugan 

1 90-1  (76)4 

Saltese  - West 

Federal  Const.  Co. 
$125,475. 75 

$18,544.66 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

2 

15 

I 90-2  (32)  120  U-1  8.908 

Clinton  - E.  & W. 

Washington  Const. 
$4,235,063.09 

$4,  326,  700.  36 

G,  Agg.  Surf. , PMB 

PMBS,  Sign,  Seed 

Comf.  Sta.  & Forest  Serv. 

12/16/69 

Rd. 

360  Cal 
Days 

1/12/70 

90 

I 90-2  (32)  120  U-3  8.908 

Clinton  - E.  & W. 

Fred  Strandberg 
$68,  784.20 

$60, 121.82 

Fencing 

12/1/69, 

30  Cal 
Days 

3/27/70 

-- 

-- 

70 

1 90-2  (33)  129  U-1  6.474 

& I 90-3  (15)  132  U-1 

Washington  Const. 
$3,241,826.29 

$3,575,  088.37 

G,  Agg.  Surf. , PMB 

Sign  & Dual  Overpass 

7/1/69 

400  Cal 
Days 

8/4/69 

10 

97 

Beavertail  - E.  & W. 

I 90-2  (33)  129  U-2  6.474 

& I 90-3  (15)  132  U-2 

Granite  Const. 

$49,  748.90 

$46,077.73 

Fencing 

7/1/69 

30  Cal 
Days 

9/23/69 

-- 

-- 

80 

Beavertail  - E.  & W. 


. .w 
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MONTHLY  CONSTRUCTION  REPORT  - 7/31/72 
Missoula  - 11-30  (Cont'd) 


I 90-2(35)85  U-1  10.170 

Frenchtown  - E.  & W. 

Peter  Kiewit  Sons' 

$4, 185,224.50 

$4,543,242.43 

G,  Agg.  Surf. , Cem.  Trtd. 
Base,  PC  Cone.  Pav.  , 
PMBS,  Signing  & Dual 
Weigh  Sta. 

11/21/69 

400  Cal 
Days 

12/12/69 

7 

96 

I 90-2(35)85  U-2  10.170 

Frenchtown  - E.  & W. 

Pipestone  Const. 
$96,276.69 

$85,921.62 

Fencing 

11/21/69 

30  Cal 
Days 

3/19/70 

.. 

98 

EHS  I 90-2(55)95  U-2  25.253 
Msla.  -W.  -Clinton-W. 

Stillwell-Gerard  Const. 
$734,321.64 

... 

Safety  Correction 

3/27/72 

150  Cal 
Days 

6/22/72 

25 

22 

I 90-3(33)  143  U-1 

Bearmouth  W.  & E. 

Skinner  Enterprises 
$199,743.35 

$166,902.64 

Dual  Rest  Area  & 
Structure 

7/1/71 

150  Cal 
Days 

9/22/71 

95 

EHS  I 90-3(35)  151  17.3 

& I 90-3  (36)  155 

Skinner  Enterprises 
$361,030.76 

— 

Guard  Rail  reset  & 
related  items 

7/27/72 

60  Cal 
Days 

NOT  STARTED 

Drummond  W.  -Deer  Lodge  So. 

& Drummond  Interchange 

S-RS  127  (5)  7.165 

Philipsburg-West 

Associated  Asphalt 
$413,405.  70 

$384,335.23 

Surf.  & Signing 

7/1/71 

180  Cal 
Days 

7/14/71 

COMP.  7/13/72 

S 169  (4)  & City  0.360 

Proj.  12S-406 

Sletten  Const.  Co. 

$1,  352,  510.  65(State) 

$116,356.37 

G,  Agg.  Surf.  , PMBS 
& Brs. 

10/11/71 

425  Cal 
Days 

12/2/71 

23 

12 

FI  219  (12)  U-90  2.5 

Inters.  Airport  Rd. 

Kaiispell  Neon  Sign 
$7,217.  00 

$6,089.10 

Lighting 

8/27/71 

20  Cal 
Days 

3/16/72 

COMP.  5/5/72 

& Mont.  200 

SMP  3299-72 

Various  Roads 

Frank  V.  Boroni 
$150,  237.50 

Crush  & Stockpile 

5/22/72 

90  Cal 
Days 

7/12/72 

Good  5 

13 

Total  for  Missoula  Division  - 11- 

■30 

$20,649,562.82 

DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


LSF  5-63  (1) 

St.  Ignatius -Pablo 

Montana  Sign  Service 
$56,010.08 

— 

Comfort  Stations 

7/27/72 

60  Cal 
Days 

NOT  STARTED 

EHS-RF  63  (15) 

St.  Ignatius- Pablo 

0.388 

Konda  Const.  Co. 
$126,977.21 

$108,617.07 

G,  Agg.  Surf.  , & Rd. 

Mix  Surf. 

12/16/71 

100  Cal 
Days 

3/6/72 

90 

S 157  (5) 

Kaiispell-  Lupfer 

4.  771 

Kraling  & Nelson 
$537,472.  01 

$371,194.25 

G,  Agg.  Surf.  , PMBS 
& Cover 

1/25/71 

180  Cal 
Days 

2/22/71 

Fair 

30 

78 

U 191  (33) 

Pablo- Kaiispell 

0.257 

Sandon  Const.  Co. 
$249,976.22 

$79,204.62 

G,  Agg.  Surf. , Cement 
Tr.Base  & Portland 
Cement  Cone . Paving 

12/16/71 

130  Cal 
Days 

3/27/72 

Fair 

15 

34 
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MONTHLY  CONSTRUCTION  REPORT  - Ifil/ll 
Kalispell  - 12-30  (Cont'd) 


S 221  (5)  3.482 

Thompson  Falls-W. 

Washington  Const. 
$683,668.  99 

$409,218. 12 

G & Crush  Base 

Surf. 

6/23/70 

200  Cal 
Days 

7/30/70 

Poor 

9 

60 

S-RS  306  (12)  9.544 

Round  Butte- Ronan  Rd. 

Schultz  & Lindsay 
$277,026.00 

... 

Plant  Mix  Overlay  & 
Signing 

3/27/71 

120  Cal 
Days 

7/5/72 

Fair 

-- 

15 

EPS-S-RS  334{5)U-1  1.307 

Columbia  Falls-Polebridge- 
Canadian  Line 

M & S Const. 

$522, 117.  95 

$315,394.36 

G,  Agg.  Surf. , PMBB 
& PMBS 

10/22/71 

270  Cal 
Days 

4/17/72 

Good 

33 

81 

EPS-S-RS  334(5)U-2  0.076 

Columbia  Falls-Polebridge 
Canadian  Line 

Sletten  Const.  Co. 
$457,492.87 

$217,473.  38 

Structure 

10/22/71 

240  Cal 
Days 

3/13/72 

Fair 

12 

68 

EHS-F-RF  9999(57)U-1 

U.  S.  Hwys  2 & 93  5.26 

Kalispell  & Whitefish 

Total  for  Kalispell  Division  - 

Midland  Electric  Co. 
$219,642. 10 

12-30 

$19,423.90 

$1,520,  525.70 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72 

Fair 

6 

20 

DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


I 15-1  (30)75  U-1 
Apex-Browns  Bridge 

10. 192 

Hilde  Const.  Co. 
$3,161,029.27 

I 15-1  (30)75  U-2 
Apex- Browns  Bridge 

Cop  Const.  Co. 
$289,747.07 

I 15-1  (49)62  U-2 
Dillon -North 

Cop  Const.  Co. 

$J  32,  509.  30 

I 15-1  (49)62  U-3 
Dilion-North 

0.027 

Cop  Const.  Co. 
$369,348.49 

I 15-1  (50)85  U-1 
Browns  Bridge- No. 

2.455 

Washington  Const. 
$1,816,329.49 

I-IG  15-1(50)85  U-2 
Browns  Bridge- No. 

0. 105 

M.  Morrin  & Sons  Co. 
$917,400.43 

I 15-1(55)87  U-1  & 8.693 

I 15-2(29)  93  U-1 

Melrose-S  & Melrose-N. 

McIntyre  & S.  Birch 
$3,474,590.13 

I 15-1(55)  87  U-2  & 0.038 

I 15-2  (29)  93  U-2 

Melrose-S  & Melrose-N 

W.  P.  Roscoe  Co. 

$435, 784. 53 

$3,074,427.60 

Grading  & Fencing 

5/26/71 

$273,767.00 

Structures 

5/26/71 

$127,814.70 

Cone.  Canal  Str. 

12/1/71 

$47,209.79 

Structure 

2/18/72 

$1,971,939.77 

G,  Fencing  & Rel  Items 

7/1/71 

$598,847.40 

Structure 

7/26/71 

$661,746.58 

G,  Agg.  Surf. , PMBB 

PMBS,  Fencing  & Sign 

1/27/72 

$59,035.90 

Structures 

1/27/72 

275  Gal 
Days 

6/21/71 

45 

99 

240  Cal 
Days 

7/19/71 

Poor 

1 

97 

120  Cal 
Days 

1/11/72 

Fair 

3 

89 

150  Cal 
Days 

3/13/72 

Good 

8 

20 

250  Cal 
Days 

9/27/71 

-- 

300  Cal 
Days 

9/13/71 

Good 

14 

70 

300  Cal 
Days 

3/27/72 

40 

20 

250  Cal 
Days 

4/17/72 

Good 

15 

11 
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MONTHLY  CONSTRUCTION  REPORT  - 1/2,1/12 

Butte  - 21-30  (Cont'd) 


I 15-1  (56)  85 

Big  Hole  River 

W.  P.  Roscoe  Co.  & 
McLaughlin  Const. 
$799,889.40 

$719,627. 19 

I 15-1(57)85,  I 15-1(58) 

64  & I 15-1  (59)75  23.084 

Browns  Br.  -N. , Dillon- 
Apex  & Apex- Browns  Br. 

McIntyre  Const.  Co.  & 

S.  Birch 

ooii-.e'? 

$22,217.50 

LSI  I 15-2  (1)  127 

Butte  Streets 

Jim  Gilman  Exc.  Inc. 
$288,715.24 

$74,623.00 

I 15-3(20)  155  U-1  6.847 

Boulder  Hill- South 

Schultz  & Lindsay 
$4,689,  026.16 

$2,529,869.10 

I 15-3  (20)155  U-2  0.030 

Boulder  Hill- South 

Huckaba  Const. 
$469,837.84 

$252,626.61 

EMP-I  15-3(21)162  U-1 

Boulder  Hill- No.  5.515 

Goodfellow  Bros. 
$4,800,279.27 

$2,344,157.26 

EMP  I 15-3  (32)  162  U-2 

Boulder  Hill-No.  0.  015 

Riklin  Const.  & Phil 

R.  Bles  singer 
$131,365.23 

I 15-3  (22)  168  U-3  & 

I 15-4  (33)  229  U-4 

Jefferson  City- N.  & Dearborn 
River-No. 

Western  Sign  Corp. 

$50,  059.  00 

$47,200.53 

1 15-3  (27)  162  5.515 

Boulder  Hill-North 

McIntyre  Const.  & 

S.  Birch 

$1,207,008.03  . 

I 15-4  (44)  202  6.  133 

Helena  Hill-Sieben  Interch. 

Washington  Const. 
$1,234,500.72 

$887,804.94 

CJF  77  (1) 

Townsend- Helena 

Skinner  Enterprises 
$10,  936.  00 

— 

I 90-3  (23)166  U-1  5.995 

Gold  Creek- East 

Crick  Co. 

$4,200,  820.27 

$2,980,395.44 

I 90-3  (23)166  U-2  0.074 

Gold  Greek- East 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$533,222.49 

$275,073.90 

I 90-3  (23)166  U-3  & 

I 90-3  (33)  143  U-2 

Gold  Greek-  E.  & Bearmouth 

W.  & E. 

Nelson  Lndscp.  Serv. 
$24,  765.00 

$10,  165.00 

Dual  Structure 

7/1/71 

350  Gal 
Days 

7/22/71  Good 

20 

93 

Agg.  Surf.  , PMBB,  PMBS, 

5/22/72 

300  Cal 

6/20/72 

55 

6 

& Signing 

Days 

Lndscp.  & Rel.  work 

3/27/72 

180  Cal 
Days 

5/1/72 

-- 

34 

G,  Agg.  Surf. , PMS, 

11/30/71 

300  Cal 

3/13/72 

119 

56 

Fencing  & Sign 

Days 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

12 

36 

G & Rel  Items 

10/22/71 

350  Cal 
Days 

11/18/71 

124 

49 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTED 

Rest  Area  Modification 

2/18/72 

75  Cal 

5/1/72  COMP. 

7/6/72 

& Metal  Overhead  Str. 

Days 

Agg.  Surf. , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Sign 

Days 

G,  Agg.  Surf. , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

55 

92 

Junkyard  Screening 

7/27/72 

45  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf.  , PMS 

6/1/71 

330  Cal 

7/1/71 

130 

66 

Fencing,  Sign,  Dual  Rest 
Area  & Structure 

Days 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  Good 

19 

57 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

5/1/72 

-- 

-- 
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MONTHLY  CONSTRUCTION  REPORT  - l/iipi 

Butte  - 21-30  (Cont'd) 


I 90-3  (32)  179  U-1  7.091 

Deer  Lodge  - No.  & So. 

1 90-3  (32)  179  U-2  --- 

Deer  Lodge  No.  & So. 

T 9058  (1) 

Helena  St.  & Intersections 

Total  for  Butte  Division  - 21-30 

N.F.  T.  Inc.  & Associates 
$1, 169, 186.29 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$298,177. 14 

Skinner  Enterprises 
$96,970.36 

$48,743.56 

$17,007,292.  77 

DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 

1 90-7  (24)374  U-1  13.701 

Washington  Const. 

$4,388,206.25 

& 1 90-8  (62)  388 

$5,079,801.40 

Greycliff-E.  & Reedpoint-W 

1 90-7  (24)374  U-3  13.408 

Williams  Const. 

$72,350.53 

GreycUff-E. 

$78,067.30 

1 90-7  (30)377  U-1 

Skinner  Enterprises 

$166,103.86 

Greycliff-E. 

$196,496.70 

1 90-7  (30)  377  U-2 

Papp  Landscaping 

— 

Greycliff-  E. 

$5,164.00 

EHS  1 90-7(33)327  14.288 

Lewis  Const.  Co. 

$7,345.00 

Livingston-  E & W 

$523,  119.55 

F-RF  239(18)  8.381 

N.F.  T.  Inc.  & Assoc. 

--- 

Wilsall- White  Suiphur 

$1,059, 178.70 

Springs 

S-RS  370  (19)  6.746 

Brasel  & Sims  Const. 

$85,634.59 

Bozeman- Wilsall 

$738,  125.59 

F 9999  (38)  U-1 

Yellowstone  Electric 

$14,631. 19 

No.  7th  Ave.  & Durston 

$15,412.76 

Rd.  -Peach  St. 

Total  for  Bozeman  Division  - 22- 

30 

$4,734,271.42 

> 


G,  Agg.Surf.  ,PMBS 

7/27/72 

270  Cai 

NOT  STARTED 

& Lighting 

Days 

Structures 

7/27/72 

220  Cal 
Days 

NOT  STARTED 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 
Days 

10/5/71 

G,  Agg.  Surf. , PMBS 

9/15/70 

400  Cal 

10/20/70 

Fair 

54 

82 

Sign. , Seed. , & Lighting 

Days 

Fencing 

9/15/70 

30  Cal 
Days 

10/15/70 

-- 

2 

94 

Dual  Rest  Area 

7/1/71 

150  Cal 
Days 

8/10/71 

91 

Lndscp.  rest  area 

1/27/72 

11/1/72 

NOT  STARTED 

Safety  Gorrections 

5/22/72 

120  Cal 
Days 

6/20/72 

Fair 

25 

7 

G,  Agg.  Surf. , PMBB, 

7/27/72 

250  Cal 

NOT  STARTED 

PMBS,  Fenc.  & Sign. 

Days 

G & Agg.  Surf. 

12/1/71 

250  Cal 
Days 

5/24/72 

Fair 

45 

20 

Traffic  Signals 

12/1/71 

45  Cal 
Days 

5/2/72 

99 
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MONTHLY  CONSTRUCTION  REPORT  - 7/31/72 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


A-THD  15  (5)  2.435 

Maronick  Const. 

$16,764.35 

Access  Road 

$90,739.01 

I 15-5  (57)280  U-1  10.082 

Peter  Kiewit  Sons' 

$2,097,527.32 

Vaughn- No. 

$3,780,299.64 

I 15-5  (57)280  U-2  0.050 

Cop  Const. 

$309,044. 19 

Vaughn- No. 

$532,215.26 

I 15-6  (17)  291  U-1  7.752 

McIntyre  Const.  Co. 

$2,065,312.23 

Power  No.  & So. 

& S.  Birch 

I 15-6  (17)  291  U-2 

$2,958,442. 19 

Cop  Const.  Co. 

$229,272.56 

Power  No.  & So. 

$311,731.24 

I- IG  15-7(13)323  U-1  9.641 

Zook  Bros. 

$3,021,878.90 

& F 211  (15) 

$3,279,333.49 

Conrad- N & S & Vaughn- Conrad 

I-IG  15-7(13)323  U-2  8.991 

0 8i  K Const. 

$44,477.  87 

Conrad  No.  & So. 

$45,591.02 

I-IG  15-7(13)323  U-3 

Sletten  Const. 

$275,410.07 

Conrad- N.  & S. 

$282,842.47 

I 15-7(14)331  & 11.390 

Peter  Kiewit  Sons' 

$3,  188,640.40 

S 357  (11) 

$3, 125,  674.20 

Valier  Jet.  -N  & S & Valier  E. 

I-IG  15-7(15)323  & 9.641 

Zook  Bros. 

$2,032,328.41 

RF  211  (16) 

$2,657,  940.69 

Conrad-N  & S & Vaughn-Conrad 

A-SI  17(1)  U-1  6.539 

Zook  Bros. 

$252,666. 15 

Brady  - North 

$268,571.45 

A-SI  17(1)  U-2  0.005 

Feldman- Murphy  Const. 

$31,629.80 

Brady  - North 

$43,542.74 

S-RS  90  (5)  6.45 

Zook  Bros. 

$32,826.  75 

Dutton  - East 

$601,  311.  70 

EHS-T  9052  (3),  (4)  & (5) 

Lewis  Const.  Co. 

$31,  901.73 

Var.  Intersections-Gt.  Falls 

$206,397.80 

EHS-T  9052  (6) 

Utihty  Builders  Inc. 

... 

Park  Drive-Gt.  Falls 

$154,249.96 

EHS-T  9052  (7)  & (8) 

Cascade  Electric  Co. 

— 

City  of  Great  Falls 

$82,346. 11 

I 


Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

-- 

25 

G,  Agg.  Surf. , PMBS 

7/1/71 

360  Cal 

8/6/71 

Poor 

58 

59 

Signing  & Fencing 

Days 

Structures 

7/1/71 

300  Cal 

8/26/71 

Fair 

18 

59 

Days 

G,  Agg.  Surf. , PMB 

5/26/71 

300  Cal 

7/27/71 

Poor 

82 

75 

PMS,  Fencing  & Sign 

Days 

Structures 

5/16/71 

240  Cal 

8/17/71 

Poor 

23 

74 

Days 

G,  Rel  Items  & 

7/29/70 

350  Cal 

9/3/70 

COMP. 

7/26/72 

Structures 

Days 

Fencing 

7/29/70 

30  Cal 

10/8/70 

-- 

92 

Days 

Structures 

11/24/70 

180  Cal 

1/27/71 

COMP. 

7/26/72 

Days 

Agg.  Surf. , PMBS  & 

3/30/71 

120  Cal 

5/12/71 

-- 

-- 

96 

Signing 

Days 

Agg.  Surf. , PMBS  & 

3/30/71 

90  Cal 

9/18/71 

Poor 

78 

86 

Signing 

Days 

G,  Agg.  Surf. , PMBB 

2/18/72 

120  Cal 

4/11/72 

5 

80 

Cover  & Sign 

Days 

Structure 

3/27/72 

90  Cal 

4/27/72 

-- 

6 

94 

Days 

G,  Agg.  Surf.  , PMB 

4/27/72 

180  Cal 

5/31/72 

Poor 

12 

11 

Days 

Traf.  Cont.  Devices 

3/27/72 

120  Cal 

5/8/72 

-- 

18 

38 

& Guard  Rail 

Days 

Cone.  Paving,  Sign. , 

7/27/72 

90  Cal 

NOT  STARTED 

signals 

Days 

Traf.  Cont.  Devices 

6/19/71 

90  Cal 

NOT  STARTED 

Days 

, .JMl  'll 

•wi  , 

le  v’*)R  *)i'  . , ^ 

.t«  . gn.J 

■ H I il.,; 

it>'.'4  .c  t 
''■  U,  ..  ,tl 
la  J »«aV.  I iM.'l 

' y - f . ' f 


[SI 

iST.t 


{«!!? 

•oii-rf 


t V 


J ‘.t^l[ 


. •,  •,< 
|Vv.( 


■ Li  > 

If 

- I . • > 


•Hr  ■i^i  or^l 

(«i>  as  ’!»*«  ■■ 

*'■  • 

^nfiHMpLu' 

■ ‘■i  (if  vf 

■V 

»K»  A 6* 

: .a  airtni/ifus.!  ' -'. 

^ ■:  "'  rt*  'T^l 
♦Hi  'l  ••  ' -ii'Ailfil 

i*>'t  ' ■•'oe  i;. 

«.'.a  "*'n.|)%jL.i 


v» 

*1  i> 


MONTHLY  CONSTRUCTION  REPORT  - 7/31/72 
Great  Falls  - 31-30  (Cont'd) 


F 9999  (24)  122.0 

U.  S.  Hwys.  87  &89 
& Mont.  Hwys  21  & 200 

Watters  Const.  Co. 

$57, 140. 80 

$37,  025. 18 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

5/3/72 

5 

76 

EHS  F 9999  (45)  102.5 

U.S.  Hwys  89,  91  & 287 

Western  Sign  Corp. 

$87,  159.94 

$73,937.09 

Sign,  Delineation  & 
Traffic  Signals 

12/16/71 

150  Cal 
Days 

4/28/72 

4 

95 

Total  for  Great  Falls  Division  - 31-30  $13,740,643.00 


DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


S OOOS  (30) 

16.  1 

Western  Sign  Corp. 

Sec.  Hwys  240  & 241 

$7,805.60 

S 12  (16) 

7.868 

Richardson  Const. 

Harlem-Turner-Can.  Line 

$438,006.27 

A-SI  16  (1) 

16.551 

Peter  Kiewit  Sons’ 

Shelby- Southeast 

$660,521.20 

F 66  (7),  F 221(4)  & 

0.  792 

Nilson- Smith  Const. 

City  Pro).  4-24-69 

$509,602.  96 

Chinook-W.  1st  St. , 

Chinook  Streets 

F-RF  101  (9) 

7.  314 

Baltrusch  Const.  & Aff. 

Zurich-  Harlem 

$241,935.45 

S 219  (11) 

9.034 

Baltrusch  Const. 

Big  Sandy- Rudyard 

$648,  369.48 

F-RF  220  (12)  & 

3.501 

Schultz  & Lindsay 

S-RS  193  (12) 

$679,814.30 

Cut  Bank-W.  & Valier- 

Cut  Bank 

F-RF  226  (1)  U-90 

11.641 

Zook  Bros. 

E.  Glacier- Kiowa  Jet. 

$301,181.28 

S 237  (9)  U-1 

5.  101 

Nilson- Smith  Const. 

Oilmont-East 

$458,995.86 

S 301  (17) 

0. 161 

Sletten  Const.  Co. 

Havre-Canadian  Line 

$788,931.81 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

U.  S.  Hwys  89  & 2 

$86,612.05 

& Mont.  49 

Total  for  Havre  Division  - 32-30 


$7,649.01 

Signing 

12/1/71 

$431,811.55 

G,GS,  PMB,  Seal 

Cover  & Signing 

2/22/71 

$272,  350. 12 

G,Agg.Surf. , PMBB, 

Cover  & Signing 

2/18/72 

$437,  101.81 

G,  Stab.  Top  Surf.  , 

PMS,  Br.  Widening  & 

Sign 

9/7/71 

--- 

PMB  overlay 

7/27/72 

$633,615.  73 

G,  Agg.  Surf. , PMB  & 

Signing 

11/23/70 

$414,744.49 

G,  Agg.  Surf.  , PMS  & 

Fence 

12/1/71 

--- 

G,  Agg.  Surf. , PMBB 

PMBS  & Traf.  Cont.  Devices 

4/27/72 

$446,319.25 

G,  Agg.  Surf. , PMB  & 

Signing 

5/24/71 

— 

Structures  & Approaches 

5/22/72 

$9,485. 16 

$2,653,  077. 12 

Sign  & Delineation  & 

Traffic  Signals 

1/27/72 

120  Cal 
Days 

7/6/72 

COMP.  7/14/72 

160  Cal 
Days 

5/3/71 

COMP.  7/12/72 

150  Cal 
Days 

3/24/72 

Good  39 

87 

200  Cal 
Days 

9/29/71 

99 

110  Cal 
Days 

NOT  STARTED 

200  Cal 
Days 

4/8/71 

COMP.  7/13/72 

180  Cal 
Days 

4/11/72 

Poor  14 

65 

90  Cal 
Days 

7/28/72 

-- 

-- 

240  Cal 
Days 

6/16/71 

Good  18 

97 

270  Cal 
Days 

7/11/72 

Fair  9 

3 

60  Cal 
Days 

4/26/72 

_ _ 

12 
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MONTHLY  CONSTRUCTION  REPORT  - 7/31/72 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86  (37) 

12.247 

Richardson  Gonst. 

Plevna  - West 

$875,573.  78 

I 94-4  (29)  153, 

23.435 

Zook  Bros. 

I 94-5  (11)166  U-5  & 

$2,326,  928.11 

I 94-5  (13)  160 
Prairie  Go.  Line- 

E & W & 

Terry-W. 

I 94-6  (21)191  U-1 

5.791 

Wm.  Clairmont,  hic. 

Dawson  Co.  Line- 

E. 

$2,282,877.49 

I 94-6(21)191  U 2 

0.011 

Schultz  & Lindsay 

Dawson  Co.  line- 

E. 

$247,677.54 

I 94-6  (22)197  U-1 

6.823 

Wm.  Clairmont,  Inc . 

Milepost  197  - E. 

$2,266,395.58 

I 94-6  (22)197  U-2 

Walter  Mackin  & Son 

Milepost  197  - E. 

$187,851.80 

EHS-I  94-7  (9)  233  PS  U-1 

Hilde  Const.  Co. 

Wibaux  E & W 

15.280 

$3,695, 120.03 

I 94-7  (10)  233 

0.  072 

Schultz  & Meyer  Const. 

Wibaux  - E.  & W. 

$656,852.39 

S-RS  128  (9)  U-1 

8.968 

Joe  Mayo  & Son  Inc. 

Wibaux  - Sidney 

$675,754.49 

S-RS  128  (13) 

8.968 

Schultz  & Meyer  Const. 

Wibaux-  Sidney 

$341,718.70 

F-RF  245  (24)  U-1 

10. 181 

Schultz  & Meyer  Const. 

Glendive- Sidney 

$2,554,731.55 

F-RF  245  (24)  U-2 

F.  L.  Flynn  & Co. 

Glendive- Sidney 

$130,  969.65 

F-RF  245  (24)  U-3 

0.017 

F.  L.  Flynn  & Co. 

Glendive-Sidney 

$168,091.  96 

$873,960.49 

PMBS  & Bridges 

9/29/70 

$2,295,688.21 

Agg.  Surf.  , PMBS  & 
Signing 

6/25/70 

$793,066.  11 

G,  Agg.  Surf. , PMB 

PMS,  Fencing  & Sign 

12/1/71 

$113,533.76 

Structures 

12/16/71 

$565,334.91 

G,  Agg.  Surf. , PMBB 

PMBS  & Sign  & Fence 

4/27/72 

$607.25 

Structure 

4/27/72 

$103,405.  79 

G,  Agg.  Surf. , PMS 
& Interch.  Light 

1/6/72 

— 

Structures 

5/22/72 

$730,502.48 

G & Rel.  Items 

7/27/71 

--- 

Agg.  Surf.  ,PMBB  & 

Signing 

7/27/72 

$22,792.96 

G,  Agg.  Surf.  , PMBB 

PMBS  & Traf.  Cont.  Devices 

4/27/72 

$24,336.72 

Structure 

4/27/72 

--- 

Structure 

7/27/72 

240  Cal 
Days 

11/9/70 

" ■ 

99 

275  Cal 
Days 

10/7/70 

99 

300  Cal 
Days 

4/4/72 

-- 

36 

38 

210  Cal 
Days 

3/17/72 

Fair 

13 

49 

300  Cal 
Days 

5/17/72 

Poor 

55 

21 

150  Cal 
Days 

6/29/72 

Good 

7 

14 

360  Cal 
Days 

5/3/72 

Good 

51 

8 

310  Cal 
Days 

7/7/72 

Good 

9 

2 

200  Cal 
Days 

120  Cal 
Days 

10/7/71 

NOT  STARTED 

18 

96 

210  Cal 
Days 

130  Cal 
Days 

130  Cal 
Days 

6/19/72 

NOT  STARTED 

NOT  STARTED 

31 

Total  for  Glendive  Division  - 41-30  $5,  523,  228.  68 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 

F-RF  152  (11)  U-1  7.454  Nilson- Smith  Const.  $821,492.40  G,  Agg.  Surf. , PMBB  7/1/71  360  Cal  8/9/71  Good  36  61 

Harlem-Dodson  $1,319,230.66  & Signing  Days 
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MONTHLY  CONSTRUCTION  REPORT  - l/il/12 

Wolf  Poiint  - 42-30  (Cont'd) 


RF-F  152(11)  U-2 

0.  129 

Mahnomen  Pile  D & E 

$606,707.93 

Structures 

10/28/70 

7/15/72 

12/8/70 

COMP.  7/22/72 

Harlem  - Dodson 

$617,766.07 

S 202  (1)  U-90 

7.466 

Gus  M.  Albert 

$117,819.85 

PMB  Overlay 

7/26/71 

150  Cal 

9/3/71 

-- 

98 

Brockton-North 

$122,623.53 

Days 

S 239  (4) 

8.003 

Gus  M.  Albert 

$255,915.51 

Agg.Surf.  & PMBB 

7/1/71 

180  Cal 

8/19/71 

Good  17 

98 

Nashua  - North 

$294,707.24 

& Signing 

Days 

S 415(5),  RS  416(4) 

14. 362 

Gus  M.  Albert 

--- 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 

NOT  STARTED 

& S-RS  417  (6) 

$480,139.  30 

Days 

Med.  Lake-E. , Dagmar- 
Coalridge- Me  Elroy  & Antelope- 

Coalridge 

SMP  2899-72 

Konda  Gonst.  Inc. 



Crush  & Stockpile 

2/18/72 

120  Cal 

6/19/72 

Poor  6 

31 

Various  Roads 

$167,040.00 

Days 

EHS-F  9999  (30) 

144.  5 

Western  Sign  Corp. 

$4,765.20 

Sign  & Delineation 

12/16/71 

180  Cal 

6/19/72 

Good  7 

12 

U.  S.  Hwys  #2  & 191 

$89, 160.77 

Days 

EHS  F 9999  (49) 

137.  2 

Western  Sign  Corp. 

--- 

Sign  & Delineation 

1/27/72 

180  Cal 

NOT  STARTED 

Mont.  Hwys  13,  24 

& 200 

$38,092.90 

Days 

Total  for  Wolf  Point  Division  - 42-30  $1,  806,  700.  89 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


F 53(16)  & F 230(12) 

Billings  N.  E. , Billings 
Fairgrounds  Northeast 

Yellowstone  Electric 
$138,867.08 

$59,  979.80 

Lighting 

12/7/71 

90  Cal 
Days 

4/19/72 

3 

44 

I 90-8  (52)396  U-1  13.336 

I 90-8  (63)406  U-1  & 

F 408  (3) 

Columbus- E & W & 9th  St. 
Spur -Columbus 

Schultz  & Lindsay 
$6,846,  354. 10 

$6,861,393.91 

G,  Agg.Surf.  ,PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70 

Slow 

10 

99 

I 90-8  (52)396  U-3  10.302 

& I 90-8(63)  406  U-3 

Columbus  - E.  & W. 

Granite  Gonst. 

$73,  300.  08 

$80,019.80 

Fencing 

4/29/70 

30  Cal 
Days 

5/25/70 

4 

92 

I 90-8(67)461  U-1  10.282 

& I 90-8  (67)461  U-2 

Hilde  Gonst. 

$1,471,  959.28 

$1,316,941.41 

Agg.Surf.,  &PMBS 

2/23/71 

120  Cal 
Days 

5/20/71 

-- 

89 

Big  Horn  Co.  Line-W. 
(East  & West  Sections) 
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MONTHLY  CONSTRUCTION  REPORT  - 7/31/72 

Billings  - 51-30  (Cont'd) 


I 90-8(68)  418  & 

Fred  Strandberg  Const. 

$392,865.64 

Dual  Rest  Area 

7/17/71 

120  Cal 

5/20/71 

-- 

-- 

89 

1 90-9(39)  476 

Park  City-W  & Big  Horn  Co. 
Line-E. 

$463.  802.  50 

Days 

I 90-8  (68)418  U-2 

Papp  Landscaping 

... 

Lndscp  rest  areas 

1/27/72 

11/1/72 

NOT  STARTED 

I 90-9  (39)476  U-2  & 

I 94-3  (30)105  U-2 

Park  City-W. , Big  Horn  Co. 
Line-E.  & Rosebud- E.  Sect. 

$7,213.  00 

I 90-8  (69)455  & 29.358 

Western  Sign  Corp. 

$87,440.04 

Sign,  Delineation  & 

12/1/71 

10  Cal 

5/5/72 

-- 

8 

53 

I 90-9(41)  471 

Pinehill  & Big  Horn  Co. 

$164, 180.  97 

Sign  Lighting 

Days 

Line-W.  & Big  Horn  Co.  Line  E. 
I-IG  90-9  (26)471  U-1  & 

Wm.  Collins  & Sons 

$2,012,876.09 

G & Rel  Items  & 

11/24/70 

210  Cal 

3/9/71 

97 

I 90-8  (55)  455  U-5  13.063 

& Tennefos  Const. 

Eros.  Cont.  Diversion 

Days 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 

$2,027, 138. 11 

1-lG  90-9  (26)471  U-2  0.096 

M.  Morrin  & Sons 

$698,033.87 

Structures 

12/15/70 

280  Cal 

2/23/71 

Poor 

15 

93 

Big  Horn  Co.  Line-E. 

$760,889.05 

Days 

I-IG  90-9  (26)471  U-3  13.064 

Empire  Sand  & Gravel 

$1,110,  725.41 

Surf.  &PMBS 

1/26/71 

120  Cal 

8/12/71 

Slow 

2 

42 

Big  Horn  Co.  Line-E. 

& Wm.  Collins  & Sons 
$2,606,851.98 

Days 

I 94-1  (34)46  U-2 

F.  L.  Flynn  & Co. 

$107,421.28 

Structure 

2/18/72 

150  Cal 

4/17/72 

Good 

8 

65 

Custer  E.  &W.(E.Sect. ) 

$165, 172. 75 

Days 

F 107  (16)  & 7.014 

Francis  M.  Tindall 

$1,350,461.17 

G,  Agg.  Surf. , PMBB 

7/30/70 

240  Cal 

10/9/70 

-- 

-- 

99 

F 258  (15)  U-1 

Bridger- Laurel  & Wyo. 

$1,287,649.65 

PMBS  & Signing 

Days 

Line-Bridger 

F 107  (17) 

Midland  Electric 

$11,414.74 

Lighting 

1/27/72 

45  Cal 

5/1/72 

99 

Main  St.  -Bridger 

$12,924.08 

Days 

S 132  (6)  1.692 

Sletten  Const. 

$1,481,237.26 

G,  Agg.  Surf.  , PMBS  & 

10/26/70 

425  Cal 

11/18/70 

Fair 

29 

94 

Billings- So. 

$1,601,063.25 

Structures 

Days 

S172(l)U-90  2.773 

Empire  Sand  & Gravel 

$75,236.57 

PMB  Overlay 

8/27/71 

45  Cal 

9/22/71 

COMP. 

6/30/72 

Black  Otter  Trail-No. 
of  Billings 

$86,692. 10 

Days 

F 187(E)U-90  0.776 

Empire  Sand  & Gravel 

... 

G,  Agg.  Surf. , PMBB, 

7/27/72 

120  Cal 

NOT  STARTED 

Third  Street- Hardin 

$270,437.  80 

& PMBS 

Days 

.11  , ! 
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MONTHLY  CONSTRUCTION  REPORT  - 7/2,1/12 
Billings  - 51-30  (Cont'd) 


S-RS  207  (8)  7.  8^18 

Busby-Wyo.  Line 
F 230  (12)  U-2 
Billings  Fairgrounds- 
Northeast  Road 
SMP  0299-72 
Various 
EHS-T  9010  (5) 

Poly  Dr.  & Virginia 
Lane- Billings 
EHS-T  9010  (7)  & (8) 
Billings  St.  Intersections 


Peter  Kiewit  Sons' 
$386,427.75 
Yellowstone  Electric 
$19,831.28 

Francis  M.  Tindall 
$112,043.00 
Western  Sign  Corp. 
$34,663.50 

Yellowstone  Electric 
$192, 192.49 


$318,736.20 

$5,166.75 

$48, 192.66 


$19,403. 11 


Total  for  Billings  Division  - 51-30 


$16,037,545.71 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10)  5.694 

Brandenberg-Garland  - 
Miles  City 

Gus  M.  Albert 
$196,252.90 

$97,137.71 

F-RF  86  (38)  0.118 

Miles  City-No.  Dak.  Line 

Gop  Gonst.  Go. 
$549,672.49 

$159,889.85 

I 94-2(18)  60  & 

I 94-3(25)  76  U-1 

Hysham  E.  & W.  Access 

Rd.  & Rosebud  Co.  Line  E. 

R.  J.  Studer  & Sons 
$1,476,683.61 

I- IG  94-3  (24)83  U-1  7.003 
Forsyth  - W. 

Hilde  Gonst. 
$1,393,024.56 

$1,324,450. : 

I 94-3  (25)  76  U-2  0.034 

Rosebud  Go.  Line-E. 

F.  L.  Flynn  & Co. 
$148,983.64 

— 

I 94-3(30)  105  U-1 

Rosebud- East  Section 

Crick  Co. 

$212,755.00 

$173,093.24 

I 94-4  (24)  136  U-1 

Miles  City- East 

Wm.  Clairmont,  Inc. 
$2,816,791.35 

— 

> 


Grading  & rel  items 

1/27/72 

200  Cal 
Days 

4/20/72 

Fair 

15 

95 

Traffic  Signals 

1/27/72 

45  Cal 
Days 

6/9/72 

5 

88 

Crush  & Stockpile 

1/27/72 

120  Cal 
Days 

4/17/72 

Fair 

7 

29 

Signing  & Traffic 

Signals 

2/18/72 

30  Cal 
Days 

7/28/72 

8 

Traf.  Cont.  Devices 

3/27/72 

150  Cal 
Days 

6/19/72 

-- 

6 

18 

Agg.  Surf. , PMS  & 

Sign 

12/1/71 

150  Cal 
Days 

3/22/72 

40 

Structure 

G,  & Agg.  Surf. 

12/1/71 

7/27/72 

275  Cal 
Days 

270  Cal 

3/9/72  Good 

NOT  STARTED 

13 

31 

Days 


G,  Agg.  Surf. , PMBS  & 

8/27/70 

300  Cal 

11/4/70 

-- 

99 

Signing 

Days 

Structure 

7/27/72 

135  Cal 
Days 

NOT  STARTED 

Dual  rest  area 

9/11/71 

150  Cal 
Days 

9/29/71  Fair 

10 

81 

G,  Agg.  Surf.  , PMBB, 

7/27/72 

300  Cal 

NOT  STARTED 

PMBS,  Sign.  , & Fencing 

Days 

V 
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MONTHLY  CONSTRUCTION  REPORT  - l/Zl/12 
Miles  City  - 52-30  (Cont'd) 


I 94-4  (27)  119  U-1  8.138 

Hathaway  - East 

I 94-4  (27)  119  U-2 
Hathaway -East 


Joe  Mayo  & Son  Inc. 
& Richardson  Const. 
$1,571,225.85 
Walter  Mackin  &Son 
$49,  746.40 


$1,264,759.37 

$48,840.68 


Total  for  Miles  City  Division  - 52-30 


$3,068, 170.  98 


DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53-30 


F-RF  256(32)  U-1  11.848 

Grass  Range-Jordan 
F-RF  256  (32)  U-2 
Grass  Range-Jordan 
S-RS  342  (10)  13.704 

Arrow  Creek  - Brooks 
EHS-F  9999  (50)  51.0 

U.  S.  Hwy  87 

EHS-F  9999  (59)  136.  1 

Mont.  Hwys.  22  & 200 


Joe  Mayo  & Son  Inc. 
$2,125,326.11 
F.  L.  Flynn  & Co. 
$70,000.65 

Schultz  & Meyer  Const. 

$743,990.57 

R.  C.  Schmoll 

$19,  920.  70 

Western  Sign  Corp. 

$54,  530.  70 


$494,191.97 
$12,727.64 
$56, 922. 10 
$16,  793.82 


Total  for  Lewistown  Division  - 53-30 


$580,635.53 


GRAND  TOTAL  STATEWIDE 


$87,321,654.62 


G,  Agg.  Surf.  ,PMBS 
Fencing  & Signing 

7/1/71 

270  Cal 
Days 

7/12/71 

Good  45 

81 

Rev.  & Lengthen  Str. 

9/1/71 

150  Cal 
Days 

9/22/71 

COMP.  7/18/72 

G,  PMBB,  PMBS  & 

Sign 

3/27/72 

250  Cal 
Days 

5/2/72 

Fair  119 

28 

Structure 

4/27/72 

90  Cal 
Days 

6/12/72 

Good  6 

54 

PMB  Overlay,  Shoulder 
Widening  & Signing 

4/27/72 

180  Cal 
Days 

5/31/72 

Fair  17 

12 

Signing  & Delineation 

3/27/72 

120  Cal 
Days 

6/12/72 

COMP.  7/5/72 

Signing 

4/27/72 

120  Cal 
Days 

NOT  STARTED 

u 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - August  31,  1972 

PC  1C 

Project  Number 

Contractor  &. 

Contr.  Payments 

Contract 

Date 

Work 

Pro- 

Men 

% 

& Location  Mileage 

Bid  Price 

to  Date 

Type  of  Work 

Awarded 

Comp. 

Began 

;jress 

Empl. 

Comp. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36  (7)  U-90  5.011  Helena  Sand  & Gravel 

$23,855.88 

Plant  Mix  Surface  Overlay  7/16/71 

90  Cal 

9/13/71 

10 

Helmville-No. 

I 90-1  (48)  0 U-1  4.245 

$105,569.  13 

Goodfellow  Bros. 

$3,134,267.23 

G,  Agg.  Surf.  , PMB  Base 

9/30/70 

Days 

330  Cal 

11/4/70 

120 

78 

Lookout  Pass-E. 

I 90-1  (48)  0 U-2 

$4,008,513.  17 

Mahnomen  Pile  D & E 

$442,984.  11 

Structures 

9/30/70 

Days 

6/30/72 

3/19/71 

COMP. 

8/3/72 

Lookout  Pass-E. 

I- IG  90-1  (49)  4 U-1  6.708 

$454,854. 92 

Goodfellow  Bros. 

$3,385,130.04 

G,Agg.Surf.  , PMB 

12/1/70 

350  Cal 

3/30/71 

Fair 

43 

69 

Saltese-W. 

I- IG  90-1  (49)  4 U-2  --- 

$4,607,542.80 

Waddell  Const. 

$360,016.64 

& Structures 

Structures 

12/1/70 

Days 

360  Cal 

3/15/71 

13 

87 

Saltese-W. 

I-IG  90-1  (49)4  U-3  --- 

$563,940.  80 

Max  J.  Kuney  Co. 

$386,504. 15 

4 Lane  Structure 

2/23/71 

Days 

300  Cal 

4/19/71 

9 

78 

Saltese-W. 

I 90-1  (50)16  U-2  0.044 

$536,022.  15 

Max  J.  Kuney  Co. 

$206,437. 70 

Structures 

12/16/71 

Days 

225  Cal 

3/22/72 

Poor 

18 

65 

& I 90-1  (52)11  U-2 

$312,805.00 

Days 

DeBorgia- East  & West 

Saltese-Haugan 

1 90-1  (76)4 

Federal  Const.  Co. 

$18,544.66 

Dual  Rest  Area 

5/26/71 

210  Cal 

8/10/71 

-- 

6 

22 

Saltese-West 

I 90-2  (32)120  U-1  8.908 

$125,475.  75 

Washington  Const. 

$4,412,464.  73 

G,  Agg.  Surf.  , PMB 

12/16/69 

Days 

360  Cal 

1/12/70 

__ 

10 

91 

Clinton- E.  & W. 

I 90-2  (32)  120  U-3  8.908 

$4,235,063.09 

Fred  Strandberg 

$60, 121.  82 

PMBS,  Sign,  Seed 

Comf.  Sta.  & Forest  Serv.  Rd. 
Fencing  12/1/69 

Days 

30  Cal 

3/27/70 

3 

50 

Clinton- E.  & W. 

I 90-2  (33)129  U-1  6.474 

$68,784.20 

Washington  Const. 

$3,606,121.94 

G,  Agg.  Surf.  , PMB 

7/1/69 

Days 

400  Cal 

8/4/69 

99 

& I 90-3  (15)132  U-1 

$3,241,826.29 

Sign  & Dual  Overpass 

Days 

Beavertail-E.  & W. 

I 90-2  (33)  129  U-2  6.474 

Granite  Const. 

$46,077. 73 

Fencing 

7/1/69 

30  Cal 

9/23/69 

COMP. 

8/18/72 

& I 90-3  (15)132  U-2 

$49,748.  90 

Days 

Beavertail-E.  & W. 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 

Missoula  - 11-30  (Cont'd) 


1 90-2  (35)85  0-1  10.170 

Peter  Kiewit  Sons' 

$4, 605, 788. ( 

Frenchtown- E.  & W. 

$4, 185,224. 50 

1 90-2  (35)85  0-2  10.170 

Pipestone  Const. 

$87,144.75 

Frenchtown- E.  & W. 

$96,276.69 

EHS  1 90-2  (55)95  0-2  25.253 

Stillwell-Gerard  Const. 

--- 

Msla.  -W.  -CLinton-W. 

$734,321.64 

1 90-3  (33)  143  0-1  --- 

Skinner  Enterprises 

$190,474.01 

Bear  mouth  W.  & E. 

$199,743. 35 

EHS  1 90-3(35)151  17.3 

Skinner  Enterprises 

--- 

& 1 90-3  (36)  155 

$361,030.  76 

Drummond  W.  -Deer  Lodge  So. 

& Drummond  Interchange 

S 169  (4)  & City  0.360 

Sletten  Const.  Co. 

$342,484.26 

Proj.  12S-406 

$1,352,510.65  (State) 

SMP  3299-72 

Frank  V.  Boron! 

$19, 150.  00 

Various  Roads 

$150,237.50 

TOTAL  FOR  MISSOULA  DIVISION  - 11-30 $21,327,568,28 


DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


LSF  5-63  (1) 

Montana  Sign  Supply 

--- 

St.  Ignatius- Pablo 

$56,010.  08 

EHS-RF  63  (15) 

0.388 

Konda  Const.  Co. 

$125,084.61 

St  Ignatius-Pablo 

$126,977.21 

S 157  (5) 

4.771 

Krahng  & Nelson 

$426,258.60 

KaUspell-  Lupfer 

$537,472.01 

0 191  (33) 

0.257 

Sandon  Const.  Co. 

$106,314. 17 

Pablo-  Kalispell 

$249,976.22 

S 221  (5) 

3.482 

Washington  Const. 

$433,159.23 

Thompson  Falls-W. 

$683,668. 99 

S-RS  306  (12) 

9.544 

Schultz  & Lindsay 

... 

Round  Butte- Ronan  Rd. 

$277,026.00 

) 


G,  Agg.Surf.  ,Cem.Trtd. 
Base,  PC  Cone.  Pav. , 
PMBS,  Signing  & Dual 
Weigh  Sta. 

11/21/69 

400  Cal 
Days 

12/12/69 

97 

Fencing 

11/21/69 

30  Cal 

Days 

3/29/70 

COMP.  8/19/72 

Safety  Correction 

3/27/72 

150  Cal 
Days 

6/22/72 

30 

65 

Dual  Rest  Area  & 
Structure 

7/1/71 

150  Cal 
Days 

9/22/71 

1 

99 

Guard  Rail  reset  & 
related  items 

7/27/72 

60  Cal 

Days 

8/28/72 

4 

G,  Agg.Surf.  ,PMBS 
& Brs. 

10/11/71 

425  Cal 
Days 

12/2/71 

26 

34 

Crush  & Stockpile 

5/22/72 

90  Cal 

Days 

7/12/72 

Good  5 

29 

Comfort  Stations 

7/27/72 

60  Cal 

Days 

NOT  STARTED 

G,  Agg.Surf.,  & Rd. 

Mix  Surf. 

12/16/71 

100  Cal 
Days 

3/6/72 

■■ 

90 

G , Agg.  Surf.  , PMBS 
& Cover 

1/25/71 

180  Cal 
Days 

2/22/71 

Fair 

25 

90 

G,  Agg.  Surf.  , Cement 
Tr.  Base  & Portland 
Cement  Cone.  Paving 

12/16/71 

130  Cal 
Days 

3/27/72 

Good 

10 

63 

G & Crush  Base 

Surf. 

6/23/70 

200  Cal 
Days 

7/30/70 

Good 

35 

Plant  Mix  Overlay  & 
Signing 

3/27/72 

120  Cal 
Days 

7/5/72 

Good 

91 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 
Kalispell  - 12-30  (Cont'd) 

EPS-S-RS  334  (5)  U- 1 1.307 

Columbia  Falls-Polebridge  - 
Canadian  Line 
EPS-S-RS  334(5)U-2  0.070 
Columbia  Falls-Polebridge - 
Canadian  Line 
EHS-F-RF  9999(57)L-  1 
L.  S,  Hwys  2 L 93  5.  26 

Kalispell  & Whitelish 

TOTAL  FOR  KALISPELL  DIVISION  - 12-30 


DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


I 15-  1 (30)75  U-1 

10. 192 

Hllde  Const.  Co. 

Apex- Browns  Bridge 

$3,  161,029.  27 

I 25-1(30)  75  U-2 

... 

Cop  Const.  Co. 

Apex- Browns  Bridge 

$289,  747. 07 

I 15-1  (49)62  U-2 

--- 

Cop  Const.  Co. 

Dillon- North 

$132,509.30 

I 15-1  (49)  62  U-3 

0.027 

Cop  Const.  Co. 

Dillon- North 

$369,348.49 

I 15-  1(50)85  U-1 

2.  455 

Washington  Const. 

Browns  Bridge- No. 

$1,816,329.49 

I-IG  15-1(50)85  U-2 

0.  105 

M.  Morrin  & Sons  Co. 

Browns  Bridge- No. 

$917,400.43 

I 15-1(55)87  U-1  & 

8.693 

McIntyre  & S.  Birch 

I 15-2(29)  93  U-1 

$3,474,590.  13 

Melrose- S & Melrose- N. 

I 15-1(55)87  U-2  & 

0.038 

W.  P.  Roscoe  Co. 

I 15-2  (29)  93  U-2 

$435, 784. 53 

Melrose-S  & Melrose-N 

115-1  (56)  85 

W.  P.  Roscoe  Co.  & 

Big  Hole  River 

McLaughlin  Const. 
$799,889.40 

I15-l(5/)85,  1 15-1(58) 

McIntyre  Const.  Co.  & 

64  & I 15-1(59)75 

23.084 

S.  Birch 

Browns  Br. -N. , Dlllon- 
Apex  & Apex- Browns  Br. 


M & S Const. 

$522, 117. 95 

Sletten  Const.  Co. 
$457,  492.  87 

Midland  Electric  Co. 
$219, 042. 10 


$409,490.49 

$284, 255. 61 

$45,377.30 

$1,829,940.01 

$3,278,069.42 
$287,788.57 
$129,  106. 70 
$130,  987. 79 
$1,971,939.77 
$684,  911. 84 
$825, 203.  11 

$74,278.  73 

$745,436.23 

$208,871. 50 


G,  Agg.Surf.  ,PMBB 
& PMBS 

10/22/71 

270  Gal 
Days 

4/17/72 

Fail- 

10 

89 

Structure 

10/22/71 

240  Cal 
Days 

3/13/72 

Good 

10 

70 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72 

Good 

14 

40 

Grading  & Fencing 

5/26/71 

275  Cal 
Days 

6/21/71 

16 

99 

Structures 

5/26/71 

240  Cal 
Days 

7/19/71 

COMP. 

8/2/72 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

■■ 

89 

Structure 

■l/lii/Tl 

250  Cal 
Days 

3/13/72 

Good 

9 

55 

G,  Fencing  & Rel  Items 

7/1/71 

250  Cal 
Days 

9/27/71 

Structure 

1 nt/li 

300  Cal 
Days 

9/13/71 

Good 

17 

79 

G,  Agg.  Surf.  , PMBB 

PMBS,  Fencing  K Sign 

1/27/72 

300  Cal 
Days 

3/27/72 

52 

29 

Structures 

1/27/72 

250  Cal 
Days 

4/27/72 

Fair 

13 

20 

Dual  Structure 

7/1/71 

350  Cal 
Days 

7/22/71 

Good 

9 

98 

Agg.  Surf.  , PMBB,  PMBS 

Ik  Signing 

5/22/72 

300  Cal 
Days 

6/20/72 

-- 

62 

14 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 

Butte  - 21-30  (Cont'd) 


LSI  I 15-2  (1)  127 

Butte  Streets 

Jim  Gilman  Exc.Inc. 
$288,715.24 

$102,232.97 

I 15-2  (33)96  U-1  & 6.420 

F-RF  43(28)  U-1 

Washington  Const. 
$2,262,869.  12 

Divide  - South  & 

Wisdom- Divide  Rd. 

I 15-2  (33)  96  U-2 

Divide  - South  Rd. 

F & S Contracting  Co. 
$352,742.79 

— 

I 15-3(20)  155  U-1  6.847 

Boulder  Hill- South 

Schultz  & Lindsay 
$4,689,026.  16 

$2,879,787.78 

I 15-3(20)155  U-2  0.030 

Boulder  Hill- South 

Huckaba  Const. 
$469,837.84 

$297,075.25 

EMP-I  15-3(21)162  U-1 

Boulder  Hill-No.  5.515 

Goodfellow  Bros. 
$4,800,279.27 

$3, 129,209.  68 

BMP  I 15-3(32)162  U-2 

Boulder  Hill- No.  0.015 

Riklin  Const.  & Phil 

R.  Blessinger 
$131,365.23 

1 15-3(27)  162  5.515 

Boulder  Hi  11- North 

McIntyre  Const.  & 

S.  Birch 
$1,207,008.03 

I 15-4(44)  202  6. 133 

Helena  Hill-Sieben  Interch. 

Washington  Const. 
$1,234,500.  72 

$1,210,792.30 

CJF  77  (1) 

Townsend- Helena 

Skinner  Enterprises 
$10,936.00 

— 

I 90-3(23)  166  U-1  5.995 

Gold  Creek- East 

Crick  Co. 

$4,200,820.27 

$3,290,323.52 

I 90-3  (23)166  U-2  0.074 

Gold  Creek- East 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$533,222.49 

$373, 165.65 

I 90-3(23)166  U-3  & 

I 90-3(33)  143  U-2 

Nelson  Lndscp.  Serv. 
$24,765.00 

$10, 165.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

I 90-3(32)  179  U-1  7.091 

Deer  Lodge-No.  & So. 

N.  F.T.Inc.  & Associates 
$1,169,186.29 

— 

Lndscp.  & Rel  work 

3/27/72 

180  Cal 
Days 

5/1/72 

60 

G,  Fencing  & Rel  items 

8,  11/72 

240  Cal 
Days 

NOT  STARTED 

Structures 

8/11/72 

210  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf.  , PMS, 

11/30/71 

300  Cal 

3/13/72 

82 

65 

Fencing  Ki  Sign 

Days 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

10 

53 

G & Rel  items 

10/22/71 

350  Cal 
Days 

11/18/71 

150 

70 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STARTED 

Agg.  Surf.  , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Sign 

Days 

G,  Agg.  Surf.  ,PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

-- 

99 

Junkyard  Screening 

7/27/72 

45  Cal 

Days 

9/7/72 

G,  Agg.  Surf.  , PMS 

6/1/71 

330  Cal 

7/1/71 

130 

74 

Fencing,  Sign,  Dual 

Rest  Area  & Structure 

Days 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  Good 

20 

83 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

5/1/72 

-- 

-- 

G,  Agg.  Surf. , PMBS 

7/27/72 

270  Cal 

8/24/72 

& Lighting 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 

Butte  - 21-30  (Coin'd) 


I 90-3  (32)  179  U-1 

Deer  Lodge  No.  & So. 

Riklln  Const.  Co.  & 
Phil  R.  Bles singer 
$298, 177. 14 

Structures 

7/27/72 

220  Cal 
Days 

8/29/72 

T 9058  (1) 

Helena  St.  & Intersections 

Skinner  Enterprises 
$96,970.  36 

$85,016.37 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 

Days 

10/5/71 

3 

96 

TOTAL  FOR  BUTTE  DIVISION  - 21-30 $19,714,362. 18 


DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-7  (24)374  U-1  13.701 

& I 90-8  (62)  388 

Washington  Const. 
$5,079,801.40 

$4,553,430.30 

G,Agg.Surf.  ,PMBS 

Sign. , Seed.  , & Lighting 

9/15/70 

400  Cal 
Days 

10/20/70 

Good  51 

88 

GreycLi£f-E.  & Reedpoint-W. 

I 90-7(24)374  U-3  13.408 

GreycLLff-  E. 

Williams  Const. 
$78,067.30 

$74, 135,68 

Fencing 

9/15/70 

30  Cal 

Days 

10/15/70 

94 

I 90-7  (30)  377  U-1 

Greycliff-  E. 

Skinner  Enterprises 
$196,496.  70 

$182,489.40 

Dual  Rest  Area 

7/1/71 

150  Cal 
Days 

8/10/71 

99 

1 90-7  (30)  377  U-2 

Greycliff  - E. 

Papp  Landscaping 
$5, 164.00 

Lndscp.  Rest  Area 

1/27/72 

11/1/72 

NOT  STARTED 

EHS  1 90-7  (33)327  14.288 

Livingston- E &W 

Lewis  Const.  Co. 

$523, 119. 55 

$47,757.65 

Safety  Corrections 

5/22/72 

120  Cal 
Days 

6/20/72 

Fair  47 

30 

F-RF  239  (18)  8.381 

Wilsall-White  Sulphur 

N.F.T.  Inc.  & Assoc. 
$1,059,178.70 

G , Agg.  Surf.  , PMBB 

PMBS,  Fenc.  & Sign 

7/27/72 

250  Cal 
Days 

8/22/72 

9 

Springs 

S-RS  370  (19)  6.746 

Bozeman- Wilsall 

Brasel  & Sims  Const. 
$738,125.59 

$171,483. 73 

G & Agg.  Surf. 

12/1/71 

250  Cal 
Days 

5/24/72 

Good  55 

43 

F 9999  (38)  U-1 

No.  7th  Ave.  & Durston 

Yellowstone  Electric 
$15,412.  76 

$15,341.80 

Traffic  Signals 

12/1/71 

45  Cal 

Days 

5/2/72 

COMP.  8/11/72 

Rd.  - Peach  St. 

TOTAL  FOR  BOZEMAN  DIVISION  - 22-30 


$5,044,638.56 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALl^  - 31- 

-30 

AD  15  (5)  2.435 

Maronick  Const. 

$16,764.35 

Access  Road 

$90,739.01 

I 15-5  (57)280  U-1  10.082 

Peter  Kiewit  Sons' 

$2,365,837.82 

Vaughn-No. 

$3,780,299.64 

[ 15-5  (57)280  U-2  0.050 

Cop  Const. 

$335,704.05 

Vaughn-No. 

$532,215. 26 

[ 15-6  (17)291  U-1  7.752 

McIntyre  Const.  Co. 

$2,542,964.31 

Power  No.  & So. 

& S.  Birch 

I 15-6  (17)  291  U-2 

$2,958,442.  19 

Cop  Const.  Co. 

$280,608.08 

Power  No.  & So. 

$311,731.24 

I- IG  15-7(13)323  U-1  9.641 

Zook  Bros. 

$3,123,104.97 

& F 211  (15) 

$3,279,333.49 

Conrad-N  & S & Vaughn-Conrad 

1-IG  15-7(13)323  U-2  8.991 

0 & K Const. 

$44,477.  87 

Conrad  No.  & So. 

$45,591.02 

I 15-7  (14)  331  & 11.390 

Peter  Kiewit  Sons' 

$3,217,844.38 

S 357  (11) 

$3,  125,674.20 

Valier  Jct.-N  & S & Valier  E. 

I-IG  15-7(15)323  & 9.641 

Zook  Bros . 

$2,518,345.34 

RF  211  (16) 

$2,657,940.  69 

Conrad-N  & S & Vaughn-Conrad 

A-SI 17(1)  U-1  6.539 

Zook  Bros. 

$259,266. 15 

Brady-North 

$268,571.45 

A-SI  17(1)  U-2  0.005 

Feldman- Murphy  Const. 

$42,032.49 

Brady  - North 

$43,542.  74 

S-RS  90  (5)  6.45 

Zook  Bros. 

$75,478. 10 

Dutton-  East 

$601,311.  70 

EHS-T  9052(3),  (4)  & (5) 

Lewis  Const.  Co. 

$92,397.64 

Var.  Intersections-Gt.  Falls 

$206,397.80 

EHS-T  9052  (6) 

Utility  Builders  Inc. 

--- 

Park  Drive-Gt.  Falls 

$154,249.96 

EHS-T  9052  (7)  & (8) 

Cascade  Electric  Co. 

--- 

City  of  Gt.  Falls 

$82,346. 11 

F 9999  (24)  122.0 

Watters  Const.  Co. 

$52,292. 18 

U.S.  Hwys.  87  & 89 

$57,140.80 

& Mont.  Hwys  21  & 200 


( 


Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

25 

G , Agg . Surf.  , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Good 

73 

68 

Structures 

7/1/71 

300  Cal 
Days 

8/26/71 

Fair 

24 

71 

G,  Agg.  Surf.  ,PMB 

PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Good 

70 

82 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

Fair 

6 

93 

G,  Rel  Items  & 
Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

93 

Fencing 

7/29/70 

30  Cal 

Days 

10/8/70 

-- 

-- 

92 

Agg.  Surf.  , PMBS  & 
Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

Fair 

4 

97 

Agg.  Surf. , PMBS  & 
Signing 

3/30/71 

90  Cal 

Days 

9/13/71 

Fair 

45 

92 

G,  Agg.  Surf.  , PMBB 
Cover  & Sign 

2/18/72 

120  Cal 
Days 

4/11/72 

Poor 

30 

93 

Structure 

3/27/72 

90  Cal 

Days 

4/27/72 

COMP. 

8/3/72 

G,  Agg.  Surf.  , PMB 

4/27/72 

180  Cal 
Days 

5/31/72 

Poor 

22 

23 

T raf . Cont.  Devices 
& Guard  Rail 

Cone.  Paving,  Sign.  , 
Signals 

3/27/72 

7/27/72 

120  Cal 
Days 

90  Cal 

Days 

5/8/72  Good 

NOT  STARTED 

11 

59 

Traf.  Cont.  Devices 

6/19/72 

90  Cal 

Days 

8/23/72 

Fair 

2 

3 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

5/3/72 

Fair 

2 

95 
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MONTHLY  CONSTRUCTION  REPORT  - Z/Zllll 

, Great  Falls  - 31-30  (Cont'd) 


EHS  F 9999  (45)  102.5 

Western  Sign  Corp. 

$87,962.26 

Sign,  Delineation  & 

12/16/71 

150  Cal 

4/28/72 

COMP. 

9/6/72 

U.  S.  Hwys  89,  91  & 287 

$87,  159.  94 

Traffic  Signals 

Days 

TOTAL  FOR  GREAT  FALLS  DIVISION  - 31-30 

$15,055,079.99 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 

V-SI  16  (1)  16.551 

Peter  Kiewit  Sons' 

$706,218.27 

G,Agg.Surf.  ,PMBB, 

2/18/72 

150  Cal 

3/24/72 

Good 

22 

90 

Shelby-  Southeast 

$660,521.20 

Cover  & Signing 

Days 

F 66  (7),  F 221(4)  0.  792 

Nilson- Smith  Const. 

$449,487.61 

G,  Stab.  Top  Surf.  , 

9/7/71 

200  Cal 

9/29/71 

COMP. 

8/7/72 

& City  Proj.  4-24-69 

$509,602.96 

PMS,  Br.  Widening  & 

Days 

Chinook-W.  1st  St.  , 

Chinook  Streets 

Sign 

F-RF  101  (9)  7.314 

Baltrusch  Const.  & Aff. 

--- 

PMB  Overlay 

7/27/72 

no  Cal 

NOT  STARTED 

Zurich  - Harlem 

$241,935.45 

Days 

3- RS  193  (13)  3.758 

Zook  Bros. 

... 

G,  Agg.  Surf. , PMS, 

8/23/72 

180  Cal 

NOT  STARTED 

Valier-Cut  Bank 

$347,867.  15 

Fence  & Signing 

Days 

F RF  220  (12)  & 3.501 

Schultz  & Lindsay 

$495,006.29 

G,  Agg.  Surf.  , PMS  & 

12/1/71 

180  Cal 

4/11/72 

-- 

4 

72 

S-RS  193  (12) 

Cut  Bank-W.  & Valier- 

Cut  Bank 

$679,814.30 

Fence 

Days 

F-RF  226  (1)  U- 90  11.641 

Zook  Bros. 

... 

G,  Agg.  Surf.  , PMBB 

4/27/72 

90  Cal 

7/28/72 

Poor 

18 

2 

E.  Glacier- Kiowa  Jet. 

$301, 181.28 

PMBS  & Traf.  Cont.  Devices 

Days 

3 237  (9)U-1  5.101 

Nilson-Smith  Const. 

$446,319. 25 

G,  Agg.  Surf.  , PMB  & 

5/24/71 

240  Cal 

6/16/71 

COMP. 

9/1/72 

Oilmont-  East 

$458,995. 86 

Signing 

Days 

5-RS  237  (10)  U-1  5.926 

Zook  Bros.  Const.  Co. 

... 

G,  Agg.  Surf.  , PMB,  Seal 

8/23/72 

210  Cal 

NOT  STARTED 

Oilmont-  East 

$626,883.26 

Fence  & Signing 

Days 

3 301(17)  0.161 

Sletten  Const.  Co. 

$76,  141.42 

Structures  & Approaches 

5/22/72 

270  Cal 

7/11/72 

Good 

11 

12 

Havre- Canadian  Line 

$788,931.81 

Days 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

$9,485.16 

Sign  & Delineation  & 

1/27/72 

60  Cal 

4/26/72 

-- 

-- 

12 

U.S.  Hwys  89  & 2 
& Mont.  49 

$86,612. 05 

Traffic  Signals 

Days 

TOTAL  FOR  HAVRE  DIVISION  - 32-30 

$2, 182,658.00 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 
DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


F 86  (37) 

12.247 

Richardson  Gonst. 

$880,319.31 

Plevna- West 

$875,573.78 

I 94-4  (29)  153 

23.435 

Zook  Bros. 

$2,295,688.21 

I 94-5  (11)  166  U-5 

& 

$2,326,928.  11 

I 94-5  (13)  160 

Prairie  Co.  Line-E 

& W & 

Terry- W. 

I 94-5  (16)  173 

Midland  Electric  Co. 

--- 

Terry-West  Interch. 

$26,747.00 

I 94-6  (32)191  U-1 

5.791 

Wm.  Clairmont,  Inc. 

$1,020,410.  18 

Dawson  Co.  Line-E. 

$2,282,877.49 

I 94-6  (21)  191  U-2 

0.011 

Schultz  & Lindsay 

$127,779.56 

Dawson  Co.  Line-E 

$247,677.54 

I 94-6(22)197  U-1 

6.823 

Wm.  Clairmont,  Inc. 

$728,510.20 

Milepost  197  - E. 

$2,266,395.58 

I 94-6  (22)  197  U-2 

Walter  Mackin  & Son 

$59,800.56 

Milepost  197  - E. 

$187,851.80 

EHS-I  94-7(9)233  PS  U-1 

Hilde  Const.  Co. 

$400,159.23 

Wibaux  E & W. 

15.280 

$3,695,120.03 

I 94-7  (10)233 

0.072 

Schultz  & Meyer  Const. 

$9,196.00 

Wibaux  - E.  & W. 

$656,852.39 

S-RS  128  (9)  U-1 

8.  968 

Joe  Mayo  & Son  Inc. 

$739,236.23 

Wibaux  - Sidney 

$675,754.49 

S-RS  128  (13) 

8.968 

Schultz  & Meyer  Const. 

--- 

Wibaux  - Sidney 

$341,718.70 

F-RF  245  (24)  U-1 

10. 181 

Schultz  & Meyer  Const. 

$58,144.60 

G lendive-  Sidney 

$2,554,731.55 

F-RF  245  (24)  U-2 

F.  L.  Flynn  & Co. 

$24,336.72 

Glendive-  Sidney 

$130,969.65 

F-RF  245  (24)  U-3 

0.017 

F.  L.  Flynn  & Co. 

--- 

Glendive  - Sidney 

$168,091.96 

TOTAL  FOR  GLENDIVE  DIVISION  - 41-30 $6,343,580,80 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POLNT  - 42-30 


F-RF  152  (11)  U-1 
Harlem-Dodson 


7.454 


Nilson-Smith  Const. 
$1,319,230.66 


$1,024,680.81 


PMBS  & Bridges 

9/29/70 

140  Cal 
Days 

11/9/70  COMP.  8/11/72 

Agg.Surf.  ,PMBS  & 
Signing 

6/25/70 

275  Cal 
Days 

10/7/70 

99 

Partial  Lighting 

8/11/72 

30  Cal 

Days 

NOT  STARTED 

G,  Agg.  Surf.  , PIVIB 

PMS,  Fencing  & Sign 

12/1/71 

300  Cal 
Days 

4/4/72  Good  32 

53 

Structures 

12/16/71 

210  Cal 
Days 

3/17/72  Good  21 

74 

G,  Agg.Surf.  ,PMBB 
PMBS  & Sign  & Fence 

4/27/72 

300  Cal 
Days 

5/17/72  Poor  40 

30 

Structure 

4/27/72 

150  Cal 
Days 

6/29/72  Fair  9 

30 

G , Agg . Surf.  , PMS 
& Interch.  Light 

1/6/72 

360  Cal 
Days 

5/3/72  Good  55 

18 

Structures 

5/22/72 

310  Cal 
Days 

7/7/72  Good  14 

10 

G & Rel  Items 

7/27/71 

200  Cal 
Days 

10/7/71  COMP.  8/9/72 

Agg.  Surf. , PMBB  & 
Signing 

7/27/72 

120  Cal 
Days 

NOT  STARTED 

G,Agg.  Surf. , PMBB 
PMBS  &Traf.Cont. 
Devices 

4/27/72 

210  Cal 
Days 

6/19/72  --  37 

7 

Structure 

4/27/72 

130  Cal 
Days 

8/15/72  Good  6 

12 

Structure 

7/27/72 

130  Cal 
Days 

NOT  STARTED 

G.  Agg.Surf.  ,PMBB  7/1/71  360  Cal  8/9/71  Good  36 

& Signing  Days 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 
Wolf  Point  - 42-30  (Cont'd) 


5 202  (1)0-90  7.466 

Brockton- North 

5 239  (4)  8.003 

Nashua-North 

5 415(5),  RS  416(4)  14.362 

6 S-RS  417  (6) 

Med.  Lake-E.,  Dagmar- 
Coalridge- Me  Elroy  & Antelope- 
Coalridge 


Gus  M.  Albert 
$122,623.53 
Gus  M.  Albert 
$194, 707. 24 
Gus  M.  Albert 
$480, 139.30 


5MP  2899-72 
Various  Roads 
EHS-F  9999  (30)  144.5 

U.S.  Hwys  #2  & 191 


EHS  F 9999  (49) 
Mont.  Hwys.  13, 
EHS-F  9999  (65) 
Various  Roads 


137.2 
24  & 200 

129.3 


Konda  Const.  Inc. 
$167,040.00 
Western  Sign  Corp. 
$89,160.77 
Western  Sign  Corp. 
$38,092.  90 
UtiUty  Builders 
$80, 161.  68 


TOTAL  FOR  WOLF  POINT  DIVISION  - 42-30 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


F 53(16)  & F 230  (12) 
Billings-N.  E. , Billings 
Fairgounds  -Northeast 
[ 90-8(52)  396  U-1  13.336 

I 90-8  (63)406  U-1  & 

F 408  (3) 


Yellowstone  Electric 
$138,867.08 

Schultz  & Lindsay 
$6,846,354.  10 


Columbus  - E & W & 9th  St. 
Spur-Columbus 
1 90-8  (52)396  U- 3 10.302 

& I 90-8  (63)406  U-3 
Columbus- E.  & W. 

[ 90-8  (67)  461  U-1  10.282 

& I 90-8  (67)461  U-2 
Big  Horn  Co.  Line-W. 

(East  & West  Sections) 


Granite  Const. 
$73,300.08 

Hilde  Const. 
$1,471,959.28 


$117,819.85 

$287,606.55 


$70,890.00 

$56,177.70 


$1,557,174.91 


$89,818.54 

$6,885,107.31 


$80,019.80 

$1,328,271.74 


PMB  Overlay 

lllb/li 

150  Cal 
Days 

9/3/71 

- - 

98 

Agg.  Surf.  & PMBB 
& Signing 

7/1/71 

180  Cal 
Days 

8/19/71 

COMP.  8/17/72 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 
Days 

8/17/72 

Good  23 

2 

Crush  & Stockpile 

2/18/72 

120  Cal 
Days 

6/19/72 

Poor 

8 

68 

Sign  & Delineation 

12/16/71 

180  Cal 
Days 

6/19/72 

Good 

2 

94 

Sign  & Delineation 

Signing,  Signals  & 
Lights 

1/27/72 

8/11/72 

180  Cal 
Days 

30  Cal 

Days 

8/28/72 

NOT  STAR!  ED 

5 

11 

Lighting 

12/7/71 

90  Cal 

Days 

4/19/72  --  5 

65 

G,  Agg.  Surf.  ,PMBS 

3/26/70 

500  Cal 

4/13/70 

99 

& Signing 

Days 

Fencing 

4/29/70 

30  Cal 

Days 

5/25/70  COMP.  8/2/72 

Agg.  Surf.  , & PMBS 

2/23/71 

120  Cal 
Days 

5/20/71  --  6 

99 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 

Billings  - 51-30  (Cont'd) 


1 90-8  (68)  418  & 

I 90-9  (39)  476 

Park  City-\V  & Big  Horn  Co. 

Line  - E. 

1 90-8  (68)  418  U-2 
1 90-9  (39)  476  U-2  & 

I 94-3(30)  105  U-2 
Park  Cicy-W.  , Big  Horn  Co. 
Line-E.  & Rosebud  -E.  Section 
190-8  (69)455  & 29.358 

1 90-9  (41)  471 
Pinehill  & Big  Horn  Co. 

Line-W,  & Big  Horn  Co.  Line  E. 
1-lG  90-9  (26)  471  U-1  & 

1 90-8  (55)  455  U-5  13.  063 
Big  Horn  Co.  Line-E.  & 
Pinehill- Pryor  Creek 
MG  90-9  (26)  471  U-2  0.096 

Big  Horn  Co.  Line-E. 

I-IG  90-9  (26)  471  U-3  13.064 

Big  Horn  Co.  Line-E. 

1 94-1  (34)  46  U-2 
Custer  E.  & W.  (E.Sect.) 

F 107  (16)  & 7.014 

F 258  (15)  U-1 
Bridger- Laurel  & Wyo. 
Line-Bridger 
F 107  (17) 

Main  St.  -Bridger 
S 132  (6)  1.692 

BilUngs-So. 

F187(E)U-90  0.776 

Third  Street- Hardin 
FI  i88  (C)  U-90  1.644 

Crow  Agency  Frontage  Rd. 


Fred  Strandberg  Const. 
$463,802.50 


Papp  Landscaping 
$7,213.00 


Western  Sign  Corp. 
$164, 180. 97 


Wm.  Collins  & Sons 
& Tennefos  Const. 
$2,027,138.  11 

M.  Morrin  & Sons 
$760,889.05 
Empire  Sand  & Gravel 
& Wm.  Collins  & Sons 
$2,606,851.98 
F.  L.  Flynn  & Co. 
$165, 172.  75 
Francis  M.  Tindall 
$1,287,649.65 


Midland  Electric 
$12,924.08 
Sletten  Const. 
$1,601,063.25 
Empire  Sand  & Gravel 
$270,437.  80 
Empire  Sand  & Gravel 
$103,007.65 


$442,972.64 


$99,771.00 

$2,035,591.94 

$734,788.  93 
$1,270,325.  02 

$109,528.33 
$1,350,461.  17 

$11,414.  74 
$1,556,139.92 


Dual  Rest  Area 

7/17/71 

210  Cal 
Days 

8/27/71 

12 

96 

Lndscp  rest  areas 

1/27/72 

11/1/72 

NOT  STARTED 

Sign,  Delineation  & 

Sign  Lighting 

12/1/71 

10  Cal 

Days 

5/5/72 

4 

61 

G & Rel  Items  & 

Eros.  Cont.  Diversion 

11/24/70 

210  Cal 
Days 

3/9/71 

-- 

97 

Structures 

12/15/70 

280  Cal 
Days 

2/23/71 

Fair  6 

99 

Surf.  & PMBS 

1/26/71 

120  Cal 
Days 

8/12/71 

Good 

51 

Structure 

2/18/72 

150  Cal 
Days 

4/17/72 

Good  14 

86 

G,  Agg.Surf.  ,PMBB 

PMBS  & Signing 

7/30/70 

240  Cal 
Days 

10/9/70 

99 

Lighting 

1/27/72 

45  Cal 

Days 

5/1/72 

COMP.  7/27/72 

G , Agg.  Surf.  , PMBS  & 
Structures 

10/26/70 

425  Cal 
Days 

11/18/70 

Good  17 

98 

G,  Agg.  Surf.  ,PMBB, 

& PMBS 

7/27/72 

120  Cal 
Days 

NOT  STARTED 

Plant  Mix  Overlay,  G, 
Agg.  Surf. , & PMBS 

8/11/72 

120  Cal 
Days 

NOT  STARTED 
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MONTHLY  CONSTRUCTION  REPORT  - 8/31/72 
Billings  - 51-30  (Cont'd) 


S-RS  207  (8)  7.898 

Busby-Wyo.  Line 

Peter  Kiewic  Sons' 
$386,427. 75 

$367,784.96 

Grading  & rel.  items 

1/27/72 

200  Cal 
Days 

4/20/72 

15 

97 

F 230  (12)  U-2 

Billings  Faiigrounds- 
Northeast  Road 

Yellowstone  Electric 
$19,831.  28 

$17,721.  92 

Traffic  Signals 

1/27/72 

45  Cal 

Days 

6/9/72 

95 

SMP  0299-72 

Various 

Francis  M.  Tindall 
$112,043. 00 

$92,138.00 

Crush  & Stockpile 

1/27/72 

120  Cal 
Days 

4/17/72  Fair 

5 

90 

EHS-T  9010  (5) 

Poly  Dr.  & Virginia 
Lane-Billings 

Western  Sign  Corp. 
$34,663. 50 

Signing  & Traffic 

Signals 

2/18/72 

30  Cal 

Days 

7/28/72 

4 

30 

EHS-T  9010  (7)  & (8) 

Billings  Sc.  Intersections 

Yellowstone  Electric 
$192,  192.49 

$40,679.03 

Traf.  Cont.  Devices 

3/27/72 

150  Cal 
Days 

6/19/72 

7 

33 

TOTAL  FOR  BILLINGS  DIVISION  - 51-30 $16,512,534,99 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10)  5.694 

Brandenberg  - Garland  - 
Miles  City 

Gus  M.  Albert 
$196,252. 90 

$97,137.71 

Agg.  Surf. , PMBS  & 

Sign 

12/1/71 

150  Cal 
Days 

3/22/72 

40 

F-RF  86  (38)  0.118 

Miles  City-No.  Dak.  Line 
F-RF  86  (39)  6.280 

Miles  Cicy-No.  Dak.  Line 

Cop  Const.  Co. 
$549,672.49 

Hilde  Const.  Co.  Inc.  & 
Maronick  Const. 
$1,214,071.98 

$388,644.34 

Structure 

G,  Agg.  Surf.  , PMBB  & 
PMBS 

12/1/71 

8/11/72 

275  Cal 
Days 

220  Cal 
Days 

3/9/72  Good 

NOT  STARTED 

13 

73 

I 94-2  (18)  60  & 

I 94-3  (25)  76  U-1 

Hysham  E.  & W.  Access 

Rd.  & Rosebud  Co.  Line  E. 

R.  J.  Studer  & Sons 
$1,476,683.61 

G & Agg.  Surf. 

7/27/72 

270  Cal 
Days 

9/1/72 

I-IG  94-3  (24)  83  U-1  7.003 
Forsyth  - W. 

I 94-3  (25)  76  U-2  0.034 

Rosebud  Co.  Line-E. 

Hilde  Const. 
$1,393,024.56 

F.  L.  Flynn  & Co. 
$148,983.64 

$1,324,450. 13 

G,  Agg.  Surf. , PMBS  & 
Signing 

Structure 

8/27/70 

7/27/72 

300  Cal 
Days 

135  Cal 
Days 

11/4/70 

NOT  STARTED 

99 

I 94-3(30)  105  U-1 

Rosebud-  East  Section 

Crick  Co. 

$212,755.00 

$205,674. 34 

Dual  Rest  Area 

9/11/71 

150  Cal 
Days 

9/29/71  Poor 

99 
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vlONTHLY  CONSTRUCTION  REPORT  - ?,/2,\/12 

Miles  City  - 52-30  (Cont'd) 


. 94-4  (24)  136  U-1  10.938 

Wm.  Clairmont,  Inc. 

--- 

Miles  City- East 

$2,816,791.35 

[ 94-4  (27)  119  U-1  8.138 

Joe  Mayo  & Son  Inc. 

$1,489,352.  56 

Hathaway  - East 

8i  Richardson  Const. 

$1,571,225.85 

TOTAL  FOR  MILES  CITY  DIVISION  - 52-30 

$3,  505,259.  08 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53- 

30 

F-RF  256  (32)  U-1  11.848 

Joe  Mayo  & Son  Inc. 

$1,085,887.03 

Grass  Range  - Jordan 

$2,  125,326.  11 

F-RF  256  (32)  U-2 

F.  L.  Flynn  & Co. 

$40,045.64 

Grass  Range-Jordan 

$70,000.65 

3- RS  342  (10)  13.704 

Schultz  & Meyer  Const. 

$113,786.07 

Arrow  Creek  - Brooks 

$743,990.57 

EHS-F  9999  (59)  136.1 

Western  Sign  Corp. 

--- 

Mont.  Hwys.  22  & 200 

$54,530.70 

TOTAL  FOR  LEWISTOWN  DIVISION  - 53-30 

$1,239,718.  74 

GRAND  TOTAL  STATEWIDE 

$94,312,515.54 

G,  Agg.Surf.  ,PMBB, 

PMBS,  Sign.  , & Fencing 
G,Agg.Surf.  ,PMBS 
Fencing  & Signing 

7/27/72 

7/1/71 

300  Cal 
Days 

270  Cal 
Days 

9/6/72 

7/12/71 

Fair 

10 

95 

G,PMBB,  PMBS  & 

Sign 

3/27/72 

250  Cal 
Days 

5/2/72 

Fair 

115 

45 

Structure 

4/27/72 

90  Cal 

Days 

6/12/72 

Fair 

4 

96 

PMB  Overlay,  Shoulder 
Widening  & Signing 

4/27/72 

180  Cal 
Days 

5/31/72 

Good 

30 

30 

Signing 

4/27/72 

120  Cal 
Days 

8/30/72 

5 

4 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCT  ION  BUREAU 


MONTHLY  CONSTRUCT  ION  REPORT 

Month  Ending  - September  30,  1972 

DCLC  <3?7Q2i9'J‘^ 

Project  Number 

Contractor  ik 

Contr.  Payments 

Contract  Date  Work  Pro- 

Men 

% 

& Location 

Mileage  Bid  Price 

to  Date 

Type  of  Work 

Award  Comp.  Began  gress 

Empl. 

Comp. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 


S 36  (7)  U-90 
Helmville-No. 

5.011 

Helena  Sand  & Gravel 
$105,569.  13 

$23,855.88 

Plant  Mix  Surface  Overlay 

7/16/71 

90  Cal 

Days 

9/13/71 

88 

I 90-1  (48)  0 U-1 
Lookout  Pass-E. 

4.  245 

Goodfellow  Bros. 
$4,008,513.  17 

$3,737,351.16 

G,  Agg.  Surf.  , PMB  Base 

9/30/70 

330  Cal 
Days 

11/4/70 

50 

82 

I-IG  90-1  (49)4  U-1 
Saltese-W. 

6.  708 

Goodfellow  Bros. 
$4,607,542.  80 

$3,385,  130.04 

G,  Agg.  Surf.  , PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

Pool' 

25 

70 

I-IG  90-1  (49)  4 U-2 
Saltese-W. 

Waddell  Const. 
$563,940.80 

$466,661.  28 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

14 

93 

I-IG  90-1  (49)4  U-3 
Saltese  - W. 

— 

Max  J.  Kuney  Co. 
$536,022. 15 

$421,  152.  97 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

4/19/71 

81 

I 90-1  (50)16  U-2  0.044 

& I 90-1  (52)11  U-2 

DeBorgia- East  ik  West 

Max  J.  Kuney  Co. 
$312,805.00 

$220,087.22 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

Fair 

12 

86 

Saltese- Ha  ugan 

I 90-1  (76)  4 

Saltese- West 

Federal  Const.  Co. 
$125, 475. 75 

$25,669. 16 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

8 

25 

I 90-2  (32)120  U-1 
Clinton- E.  & W. 

8.  908 

Washington  Const. 
$4,235,063.09 

$4,500,311.23 

G , Agg.  Surf.  , PMB 

PMBS,  Sign,  Seed 

Comf.  Sta.  & Forest  Serv. 

12/16/69 

Rd. 

360  Cal 
Days 

1/12/70 

98 

I 90-2  (32)  120  U-3 
Clinton- E.  & W. 

8.  908 

Fred  Strandberg 
$68,784.20 

$61,261.54 

Fencing 

12/1/69 

30  Cal 

Days 

3/27/70 

80 

I 90-2  (33)129  U-1 
& 1 90-3  (15)132  U-1 

6.474 

Washington  Const. 
$3,241,826.29 

$3,689,280.65 

G,  Agg.  Surf.  , PMB 

Sign  & Dual  Overpass 

7/1/69 

400  Cal 
Days 

8/4/69 

99 

Beavertail- E.  & W. 

1 90-2  (35)85  U-1 
Frenchtown- E.  & W. 

10. 170 

Peter  Kiewit  Sons' 
$4,185,224.50 

$4,605,788.63 

G,  Agg.  Surf. , Gem.  Trtd. 
Base,  PC  Cone.  Pav. , 
PMBS,  Signing  & Dual 

11/21/69 

400  Cal 
Days 

12/12/69 

97 

Weigh  Sta. 
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MONTHLY  CONSTRUCTION  REPORT  - 9/30/72 
Missoula  - 11-30  (Cont'd) 


EHS  I 90-2  (55)95  U-2  25.253 
Msla.  -W.  -Clinton-W. 

I 90-2  (59)106 
East  Msla  Interchange 
I 90-3  (33)  143  U-1 
Bearmouth  W.  & E. 

EHS  I 90-3(35)  151  17.3 

& I 90-3(36)155 

Drummond  W.  -Deer  Lodge  So. 
& Drummond  Interchange 
S 169  (4)  & City  0.360 

Proj.  12S-406 
T 9081(4),  (5)  & (6)  --- 

City  of  Missoula 


Stillwell-Gerard  Const. 
5734,321.04 
Lewis  Const.  Co. 
$26,037.  80 
Skinner  Enterprises 
$199,743.35 
Skimier  Enterprises 
$361,030.76 


Sletten  Const.  Co. 

$1, 352,  510.  65(State) 
Cascade  Electric  Co. 
$39,379.  10 


SMP  3299-72  ---  Frank  V.  Boroni 

Various  Roads  $150,237.50 

TOTAL  FOR  MISSOULA  DIVISION  - 11-30 


DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


LSF  5-63  (1) 

Montana  Sign  Supply 

St.  Ignatius-Pablo 

$56,010.08 

EHS-RF  63  (15) 

0.  388 

Konda  Const.  Co. 

St.  Ignatius-Pablo 

$126,977.21 

S 157  (5) 

4.  771 

Kraling  & Nelson 

Kali  spell-  Lupfer 

$537,472.01 

U 191  (33) 

0.257 

Sandon  Const.  Co. 

Pablo- Kalispell 

$249,976.22 

S 221  (5) 

3.482 

Washington  Const. 

Thompson  Falls- W. 

$683,668.  99 

S-RS  306  (12) 

9.  544 

Schultz  Si  Lindsay 

Round  Butte- Ronan  Rd. 

$277,026.  00 

EPS-S-RS  334(5)U-1 

1.307 

M & S Const. 

Columbia  Falls-Polebridge- 

$522, 117. 95 

Canadian  Line 


$535,250.  74 

$195,510.56 

$461,947.37 

$48,434.57 

$22,377,693.00 


$125,084.61 

$546,797.77 

$158,422.42 

$574,273. 22 
$148,730.  87 
$469,241.  13 


Safety  Correction 

Lighting 

3/27/72 

9/26/72 

150  Cal 
Days 

30  Cal 

Days 

6/22/72 

NOT  STARTED 

20 

85 

Dual  Rest  Area  & 
Structure 

7/1/71 

150  Cal 
Days 

9/22/71 

99 

Guard  Rail  reset  & 

related  items 

7/27/72 

60  Cal 

Days 

8/28/72 

2 

G , Agg.  Surf.  , PMBS 

10/11/71 

425  Cal 

12/2/71 

23 

37 

& Brs. 

Days 

Signals 

9/26/72 

60  Cal 

Day.s 

i\OT  Sl'ARl  HD 

Crush  & Stockpile 

5/22/72 

90  Cal 

Days 

7/12/72  Goutl 

8 

49 

Comfort  Stations 

1/21/12 

60  Cal 

Days 

9/12/72 

■■ 

3 

7 

G,  Agg.  Surf.  , Si  Rd 

Mix  Surf. 

12/16/71 

100  Cal 
Days 

3/6/72 

96 

G,  Agg.  Surf. , PMBS 
& Cover 

1/25/71 

180  Cal 
Days 

2/22/71 

Fair 

10 

97 

G , Agg.  Surf.  , Cement 

Tr.  Base  Si  Portland 
Cement  Cone.  Paving 

12/16/71 

130  Cal 
Days 

3/27/72 

Good 

10 

78 

G & Crush  Base 

Surf. 

6/23/70 

200  Cal 
Days 

7/30/70 

■■ 

10 

87 

Plant  Mix  Overlay  Si 
Signing 

'i/21/12 

120  Cal 
Days 

7/5/72 

97 

G,  Agg.  Surf.  , PMBB 

Si  PMBS 

10/22/71 

270  Cal 
Days 

4/17/72 

Fair 

5 

90 

L 


n-  I ' ‘y; 


vi  ’ 


f: 


* .>ij  .3fctUj  3 
'"•■  .0),?  ' «■•  •)•lr)^>>S  !3  te'M.' j'li'", 

.r-y- . 
•iV  .Ot'ii , 1 dE^  ■ 


, ■ .''/D  . wnoO  (r‘j>isrli8 

.OJfi  ,Sc£<JI'? 
.<...’  -.1’ '-Jjj Cl 

Oi  ,!><?■? 
inoiofl  .> 

-CtS-Cj^N' 


“j  5 j -j  vd  JtipH 
■ C-ti*  1 

,ii  ^V/  r<''  .)!? 

'iS.' 

1?  »•_  i a '.  * ■ 

.x«i  vg6oi  ’'^vCl-  .'ff  (JiVjV'^rfir*(l 

■>3rsei4?i,a)riJ  t>rtt>ir.,-  .-  i J jj 

0 ' .'  JiD  i 


»1  ■(!»«; "Jit  i» 

9a>ii©S  9if'jr:.s’/ 


r'i-l  JAteT 


wol  I T :i;j«T?;;3iOD: 


■i’ 


■■•rjO,;.'c.  if  i;:.'.' 

■■•4  .i"SQ  ,'(H-i‘ 

.'.  C iSi'"  ' ‘-■•,(iO.‘. 

■miJ'i'A  is  jniit.  -'H 
ir  .S.'''J-,Tf;c^. 
•"'  . ; iwt.'icS 
■U-  .M'pjt'K-? 


'''i3  ^■ 

^{)  6a-e.'f'aj‘ . 
'6f,i  n ■.■at)  Ld 

in'.k  (£)'.'eifc-:. 

.•!‘}lC}I)J.  -Ud<|»;:)i'^ 

tciL.O 

•■‘AVs'.q 


0,.l  i 


If  llO'Jj|;'.i!'  -if/ 
i>a!f  0.1  / ■ ‘,liiii(:»2 
.-,•)••  •.'  2 i -li 


itoJ;  ■{.£)%?.£, 'a 

r<j>aq/»f‘4T  - 

no 

,fci,ft  -9»>€  boMIOiJf 

“ot;  .j  -e -?.H3 

-feWC?  IvOiilUjJoD 

ohtil  I'lOitvuaO 


If. 


■P"  1 


..w  • 


MONTHLY  CONSTRUCTION  REPORT  - 9/30/72 
Kalispell  - 12-30  (Cont'd) 


EPS-S-RS  334(5)U-2  0.076 

Columbia  Falls- Polebridge 
Canadian  Line 
EHS-F-RF  9999(57)  U-1 
U.  S.  Hyws  2 & 93  5.  26 

Kalispell  & Whitefish 


Sletten  Const.  Co. 
$457,492. 87 

Midland  Electric  Co. 
$219,642.  10 


$312,431. 26 

$89,967.  88 


TOTAL  FOR  KALISPELL  DIVISION  - 12-30  $2,424,949.16 


DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


I 15-1  (30)  75  U-1 
Apex- Browns  Bridge 

10.  192 

Hilde  Const.  Co. 
$3,161,029.27 

$3,345,265.76 

I 15-1(49)62  U-1  & 

F 387  (14) 

Dillon  - Nortli  & 
Dillon-Twin  Bridges 

2.  163 

Hilde  Const  Co.  & 
Maronick  Const.  Co. 
$1,427,682.03 

I 15-1  (49)62  U-2 
Dillon-North 

Cop  Const.  Co. 
$132,509.30 

$129, 106. 70 

I 15-1  (49)  62  U-3 
Dillon-North 

0.027 

Cop  Const.  Co. 
$369,348.49 

$198,356.57 

I 15-1  (49)62  U-4  & 
EHS-F  387  (15) 
Dillon- North  & 
Dillon-Twin  Bridges 

0.061 

Huckaba  Const. 
$495,045.  99 

I 15-1  (50)85  U-1 
Browns  Bridge-No. 

2.455 

Washington  Const. 
$1,816,329.49 

$1,971,939.77 

I-IG  15-1  (50)85  U-2 
Browns  Bridge-No. 

0.  105 

M.  Morrin  & Son  Co. 
$917,400.43 

$732,474.66 

I 15-1  (55)87  U-1  & 8.693 

I 15-2  (29)  93  U-1 

Melrose- S & Melrose- N. 

McIntyre  & S.  Birch 
$3,474,590.13 

$1,101,474.10 

I 15-1  (55)87  U-2  & 0.038 

I 15-2(29)  93  U-2 

Melrose- S & Melrose-N 

W.P.  Roscoe  Co. 
$435,784. 53 

$172,833.88 

I 15-1  (56)  85 

Big  Hole  River 

W.P.  Roscoe  Co.  & 
McLaughlin  Const. 
$799,889.40 

$795,358.47 

Structure 

10/22/71 

240  Cal 
Days 

3/13/72 

Good 

16 

85 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72 

Good 

10 

50 

Grading  & Fencing 

G,  Agg.  Surf. , PMS.  , Fenc. 

& Sign 

5/26/71 

9/26/72 

275  Cal 
Days 

210  Cal 
Days 

6/21/71 

NOT  STARTED 

99 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

-- 

-- 

91 

Structure 

Structures 

2/18/72 

9/26/72 

250  Cal 
Days 

180  Cal 
Days 

3/13/72  Fair 

NOT  STARTED 

10 

66 

G,  Fencing  & Rel  Items 

7/1/71 

250  Cal 
Days 

9/27/71 

-- 

-- 

-- 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71 

Good 

17 

84 

G,Agg.Surf.  ,PMBB 

PMBS,  Fencing  & Sign 

1/27/72 

300  Cal 
Days 

3/27/72 

52 

36 

Structures 

1/27/72 

250  Cal 
Days 

4/27/72 

Fair 

17 

42 

Dual  Structure 

7/1/71 

350  Cal 

7/22/71 

Poor 

1 

99 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 9/30/72 
Butte  - 21-30  (Cont'd) 


I 15-1(57)  85,  I 15-1(58) 

McIntyre  Const.  Co.  & 

$331,594.72 

64  & I 15-1(59)75  23.084 

S.  Birch 

Browns  Br.  -N. , Dillon- 

$2,574,004.  89 

Apex  & Apex  - Browns  Br. 

LSI  1 15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

$165,325.74 

Butte  Streets 

$288,715.24 

1 15-2  (33)96  U-1  & 6.420 

Washington  Const. 

--- 

F-RF  43(28)  U-1 

$2,262,869. 12 

Divide  - South  & 

Wisdom- Divide  Rd. 

1 15-2  (33)96  U-2  0.043 

F & S Contracting  Co. 

... 

Divide- South  Rd. 

$352,742.  79 

i 15-3(20)155  U-1  6.847 

Schultz  & Lindsay 

$2,960,858.63 

Boulder  Hill- South 

$4,689,026. 16 

1 15-3(20)155  U-2  0.030 

Huckaba  Const. 

$358, 171.64 

Boulder  Hill-South 

$469,837.84 

EMP-1  15-3  (21)162  U-1 

Goodfellow  Bros. 

$3,445,021. 10 

Boulder  Hi  11- No.  5.515 

$4,800,279.27 

BMP  1 15-3(21)162  U-2 

Riklin  Const.  & Phil 

... 

Boulder  Hill-No.  0.015 

R.  Blessinger 

1 15-3(27)  162  5.515 

$131,365.23 

McIntyre  Const.  & 



Boulder  Hill-North 

S.  Birch 

1 15-4(44)  202  6.133 

$1,207,  008.03 
Washington  Const. 

$1,232,788.94 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

S-RS  59  (6)  3.845 

F & S Contracting  Co. 

... 

Alder-Ruby  Dam-So. 

$579,327.23 

CJF  77  (1) 

Skinner  Enterprises 

... 

Townsend- Helena 

$10,936.00 

1 90-3(23)166  U-1  5.995 

Crick  Co. 

$3,588,875.  18 

Gold  Creek- East 

$4,200,820.27 

1 90-3(23)166  U-2  0.074 

Riklin  Const.  Co.  & 

$473,517.08 

Gold  Creek- East 

Phil  R.  Blessinger 

1 90-3(23)166  U-3  & 

$533,222.49 

Nelson  Lndscp.  Serv. 

$10, 165.  00 

1 90-3(33)  143  U-2 

$24,765.00 

Gold  Creek- E.  & Bearmouth 

W.  8i  E. 

4 


Agg.  Surf.  , PMBB,  PMBS 

5/22/72 

300  Cal 

6/20/72 

72 

20 

& Signing 

Days 

Lndscp  & Rel  Work 

3/27/72 

180  Cal 
Days 

5/1/72 

-- 

66 

G,  Fencing  & Rel  Items 

8/11/72 

240  Cal 
Days 

9/5/72 

6 

Structures 

8/11/72 

210  Cal 
Days 

9/25/72 

1 

-- 

G,  Agg.  Surf.  , PMS, 

11/30/71 

300  Cal 

3/13/72 

48 

66 

Fencing  & Sign 

Days 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

12 

77 

G & Rel  Items 

10/22/71 

350  Cal 
Days 

11/18/71  -- 

no 

7b 

Grade  Separation 

10/22/71 

150  Cal 
Days 

NOT  STAR! ED 

Agg.  Surf.  , PMS  & 

12/1/71 

60  Cal 

NOT  STARTED 

Sign 

Days 

G.Agg.  Surf. , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

-- 

99 

G,Agg.  Surf. , Fencing 

9/26/72 

180  Cal 

NOT  STARTED 

& Signing 

Days 

Junkyard  Screening 

7/27/72 

45  Cal 

Days 

9/7/72 

5 

62 

G.Agg.  Surf. , PMS 

6/1/71 

330  Cal 

7/1/71 

130 

81 

Fencing,  Sign,  Dual 

Rest  Area  & Structure 

Days 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  Good 

17 

93 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

5/1/72 

-- 

-- 
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MONTHLY  CONSTRUCTION  REPORT  - 9I^Q/12 

Suite  - 21-30  (Cont'd) 


1 90-3(32)  179  0-1  7.091 

Deer  Lodge-No.  & So. 

I 90-3  (32)179  U-2  0.077 

Deer  Lodge  No.  & So. 

T 9058  (1) 


N.F.  T.  Inc.  Ik  Associates 
$1,169,  186.29 
Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$298, 177. 14 
Skinner  Enterprises 
$96,970.36 


Helena  St.  & Intersections 

TOTAL  FOR  BUTTE  DIVISION  - 21-30 


DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


$85,016.37 


$21,098,144.31 


I 90-7  (24)374  U-1 

13.  701 

Washington  Const. 

$4,866,625.68 

& I 90-8  (62)  388 

$5,079,801.40 

Greycliff-E.  & Reedpoint-W. 

I 90-7  (24)  374  U-3 

13.408 

Williams  Const. 

$74,  135.68 

GreycUff-E. 

$78,067.30 

I 90-7  (30)377  U-1 

Skinner  Enterprises 

$193,409.  18 

Greycliff-E. 

$196,496.  70 

I 90-7  (30)  377  U-2 

Papp  Landscaping 

--- 

Greycliff-E. 

$5,164.00 

EHS  I 90-7  (33)  327 

14. 288 

Lewis  Const.  Co. 

$192,720. 74 

Livingston-  E & W 

$523,  119.55 

F-RF  239  (18) 

8.381 

N.  F.  T.  Inc.  & Assoc. 

$10,524.34 

Wilsall- White  Sulphur 

$1,059,  178.70 

S-RS  370  (19) 

6.  746 

Brasel  & Sims  Const. 

$347,666. 32 

Bozeman- Wilsall 

$738,125.59 

TOTAL  FOR  BOZEMAN  DIVISION  - 22-30 

$5,685,081.94 

DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 

31-30 

A- AD  15  (5) 

2.435 

Maronick  Const. 

$16,764.35 

Access  Road 

$90,739.01 

I 15-5(57)280  U-1 

10.  082 

Peter  Kiewit  Sons' 

$2,797,418.28 

Vaughn- No. 

$3,780,299.64 

I 15-5(57)280  U-2 

0.050 

Cop  Const. 

$393,740.20 

Vaughn-No. 

$532,215.26 

4 


G,Agg.  Surf.  ,PMBS 
& Lighting 

7/27/72 

270  Cal 
Days 

8/24/72 

20 

1 

Structures 

7/27/72 

220  Cal 
Days 

8/29/72 

Fair  6 

4 

Traf.  Cont.  Devices 

7/27/71 

60  Cal 

Days 

10/5/71 

COMP.  9/5/72 

G,  Agg.  Surf. , PMBS 

Sign.  , Seed.  , & Lighting- 

9/15/70 

400  Cal 
Days 

10/20/70 

Fair 

53 

96 

Fencing 

9/15/70 

30  Cal 

Days 

10/15/70 

-- 

-- 

94 

Duai  Rest  Area 

Lndscp.  Rest  Area 

7/1/71 

nil  111 

150  Cal 

Days 

11/1/72 

8/10/71 

COMP.  9/30/72 

i 

99 

Safety  Corrections 

i/22/12 

120  Cal 
Days 

6/20/72 

-- 

-- 

54 

G , Agg.  Surf. , PMBB 

PMBS,  Fenc.  & Sign 

1/21/12 

250  Cal 
Days 

8/22/72 

Fair 

37 

5 

G k Agg.  Surf. 

12/1/71 

250  Cal 
Days 

5/24/72 

Poor 

45 

51 

Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

25 

G,  Agg.  Surf. , PMBS 
Signing  & Fencing 

7/1/71 

360  Cal 

Days 

8/6/71  Poor 

60 

76 

Structures 

7/1/71 

300  Cal 
Days 

8/26/71  Fair 

17 

86 

f 
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MONTHLY  CONSTRUCTION  REPORT  - 9/2,0/12 

Great  Falls  - 31-30  (Cont'd) 


I 15-6(17)291  U-1  7.752 

McIntyre  Const.  Co. 

$2,935, 154.66 

Power  No.  & So. 

& S.  Birch 

I 15-6(17)  291  U-2 

$2,958,442. 19 

Cop  Const.  Co. 

$289,709.06 

Power  No.  & So. 

$311,731.24 

I-IG  15-7(13)323  U-1  9.641 

Zook  Bros. 

$3,128,303.82 

& F 211  (15) 

$3,279,333.49 

Conrad-N  & S & Vaughn-Conrad 
I-IG  15-7(13)323  U-J.  8.  991 

0 & K Const. 

$44,477.87 

Conrad  No.  & So. 

$45,591.02 

I 15-7  (14)  331  & 11.390 

Peter  Kiewit  Sons' 

$3,254,794.09 

S 357  (11) 

$3, 125,674.20 

Valier  Jet.  -N  & S & VaUer-E. 
I-IG  15-7(15)  323  & 9.641 

Zook  Bros. 

$2,640,674.94 

RF  211  (16) 

$2,657,940.69 

Conrad-N  & S & Vaughn-Conrad 
A-SI  17(1)  U-1  6.539 

Zook  Bros. 

$288,796.05 

Brady-North 

$268,571.45 

S-RS90(5)  6.45 

Zook  Bros. 

$167,554. 90 

Dutton  - East 

$601,311.  70 

EHS-T  9052  (3),  (4)  & (5) 

Lewis  Const.  Co. 

$136,988.  20 

Var.  Intersections-Gt.  Falls 

$206,397.  80 

EHS-T  9052  (6) 

Utihty  Builders  Inc. 

--- 

Park  Drive-Gt.  Falls 

$154,249.96 

EHS-T  9052(7)  & (8) 

Cascade  Electric  Co. 

$2,517.  29 

City  of  Gt.  Falls 

$82,346. 11 

F 9999  (24)  122.0 

Watters  Const.  Co. 

$62,078.20 

U.S.  Hwys.  87  & 89 

$57,140.80 

& Mont.  Hwys  21  & 200 

* 

TOTAL  FOR  GREAT  FALLS  DIVISION  31-30 


$16, 158,971,  91 


DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


A- SI  16  (1)  16.551 

Shelby- Southeast 
F-RF  101  (9)  7.314 

Zurich  - Harlem 


Peter  Kiewit  Sons' 
$660,521.20 
Baltrusch  Const.  & Aff. 
$241,935.45 


$757,259.  15 


7.314 


G,  Agg.  Surf.  , PMB 

PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Poor 

40 

88 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

Poor 

4 

94 

G,Rel.  Items  8i 

Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

Poor 

2 

93 

Fencing 

7/29/70 

30  Cal 

Days 

10/8/70 

-- 

-- 

92 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

Fail- 

10 

97 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

90  Cal 

Days 

9/13/71 

Fair 

8 

97 

G,  Agg.  Surf.  , PMBB 

Cover  & Sign 

2/18/72 

120  Cal 
Days 

4/11/72 

-- 

3 

97 

G,  Agg.  Surf.  , PMB 

4/27/72 

180  Cal 
Days 

5/31/72 

Good 

22 

51 

Traf.  Cont.  Devices 
& Guard  Rail 

3/27/72 

120  Cal 
Days 

5/8/72 

■ 

10 

72 

Cone.  Paving,  Sign.  , 
Signals 

7/27/72 

90  Cal 

Days 

9/7/72 

5 

2 

Traf.  Cont.  Devices 

6/19/72 

90  Cal 

Days 

8/23/72 

Fail- 

4 

6 

Sign  & Delineation 

10/22/71 

180  Cal 

5/3/72 

Fair 

3 

98 

Days 


G , Agg.  Surf.  , PMBB 
Cover  & Signing 
PMB  Overlay 


2/18/72  150  Cal 

Days 
110  Cal 
Days 


3/24/72  Good 


95 


7/27/72 


9/26/72 
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MONTHLY  CONSTRUCTION  REPORT  - 9/30/72 
Havre  - 32-30  (Cont'd) 


S-RS  193  (13)  3.  758 

Zook  Bros. 

--- 

G.Ag-g.  Surf.  ,PMS, 

8/23/  /2 

180  Cal 

9/27/72 

-- 

-- 

-- 

Va Her- Cut  Bank 

$347,867.  15 

Fence  & Signing 

Days 

F RF  220  (12)  & 3.501 

Schultz  & Lindsay 

$559,451.  14 

G , Agg.  Surf. , PMS  & 

12/1/71 

180  Cal 

4/11/72 

-- 

-- 

82 

S-RS  193  (12) 

Cut  Bank-W.  & Valier- 

$679,814.30 

Fence 

Days 

Cut  Bank 

F-RF  226  (1)  U-90  11.641 

Zook  Bros. 

$908.90 

G,Agg.  Surf.  ,PMBB 

4/27/72 

90  Cal 

7/28/72 

Good 

50 

38 

E.  Glacier- Kiowa  Jet. 

$301,181.28 

PMBS  & Traf.  Cont.  Devices 

Days 

S-RS  237(10)  U-1  5.926 

Zook  Bros. 

--- 

G , Agg.  Surf.  , PMB,  Seal 

8/23/72 

210  Cal 

NOT  STARTED 

Oilmont-  East 

$626,883.26 

Fence  & Signing 

Days 

S-RS  237  (10)  U-2  0.047 

Volk  Const.  Inc. 

--- 

Structures 

9/26/72 

145  Cal 

NOT  STARTED 

Oilmont-  East 

$152,594. 26 

Days 

S 301  (17)  0.  161 

Sletten  Const.  Co. 

$148,730.  87 

Structures  & Approaches 

5/22/72 

270  Cal 

7/11/72 

Good 

12 

19 

Havre-Canadian  Line 

$788,931.81 

Days 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

$9,485.  16 

Sign  N Delineation  N 

1/27/72 

00  Cal 

4/20/72 

Good 

6 

30 

U.  S.  Hwys  89  & 2 

$86,612.05 

Traffic  Signals 

Days 

& Mont.  49 


TOTAL  FOR  HAVRE  DIVISION  - 32-30 $1,475,835.22 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


1 94-4(29)  153  23.435 

Zook  Bros. 

$2,308,894.41 

Agg.  Surf.  , PMBS  & 

6/25/70 

275  Cal 

10/7/70 

COMP. 

9/21/72 

I 94-5  (11)  166  U-5  & 

I 94-5(13)  160 

Prairie  Co.  Line-E  & W & 
Terry  - W. 

$2,326,928.  11 

Signing 

Days 

I 94-5(16)  173 

Midland  Electric  Co. 

... 

Partial  Lighting 

8/11/72 

30  Cal 

NOT  STARTED 

Terry-West  Interch. 

$26,747.00 

Days 

I 94-6(21)  191  U-1  5.791 

Wm.  Clairmont,  Inc. 

$1,350,897.03 

G,  Agg.  Surf. , PMB 

12/1/71 

300  Cal 

4/4/72 

-- 

28 

61 

Dawson  Co.  Line-E. 

$2,282,877.49 

PMS,  Fencing  & Sign 

Days 

I 94-6(21)191  U-2  0.011 

Schultz  & Lindsay 

$195,274.23 

Structures 

12/16/71 

210  Cal 

3/17/72 

Good 

17 

88 

Dawson  Co.  Line-E. 

$247,677.54 

Days 

I 94-6(22)197  U-1  6.823 

Wm.  Clairmont,  Inc. 

$904,432.  77 

G,  Agg.  Surf.  , PMBB 

4/27/72 

300  Cal 

5/17/72 

Good 

26 

42 

Milepost  197-  E. 

$2,266,395.58 

PMBS  & Sign  & Fence 

Days 

I 94-6  (22)  197  U-2  0.026 

Walter  Mackin  & Son 

$73,335.58 

Structure 

4/27/72 

150  Cal 

6/29/72 

Fair 

6 

48 

Milepost  197  - E. 

$187,851.80 

Days 

EHS-I  94-7(9)  233  PS  U-1 

Hilde  Const.  Co. 

$671,777.  80 

G,  Agg.  Surf.  , PMS 

1/6/72 

360  Cal 

5/3/72 

Fair 

73 

23 

Wibaux-  E & W.  15.280 

$3,695,  120.03 

& Interch.  Light 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 
Glendive  - 41-30  (Cont'd) 


I 94-7  (10)  233 

0.  072 

Schultz  & Meyer  Const. 

$77,  333.00 

Strucaires 

5/22/72 

310  Cal 

7/7/72 

Poo  r 

13 

17 

Wibaux  - E.  & W. 

$656, 852. 39 

Days 

S-RS  128  (13) 

8.  968 

Schultz  li  Meyer  Const. 

--- 

Agg.  Surf.  , PMBB  & 

7/27/72 

120  Cal 

9/8/72 

-- 

-- 

-- 

Wibaux  - Sidney 

$341,718.  70 

Signing 

Days 

F-RF  245  (24)  L'-l 

10.  181 

Schultz  & Meyer  Const. 

$161,818.  78 

G , Agg.  Surf.  , PMBB 

4/27/72 

12  0 Cal 

6/19/72 

-- 

46 

13 

Glendive-  Sidney 

$2,554,731.55 

PMBS  & Traf.  Cont.  Devices 

Days 

F-RF  245  (24)  U-2 

0.034 

F.  L.  Flynn  & Co. 

$41,676.52 

Structure 

4/27/72 

130  Cal 

8/15/72 

Gootl 

7 

42 

Glendive- Sidney 

$130,969.65 

Days 

F-RF  245(24)  U-3 

0.017 

F.  L.  Flynn  & Co. 

--- 

Structure 

7/27/72 

130  Cal 

NOT  STARTED 

Glendive  - Sidney 

$168,091.  96 

Days 

TOTAL  FOR  GLENDIVE  DIVISION  - 41-30 $5,785,440.  12 


DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


F-RF  152  (11)  U-1  7.454 

Harlem- Dodson 

Nilson- Smith  Const. 
$1,319,230.66 

$1,247,408.39 

G.Agg.  Surf.  , PMBB 
& Signing 

7/1/71 

360  Cal 
Days 

8/9/71 

Poor  5 

94 

S 202  (l)U-90  7.466 

Brockton-North 

Gus  M.  Albert 
$122,623.53 

$117,819.85 

PMB  Overlay 

7/26/71 

150  Cal 
Days 

9/3/71 

- - 

98 

S 415(5),  RS  416(4),  14.  362 
& S-RS  417(6) 

Med.  Lake-E.  , Dagmar- 

Coa fridge- Me  Elroy  & Antelope- 

Coalridge 

Gus  M.  Albert 
$480,139.30 

$96, 171. 78 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 
Days 

8/17/72 

Fair  26 

13 

SMP  2899-72 

Various  Roads 

Konda  Const.  Inc. 
$167,040.00 

$130,650.  00 

Crush  & Stockpile 

2/18/72 

120  Cal 
Days 

6/19/72 

COMP.  9/20/72 

EHS-F  9999  (30)  144.5 

U.S.  Hwys  #2  & 191 

Western  Sign  Corp. 

$89, 160. 77 

$64,769.90 

Sign  & Delineation 

12/16/71 

180  Cal 
Days 

6/19/72 

_ _ 

99 

EHS  F 9999  (49)  137.2 

Mont.  Hwys.  13,  24  St  200 

Western  Sign  Corp. 
$38,092.90 

$4,548. 13 

Sign  & Delineation 

1/27/72 

180  Cal 
Days 

8/28/72 

Fair  6 

48 

EHS-F  9999  (65)  129.3 

Various  Roads 

Utility  Builders 
$80, 161.68 

Signing,  Signals  & 

Lights 

8/11/72 

30  Cal 

Days 

9/26/72 

Good  4 

1 

TOTAL  FOR  WOLF  POINT  DIVISION  - 42-30 

$1,661,368.05 
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.vlONTHLY  CONSTRUCTION  REPORT  - 9/2,0/12 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


F 53(16)  & F 230  (12) 

Billings-N.  E.  , Billings 
Fairgrounds- Northeast 

Yellowstone  Electric 
$138,867.08 

$132,758.  19 

Lighting 

12/7/7J 

90  Cal 

Days 

4/19/72 

4 

96 

I 90-8  (52)  396  U-1  13,336 

I 90-8  (63)  406  U-1  & 

F 408  (3) 

Columbus  - E & W &.  9th  St. 

Spur  - Columbus 

Schultz  & Lindsay 
$6,846,354. 10 

$6,890,011.77 

G,Agg.Surf.  ,PMBS 
& Signing 

500  Cal 
Days 

4/13/70 

99 

I 90-8  (67)  461  U-1  10.282 

& I 90-8  (67)  461  U-2 

Big  Horn  Co.  line-W. 

(East  & West  Sections) 

Hilde  Const.  Co. 
$1,471,959.28 

$1,329,357.  73 

Agg.  Surf.  , & PMBS 

2/23/7i 

120  Cal 
Days 

5/20/71 

COMP.  9/1/72 

I 90-8  (68)  418  U-1  & 

I 90-9  (39)  476  U-1 

Park  City-W  & Big  Horn  Co. 
line  - E. 

Fred  Strandberg  Const. 
$463,802.50 

$463,269. 58 

Dual  Rest  Area 

7/17/7i 

210  Cal 
Days 

8/27/71 

12 

99 

I 90-8  (68)  418  U-2 

I 90-9  (39)  476  U-2  & 

I 94-3(30)105  U-2 

Park  City-.W. , Big  Horn  Co. 
Line-E.  & Rosebud- E.  Section 

Papp  Landscaping 
$7,213.  00 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

9/19/72 

5 

80 

I 90-8  (69)  455  & 29.358 

I 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

Line-W,  & Big  Horn  Co.  Line  E. 

Western  Sign  Corp. 

$164, 180.  97 

$107,724.48 

Sign,  Delineation  & 

Sign  Lighting 

12/1/71 

10  Cal 

Days 

5/5/72 

5 

62 

MG  90-9  (26)  471  U-1  & 

I 90-8  (55)  455  U-5  13.063 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 

Wm.  Collins  & Sons 
& Tennefos  Const. 
$2,027,  138. 11 

$2,041,256.  19 

G & Rel.  Items  & 

Eros.  Cent.  Diversion 

11/24/70 

210  Cal 

Days 

3/9/71 

97 

I-IG  90-9  (26)471  U-2  0.096 

Big  Horn  Co.  Line-E. 

M.  Morrin  & Son 
$760,889.05 

$737,711.63 

Structures 

12/15/70 

280  Cal 

Days 

2/23/71 

COMP.  8/30/72 

I-IG  90-9  (26)471  U-3  13.064 

Big  Horn  Co.  Line-E. 

Empire  Sand  & Gravel 
& Wm.  Collins  & Sons 
$2,606,851.98 

$1,547,063.88 

Surf.  & PMBS 

1/26/71 

120  Cal 

Days 

8/12/71 

Good  70 

61 
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MONTHLY  CONSTRUCTION  REPORT  - 

Billinas  - 51-30  (Cont'd) 


I 94-1  (34)  46  U-2 

F.  L.  Flynn  & Co. 

$143,246. 90 

Structure 

2/18/72 

150  Cal 

4/17/72 

COMP. 

10/4/72 

Custer  E.  & W.  (E.  Sect.) 

$165,  172.75 

Days 

F 107  (16)  St  7.014 

Francis  M.  Tindall 

$1,350,461.  17 

G,Agg.  Surf.  ,PMBB 

7/30/70 

240  Cal 

10/9/70 

-- 

99 

F 258  (15)  U-1 

Bridger- Laurel  & Wyo. 

$1,287,649.65 

PMBS  & Signing 

Days 

Line-Bridger 

S 132  (6)  1.692 

Sletten  Const. 

$1,557,306.37 

G,Agg.Surf.  ,PMBS  & 

10/26/70 

425  Cal 

11/18/70 

Good 

3 

98 

Billings- So. 

$1,601,063.25 

Structures 

Days 

F187(E)U-90  0.776 

Empire  Sand  & Gravel 

... 

G,  Agg.  Surf. , PMBB, 

7/27/72 

120  Cal 

9/6/72 

Good 

10 

6 

Third  Street  - Hardin 

$270,437.  80 

& PMBS 

Days 

FI188(C)U-90  1.644 

Empire  Sand  & Gravel 

--- 

Plant  Mix  Overlay,  G, 

8/11/72 

120  Cal 

NOT  STARTED 

Crow  Agency  Frontage  Rd. 

$103,007.65 

Agg.  Surf.  , & PMBS 

Days 

S-RS  207  (8)  7.898 

Peter  Kiewit  Sons' 

$373,792.04 

Grading  & Rel  Items 

1/27/72 

200  Cal 

4/20/72 

-- 

-- 

97 

Busby-Wyo  Line 

$386,427.75 

Days 

S-RS  207  (9)  13.0 

Empire  Sand  & Gravel 

... 

Agg.  Surf. , PMBB,  Seal  & 

9/26/72 

180  Cal 

NOT  S TARTED 

Busby-Wyo.  Line 

$427,771.80 

Cover 

Days 

F 230  (12)  U-2 

Yellowstone  Electric 

$18,259.42 

Traffic  Signals 

1/27/72 

45  Cal 

6/9/72 

-- 

-- 

99 

Billings  Fairgrounds- 
Northeast  Road 

$19,831.28 

Days 

SMP  0299-72 

Francis  M.  Tindall 

$121,400.00 

Crush  & Stockpile 

1/27/72 

120  Cal 

4/17/72 

COMP. 

9/8/72 

Various 

$112,043.00 

Days 

EHS-T  9010  (5) 

Western  Sign  Corp. 

$10,327.42 

Signing  & Traffic  Signals 

2/18/72 

30  Cal 

7/28/72 

-- 

7 

80 

Poly  Dr.  & Virginia 

$34,663.50 

Days 

Lane-BilUngs 

EHS-T  9010  (7)  & (8) 

Yellowstone  Electric 

$59,222.55 

Traf.  Cont.  Devices 

3/27/72 

150  Cal 

6/19/72 

35 

Billings  St.  Intersections 

$192, 192.49 

Days 

TOTAL  FOR  BILLINGS  DIVISION  - 51-30  $16,  883,169,  32 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10)  5.694 

Brandenberg-  Gar  land  - 
Miles  City 

Gus  M.  Albert 
$196,252.90 

$97,  137.71 

Agg.  Surf.  , PMBS  & 

Sign 

12/1/71 

150  Cal 
Days 

2,/22/12 

Poor 

6 

40 

F-RF  86  (38)  0.118 

Miles  City-No.  Dak.  Line 

Cop  Const.  Co. 
$549,672.49 

$414,019.  11 

Structure 

12/1/71 

275  Cal 
Days 

3/9/72 

Good 

8 

78 

F-RF  86  (39)  6.280 

Miles  City-No.  Dak.  Line 

Hilde  Const.  Co.  & 
Maronick  Const. 
$1,214,071.98 

G , Agg.  Surf. , PMBB  & 
PMBS 

8/11/72 

220  Cal 
Days 

9/11/72 

Good 

15 

5 
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MONTHLY  CONSTRUCTION  REPORT  - 9/30/72 
Miles  City  - 52-30  (Cont'd) 


I 94-2  (18)  60  & 8.  156 

R.  J Studer  & Sons 

--- 

I 94-3  (25)  7b  U-1 

$1,476,683.61 

Hysham  E.  !k  \V.  Access 

Rd.  & Rosebud  Co.  Line  E. 

I-IG  94-3  (24)  83  U-1  7.  003 

Hilde  Construction 

$1,334, 125. 13 

Forsyth  - W. 

$1,393,024.56 

1 94-3(25)  76  0-2  0.034 

F.  L.  Flynn  k Co. 

$23,265.36 

Rosebud  Co.  Line  - E. 

$148,983.64 

I 94-3  (30)  105  U-1 

Crick  Co. 

$207, 146. 89 

Rosebud- East  Section 

$212,755.00 

I 94-4  (23)  127  U-3  0.055 

N.  A.  Nelson  Const. 

--- 

Miles  City  - West 

$368,487.48 

I 94-4  (24)  136  U-1  10.938 

Wm.  Clairmont,  Inc. 

--- 

Miles  City  - East 

$2,816,791.35 

I 94-4(24)  136  U-2  0.073 

Sletten  Const. 

--- 

Miles  City  - East 

$748,045.80 

I 94-4  (27)  119  U-1  8.138 

Joe  Mayo  & Son  Inc. 

$1,524,785.32 

Hathaway  - East 

& Richardson  Const. 

$1,571,225.85 

TOTAL  FOR  MILES  CITY  DIVISION  - 52-30 

$3,600,479.52 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53- 

30 

F-RF  256  (32)  U-1  11.848 

Joe  Mayo  & Son  Inc. 

$1,624,990.54 

Grass  Range-Jordan 

$2,125,326. 11 

F-RF  256  (32)  U-2 

F.  L.  Flynn  & Co. 

$63,623.00 

Grass  Range-Jordan 

$70,  000.  65 

S-RS  342  (10)  13.704 

Schultz  & Meyer  Const. 

$218, 173. 93 

Arrow  Creek  - Brooks 

$743,990.  57 

EHS-F  9999  (59)  136.1 

Western  Sign  Corp. 

$2,129.40 

Mont.  Hwys.  22  & 200 

$54, 530. 70 

TOTAL  FOR  LEWISTOWN  DIVISION  - 53-30 

$1,908,916.87 

GRAND  TOTAL  STATEWIDE 

$99,060,049.42 

G & Agg.  Surf.  , PMBB  & 
PMBS 

7/27/72 

270  Cal 

Days 

9/1/72  Poor  15 

1 

G,Agg.  Surf. , PMBS  & 
Signing 

8/27/70 

300  Cal 
Days 

11/4/70 

99 

Structure 

7/27/72 

135  Cal 

Days 

10/4/72 

Duai  Rest  Area 

9/11/71 

150  Cal 
Days 

9/29/71  COMP.  9/4/72 

Structures 

9/26/72 

250  Cal 
Days 

NOT  START  ED 

G,  Agg.  Sun.  , PMBB 

PMBS,  Sign,  tk  Fencing 

7/27/72 

300  Cal 
Days 

9/6/72  Poor  6 

1 

Structures 

9/26/72 

280  Cal 
Days 

NOT  START  ED 

G,  Agg.  Surf.  , PMBS 

Fencing  & Signing 

7/1/71 

270  Cal 
Days 

7/12/71 

98 

G,  PMBB,  PMBS  & 

Sign 

3/27/72 

250  Cal 
Days 

5/2/72 

Fair 

54 

88 

Structure 

4/27/72 

90  Cal 

Days 

6/12/72 

COMP.  9/30/72 

PMB  Overlay,  Shoulder 
Widening  & Signing 

4/27/72 

180  Cal 
Days 

5/31/72 

Fair 

50 

42 

Signing 

4/27/72 

120  Cal 
Days 

8/30/72 

Fair 

7 

82 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - October  31,  1972 

ctxd 

uJf 

Project  Number 
& Location 

Mileage 

Contractor  & 

Bid  Price 

Contr.  Payments 
to  Date 

Type  of  Work 

Contract 

Awarded 

Date 

Comp. 

Work 

Began 

Pro-  Men 

gress  Empl. 

% 

Comp. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36  (7)  U-90 
Helmville  - No. 

5.011 

Helena  Sand  & Gravel 
$105,569. 13 

$83,486.52 

Plant  Mix  Surface  Overlay 

7/16/71 

90  Cal 
Days 

9/13/71 

-- 

88 

I 90-1  (48)  0 U-1 
Lookout  Pass  - E. 

4.245 

Goodfellow  Bros. 
$4,008,513. 17 

$3,737,351. 16 

G , Agg.  Surf.  , PMB  Base 

9/30/70 

330  Cal 
Days 

11/4/70 

30 

88 

I-IG  90-1(49)4  U-1 
Saltese  - W. 

6.708 

Goodfellow  Bros. 
$4,607,542.80 

$3,469,765.88 

G,  Agg.  Surf.  , PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

Fair  30 

73 

I-IG  90-1(49)4  U-2 
Saltese  - W. 

— 

Waddell  Const. 

$563,940.  80 

$524,713.86 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

Fair  10 

96 

I-IG  90-1  (49)4  U-3 
Saltese  - W. 

— 

MaxJ.  Kuney  Co. 
$536,022.  15 

$454,059.98 

4 Lane  Structure 

2/23/71 

300  Cal 
Days 

4/19/71 

Fair  5 

93 

I 90-1  (50)  16  U-2  0.044 

& I 90-1  (52)11  U-2 
DeBorgia-East  & West 

MaxJ.  Kuney  Co. 
$312,805.00 

$277,699.61 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

Poor  5 

88 

Saltese- Haugan 

I 90-1  (76)  4 

Saltese  - West 

“ " 

Federal  Const.  Co. 
$125,475. 75 

$35,681.  28 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

.. 

30 

I 90-2  (32)  120  U-1 
Clinton  - E.  & W. 

8.  908 

Washington  Const. 
$4,235,063.09 

$4,528,665.32 

G,Agg.  Surf. , PMB  12/16/69 

PMBS,  Sign,  Seed 

Comf.  Sta.  & Forest  Serv.  Rd. 

360  Cal 
Days 

1/12/70 

8 

98 

I 90-2  (32)  120  U-3 
Clinton  - E.  & W. 

8.  908 

Fred  Strandberg 
$68,784.20 

$67,683.  70 

Fencing 

12/1/69 

30  Cal 
Days 

3/27/70 

COMP.  10/9/72 

I 90-2  (33)  129  U-1 
& I 90-3  (15)  132  U- 

6.474 

1 

Washington  Const. 
$3,241,826.29 

$3,720,173.77 

G,  Agg.  Surf.  ,PMB 

Sign  & Dual  Overpass 

l/\/b9 

400  Cal 
Days 

8/4/69 

_ _ 

99 

Beavertail- E.  8i  W. 

I 90-2  (35)  85  U-1  10.170 

Frenchtown  - E.  & W. 

Peter  Kiewit  Sons' 

$4, 185,224.50 

$4,605,788.63 

G,  Agg.  Surf. , Cem.  Trtd. 
Base,  PC  Cone.  Pav. , 

11/21/69 

400  Cal 
Days 

12/12/69 

COMP.  10/13/72 

PMBS,  Signing  & Dual 
Weigh  Station 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 
Missoula  - 11-30  (Cont'd) 


EHS  1 90-2(55)95  U-2  25.  253 

Stillwell-Gerard  Const. 

$639,978.  95 

Safety  Correction 

3/27/72 

150  Cal 

6/22/72 

-- 

16 

99 

Msla.  -\V.  -Clinton-W. 

$734,321.  64 

Days 

I 90-2  (59)  106 

Lewis  Const.  Co. 

--- 

Lighting 

9/26/72 

30  Cal 

NOT  STARTED 

East  Msla  Interchange 

$26,037.80 

Days 

I 90-3(33)  143  U-1 

Skmner  Enterprises 

$195, 510. 56 

Dual  Rest  Area  & 

7/1/71 

150  Cal 

9/22/71 

COMP. 

10/25/72 

Bearmouth  W.  & E. 

$199,743.35 

Structure 

Days 

EHS  I 90-3  (35)  151  17.3 

Skinner  Enterprises 

--- 

Guard  Rail  reset  & 

7/27/72 

60  Cal 

8/28/72 

Fair 

7 

9 

& I 90-3(36)  155 

Drummond  W.  -Deer  Lodge  So. 

$361,030.76 

related  items 

Days 

& Drummond  Interchange 

S 169  (4)  & City  0.360 

Sletten  Const.  Co. 

$540,503.22 

G,Agg.  Surf.  ,PMBS 

10/11/71 

425  Cal 

12/2/71 

Fair 

23 

42 

Proj.  12S-406 

$1,352,510.65  (State) 

& Brs. 

Days 

T 9081  (4),  (5)  & (6)  --- 

Cascade  Electric  Co. 

--- 

Signals 

9/26/72 

60  Cal 

NOT  STARTED 

City  of  Missoula 

$39,379.  10 

Days 

SMP  3299-72 

Frank  V.  Boroni 

$89,874.  34 

Crush  & Stockpile 

5/22/72 

90  Cal 

7/12/72 

Good 

7 

72 

Various  Roads 

$150,237.50 

Days 

TOTAL  FOR  MISSOULA  DIVISION  - 11-30 $22,970,  936.78 


DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


LSF  5-63(1) 

St.  Ignatius  - Pablo 

Montana  Sign  Supply 
$56,010.08 

... 

Comfort  Stations 

7/27/72 

60  Cal 
Days 

9/12/72 

Poor 

3 

15 

EHS-RF  63  (15)  0.388 

St.  Ignatius- Pablo 

Konda  Const.  Co. 
$126,977.21 

$134,543. 50 

G,  Agg.  Surf.  , & Rd. 

Mix  Surf. 

12/16/71 

100  Cal 
Days 

3/6/72 

96 

S 157  (5)  4.771 

KaLispell-  Lupfer 

Kraling  & Nelson 
$537,472. 01 

$572,617.34 

G,Agg.  Surf.  , PMBS 
& Cover 

1/25/71 

180  Cal 
Days 

2/22/71 

Fair 

7 

99 

U 191  (33)  0.257 

Pablo-Kalispell 

Sandon  Const.  Co. 
$249,976.22 

$210,615.  28 

G,  Agg.  Surf.  , Cement 

Tr.  Base  & Portland 
Cement  Cone.  Paving 

12/16/71 

130  Cal 
Days 

3/27/72 

Good 

10 

92 

S 221  (5)  3.482 

Thompson  Falls-W. 

Washington  Const. 
$683,668.99 

$616,892. 17 

G & Crush  Base 

Surf. 

6/23/70 

200  Cal 
Days 

7/30/70 

Poor 

23 

89 

S-RS  306  (12)  9.544 

Round  Butte- Ronan  Rd. 

Schultz  & Lindsay 
$277,026.  00 

$250,208.42 

Plant  Mix  Overlay  & 
Signing 

3/27/72 

120  Cal 
Days 

7/5/72 

COMP. 

10/5/72 

EPS-S-RS  334  (5)  U-1  1.307 
Co’umbia  Falls- Polebridge- 
Canadian  Line 

M & S Const. 

$522,  117.  95 

$474,373.88 

G,  Agg.  Surf.  ,PMBB 
& PMBS 

10/22/71 

270  Cal 
Days 

4/17/72 

Good 

17 

94 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 

Kalispell  - 12-30  (Cont’d) 


EPS-S-RS  334(5)U-2  0.076  Sletten  Const.  Co. 

Columbia  Falls-Polebridge-  $457,492.87 

Canadian  Line 


EHS-S  377  (4) 

B.N.  Inc.  Overpass- Whitefish 
EHS-F-RF  9999(57)  U-1 
U.S.Hwys  2 & 93  5.26 

Kalispell  & Whitefish 
EHS-F-RF  9999  (57)  U-2  & 

F 191(18)  U-91 

U.S.  2,  U.S.  93  & Mont 

35  & Pablo- Kalispell 


Sandon  Const.  Co. 
$101,923.58 
Midland  Electric  Co. 
$219,642.  10 

R.C.  Schmoll  Const. 
Sign  Co. 

$23, 115.25 


SMP  1599-72 
Various  Roads 


M & S Const. 
$131,342.  50 


TOTAL  FOR  KALISPELL  DIVISION  - 12-30 


DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


I 15-1  (30)75  U-1  10.192 

Apex-Browns  Bridge 
I 15-1(49)62  U-1  & 2.163 

F 387  (14) 


Hilde  Const.  Co. 

$3,  161,029.27 
Hilde  Const.  Co.  & 
Maronick  Const.  Co. 


Dillon  - North  & 

Dillon  - Twin  Bridges 

$1,427,682.03 

I 15-1  (49)  62  U-2 
Dillon-Nurth 

Cop  Const.  Co. 
$132,509.30 

I 15-1  (49)  62  U-3 
Dillon-North 

0.  027 

Cop  Const.  Co. 
$369,348.49 

I 15-1  (49)  62  U-4  & 
EHS-F  387  (15) 
Dillon-North  & 
Dillon-Twin  Bridges 

0.  061 

Huckaba  Const. 
$495,045.99 

I 15-1  (50)85  U-1 
Browns  Bridge-No. 

2.  455 

Washington  Const. 
$1,816,329.49 

I-IG  15-1(50)85  U-2 
Browns  Bridge- No. 

0.  105 

M.  Morrin  & Son  Co. 
$917,400.43 

I 15-1(55)87  U-1  & 8.693 

I 15-2  (29)  93  U-1 

Melrose-S  & Melrose-N. 

McIntyre  & S.  Birch 
$3,474,590.  13 

& 


$342,829.32 


$120,127.48 


$2,  722,207.39 


$3, 345, 2p5. 76 


$131,906.70 
$238,372. 66 


$1,971,939.  77 
$771,  712.61 
$1,344,557.49 


Structure 

10/22/71 

240  Cal 
Days 

3/13/72  Fair 

10 

91 

Sidewalk  Replacement 

10/30/72 

no  Cal 
Days 

NOT  STARTED 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72  Fair 

9 

70 

Traffic  Signals  & Signing 

10/30/72 

90  Cal 
Days 

NOT  STARTED 

Crush  & Stockpile 

10/30/72 

120  Cal 
Days 

NOT  STARTED 

Grading  & Fencing 

G,  Agg.  Surf. , PMS.  , 
Fencing  & Sign 

5/26/71 

9/26/72 

275  Cal 
Days 

210  Cal 
Days 

6/21/71 

NOT  STARTED 

99 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

-- 

91 

Structure 

Structures 

2/18/72 

9/26/72 

250  Cal 
Days 

180  Cal 
Days 

3/13/72  Good 

NOT  STARTED 

12 

78 

G,  Fencing  & Rel  Items 

7/1/71 

250  Cal 
Days 

9/27/71 

-- 

-- 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71  Good 

14 

92 

G,  Agg.  Surf.  , PMBB 

PMBS,  Fencing  & Sign 

1/27/72 

300  Cal 
Days 

3/27/72 

52 

43 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 
Butte  - 21-30  (Cont'd) 


I 15-1  (55)87  U-2  & 

0.  038 

W.  P.  Roscoe  Co. 

$224,697.63 

I 15-2  (29)  93  U-2 

$435,784. 53 

Melrose-S  & Melrose-N. 

I 15-1  (56)  85 

0.084 

W.  P.  Roscoe  Co.  & 

$795,358.47 

Big  Hole  River 

McLaughlin  Const. 
$799,889.40 

I 15-1  (57)  85,  I 15-1(58) 

McIntyre  Const.  Co.  & 

$499,702.72 

64  & I 15  1 (59)  75 

23. 084 

S.  Birch 

Browns  Br.  -N.  , Dillon- 
Apex  & Apex  - Browns  Br. 

$2,574,004.89 

LSI  15-2  (1)  127 

... 

Jim  Gilman  Exc.  Inc. 

$190,474.50 

Butte  Streets 

$288,715.24 

I 15-2  (33)  96  U-1  & 

6.420 

Washington  Const. 

--- 

F-RF  43(28)  U-1 
Divide- South  & 

$2,262,869. 12 

Wisdom-Divide  Rd. 

I 15-2  (33)  96  U-2 

0.043 

F & S Contracting  Co. 



Divide- South  Rd. 

$352,742. 79 

1 15-3(20)155  U-1 

6.  847 

Schultz  & Lindsay 

$3,203,023.43 

Boulder  Hill- South 

$4,689,026. 16 

I 15-3(20)155  U-2 

0.030 

Huckaba  Const. 

$394,586.42 

Boulder  Hill- South 

$469,837. 84 

EMP-I  15-3(21)162  U 

-1 

Goodfellow  Bros. 

$3,679,848.20 

Boulder  Hill-No. 

5.  515 

$4,800,279.27 

BMP  I 15-3(21)162  U- 

2 

Riklin  Const.  & 

--- 

Boulder  Hill-No. 

0.015 

Phil  R.  Blessinger 
$131,365.  23 

I 15-3(27)  162 

5.  515 

McIntyre  Const.  & 

... 

Boulder  Hill-No. 

S.  Birch 
$1,207,008.03 

I 15-4(44)  202 

6.  133 

Washington  Const. 

$1,232,788.  94 

Helena  Hill-Sieben  Interch. 

$1,234,500.72 

S-RS  59  (6) 

3.  845 

F & S Contracting  Co. 

--- 

Alder-Ruby  Dam-So. 

$579,327.23 

CJF  77  (1) 

... 

Skinner  Enterprises 

$10,397.40 

Townsend- Helena 

$10,  936.00 

I 90-3(23)166  U-1 

5.995 

Crick  Co. 

$3,  902,147.  45 

Gold  Creek  - East 

$4,200,820.27 

Structures 

1/27/72 

250  Cal 
Days 

4/27/72 

Good 

22 

51 

Dual  Structure 

7/1/71 

350  Cal 
Days 

7/22/71 

-- 

-- 

99 

Agg.  Surf.  , PMBB,  PMBS 
& Signing 

5/22/72 

300  Cal 
Days 

6/20/72 

-- 

80 

28 

Lndscp  & Rel  Work 

3/27/72 

180  Cal 
Days 

5/1/72 

-- 

-- 

72 

G,  Fencing  & Rel  Items 

8/11/72 

240  Cal 
Days 

9/5/72 

18 

1 

Structures 

8/11/72 

210  Cal 
Days 

9/25/72 

Good 

4 

1 

G,  Agg.  Surf. , PMS 

Fencing  & Sign 

11/30/71 

300  Cal 
Days 

3/13/72 

44 

69 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

8 

88 

G &.  Rel  Items 

Grade  Separation 

Agg.  Surf.  , PMS  & 

Sign 

10/22/71 

10/22/71 

12/1/71 

350  Cal 
Days 

150  Cal 
Days 

60  Cal 
Days 

11/18/71 

NOT  STARTED 

NOT  STARTED 

107 

79 

G,  Agg.  Surf.  , PMBS 

G,  Agg.  Surf. , Fencing 
& Signing 

4/27/71 

9/26/72 

240  Cal 
Days 

180  Cal 
Days 

6/14/71 

NOT  STARTED 

99 

junkyard  Screening 

7/27/72 

45  Cal 
Days 

9/7/72 

COMP. 

10/3/72 

G,  Agg.  Surf. , PMS 

Fencing,  Sign  Dual 

Rest  Area  & Structure 

6/1/71 

330  Cal 
Days 

7/1/71 

75 

90 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 

Butte  - 21-30  (Cont'd) 


I 90-3  (23)  166  U-2  0.074 

Riklin  Const.  Co.  & 

$520,239.57 

Structures 

5/26/71 

300  Cal 

9/20/71 

Fair 

5 

98 

Gold  Creek-  East 

Phil  R.  Blessinger 
$533,222.49 

Days 

I 90-3(23)166  U-3  & --- 

Nelson  Lndscp.  Serv. 

$10,165.00 

Lndscp.  rest  areas 

1/27/72 

6/1/73 

5/1/72 

-- 

-- 

-- 

I 90-3(33)  143  U-2 

Gold  Creek- E.  & Bearmouth 

$24,765.00 

W.  & E. 

I 90-3(32)  179  U-1  7.091 

N.F.T.  Inc.  & Assoc. 

$34,741.29 

G,Agg.  Surf.  ,PMBS 

7/27/72 

270  Cal 

8/24/72 

59 

5 

Deer  Lodge-No.  & So. 

$1,169,186.29 

& Lighting 

Days 

I 90-3(32)179  U-2  0.077 

Riklin  Const.  Co.  & 

$20, 150. 18 

Structures 

7/27/72 

220  Cal 

8/29/72 

Fair 

8 

10 

Deer  Lodge  No.  & So. 

Phil  R.  Blessinger 
$298,177.  14 

Days 

EHS-S-RS  452(3)  U-1  0.159 

Jim  Gilman  Excavating  Inc. 

--- 

G,Agg.  Surf. 

10/30/72 

200  Cal 

NOT  STARTED 

Whitehall-Jefferson  Is. 

$95,305.20 

Days 

EHS-S-RS  452(3)U-2  0.054 

Huckaba  Const. 

--- 

Structure 

10/30/72 

180  Cal 

NOT  STARTED 

Whitehall-Jefferson  Is. 

$239,561.60 

Days 

TOTAL  FOR  BUTTE  DIVISION  - 21-30 $22,522,076.  19 

Division  construction  section  - bozeman  - 22-30 


I 90-7  (24)374  u-1  13.701 

& I 90-8  (62)  388 

Greycliff-E.  & Reedpoint-W. 

Washington  Const. 
$5,079,801.40 

$5,124,286.44 

G,Agg.  Surf.  ,PMBS 

Sign.  , Seed.  , & Lighting 

9/15/70 

400  Cal 
Days 

10/20/70 

Poor 

18 

99 

I 90-7  (24)374  U- 3 13.408 

Greycliff-  E. 

Williams  Const. 
$78,067.30 

$74, 135. 68 

Fencing 

9/15/70 

30  Cal 
Days 

10/15/70 

Poor 

3 

97 

I 90-7  (30)377  u-1 

Greycliff-E. 

Skinner  Enterprises 
$196,496.  70 

$193,409. 18 

Dual  Rest  Area 

7/1/71 

150  Cal 
Days 

8/10/71 

COMP. 

11/1/72 

EHS  I 90-7(33)327  14.288 

Livingston  - E & W 

Lewis  Const.  Co. 

$523,  119.55 

$280,518.44 

Safety  Corrections 

5/22/72 

120  Cal 
Days 

6/20/72 

Fair 

42 

70 

F-RF  239  (18)  8.381 

Wilsall- White  Sulphur 

N.F.T.  Inc.  &.  Assoc. 
$1,059,  178.70 

$58,889.  74 

G,  Agg.  Surf.  ,PMBB 

PMBS,  Fenc.  & Sign 

7/27/72 

250  Cal 
Days 

8/22/72 

Fair 

53 

12 

S-RS  370  (19)  6.746 

Bozeman- Wilsall 

S 370  (20)  6.  746 

Bozeman-Wilsall 

Brasel  & Sims  Const. 
$738,125.59 

Long  Const.  Co.  Inc. 
$266,937.20 

$406,346. 36 

G & Agg.  Surf. 

PMBBS,  Seal,  Cover 
& Signing 

12/1/71 

10/30/72 

250  Cal 
Days 

60  Cal 
Days 

5/24/72  Good 

NOT  STARTED 

30 

71 

TOTAL  FOR  BOZEMAN  DIVISION  - 22-30  $6,  137,585.  84 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 


DIVISION  CONSTRUCTION  SECTION  - GREAT  FALLS  - 31-30 


A- AD  15  (5)  2,435 

Maronick  Const, 

$16,764.35 

Access  Road 

$90,  739.01 

I 15-5(57)280  U-1  10.082 

Peter  Kiewit  Sons' 

$3,252,978.77 

Vaughn- No. 

$3,780,299.64 

I 15-5(57)280  U-2  0.050 

Cop  Const. 

$460,  726, 12 

Vaughn-No. 

$532,215.26 

I 15-6  (17)291  U-1  7,752 

McIntyre  Const.  Co. 

$3,286,738.38 

Power  No.  & So. 

& S.  Birch 
$2,958,442. 19 

I 15-6(17)  291  U-2  0.014 

Cop  Const.  Co. 

$300,033.29 

Power  No.  & So. 

$311,731.24 

I- IG  15-7(13)323  U-1  9.641 

Zook  Bros. 

$3, 144,857. 19 

& F 211  (15) 

Conrad- N & S & Vaughn- Conrad 

$3,279,  333.49 

MG  15-7(13)323  U-2  8.991 

0 & K Const. 

$45, 533. 42 

Conrad  No.  & So. 

$45,591.02 

I 15-7(14)  331  & 11.390 

Peter  Kiewit  Sons' 

$3,282,056.  98 

S 357  (11) 

Valier  Jet.  -N  & S & Valier-E. 

$3,  125,674.20 

I- IG  15-7(15)323  & 9.641 

Zook  Bros. 

$2,705,191.80 

RF  211  (16) 

Conrad- N & S & Vaughn- Conrad 

$2,657,940.69 

A-SI  17(1)  U-1  6.539 

Zook  Bros. 

$293,002.  05 

Brady- North 

$268,571.45 

S-RS90(5)  6.45 

Zook  Bros. 

$276,412. 70 

Dutton- East 

$601,311.  70 

EHS-T  9052  (3),  (4)  & (5) 

Lewis  Const.  Co. 

$159,640.  30 

Var.  Intersections-Gt.  Falls 

$206,397.  80 

EHS-T  9052  (6) 

Utility  Builders  Inc. 

$5,666.00 

Park  Drive-Gt.  Falls 

$154,249.  96 

EHS-T  9052  (7)  & (8)  --- 

Cascade  Electric  Co. 

$7,  567.55 

City  of  Gt.  Falls 

$82,346.  11 

T 9052  (11) 

Long  Const.  Co. 

... 

Int.  4th  St.NE  & Smelter 

Ave.  -Gt.  Falls 

$56,  992.08 

Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

-- 

25 

G,Agg.  Surf.  ,PMBS 

Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Good 

56 

84 

Structures 

7/1/71 

300  Cal 
Days 

8/26/71 

Fair 

10 

91 

G,Agg.  Surf.  , PMB 

PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Fair 

15 

93 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

Poor 

5 

96 

G,  Rel  Items  & 

Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

Fair 

6 

98 

Fencing 

7/29/70 

30  Cal 
Days 

10/8/70 

COMP. 

10/16/72 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

98 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

90  Cal 
Days 

9/13/71 

Poor 

2 

97 

G,  Agg.  Surf. , PMBB 

Cover  & Sign 

2/18/72 

120  Cal 
Days 

4/11/72 

COMP. 

10/30/72 

G,  Agg.  Surf.  , PMB 

4/27/72 

180  Cal 
Days 

5/31/72 

Good 

60 

77 

Traf.  Cont.  Devices 
& Guard  Rail 

3/27/72 

120  Cal 
Days 

5/8/72 

Poor 

10 

75 

Cone.  Paving,  Sign.  , 

Signals 

7/27/72 

90  Cal 
Days 

9/7/72 

Fair 

9 

6 

Traf.  Cont.  Devices 

Widening,  Signing,  Light,  & 
Incidental  work 

6/19/72 

10/30/72 

90  Cal 
Days 

60  Cal 
Days 

8/23/72  Fair 

NOT  STARTED 

4 

16 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 
Great  Falls  - 31-30  (Cont'd) 


F 9999  (24)  122.0  Watters  Const.  Co.  $62,078.20 

U.S.  Hwys.  87  & 89  $57,140.80 

& Mont.  Hwys  21  & 200  


TOTAL  FOR  GREAT  FALLS,  DIVISION  - 31-30 $17,299,247.  10 


DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 


A-SI  16  (1) 

16. 551 

Peter  Klewlt  Sons' 

$765,315.35 

Shelby- Southeast 

$660,521.20 

F-RF  101  (9) 

7.314 

Baltrusch  Const.  & Aff. 

... 

Zurich  - Harlem 

$241,  935.45 

S-RS  193  (13) 

3.758 

Zook  Bros. 

... 

Valier-Cut  Bank 

$347,867. 15 

F-RF  220  (12)  & 

3.  501 

Schultz  & Lindsay 

$656,524. 13 

S-RS  193  (12) 

$679,814.30 

Cut  Bank-W.  & Valler- 

Cut  Bank 

F-RF  226  (1)  U-90 

11.  641 

Zook  Bros. 

$151,300.31 

E.  Glacier-Klowa  Jet. 

$301, 181.28 

S-RS  237  (10)  U-1 

5.  926 

Zook  Bros. 

... 

Oilmont-  East 

$626,883.26 

S-RS  237(10)  U-2 

0.047 

Volk  Const.  Inc. 

... 

Oilmont-  East 

$152,594.26 

S 301(17) 

0.  161 

Sletten  Const.  Co. 

$213,892.  17 

Havre-Canadian  Line 

$788,931.81 

EPS  F 9999  (48) 

130.4 

Western  Sign  Corp. 

$32,028.  81 

U.  S.  Hwys  89  & 2 

$86,612.05 

& Mont.  49 


TOTAL  FOR  HAVRE  DIVISION  - 32-30 


$1,819,060.77 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


194-5(16)173 
Terry- West  Interch. 

I 94-6(21)  191  U-1  5.791 

Dawson  Co.  Line  - E. 


Midland  Electric  Co. 

$26,747.00 

Wm.  Clairmont,  Inc. 

$2,282,877.49 


$1,488,524.  65 


Sign  & Delineation  10/22/71  180  Cal  5/3/72  Fair  8 98 

Days 


G,  Agg.  Surf.  , PMBB 

Cover  & Signing 

2/18/72 

150  Cal 
Days 

3/24/72 

95 

PMB  Overlay 

7/27/72 

no  Cal 
Days 

9/26/72 

Fair 

16 

12 

G,  Agg.  Surf.  , PMS, 

Fence  & Signing 

8/23/72 

180  Cal 
Days 

9/27/72 

Good 

22 

G,  Agg.  Surf. , PMS  & 

Fence 

12/1/71 

180  Cal 
Days 

4/11/72 

90 

G,  Agg.  Surf. , PMBB 

PMBS  & Traf.  Cont.  Devices 

4/27/72 

90  Cal 
Days 

7/28/72 

-- 

9 

89 

G,  Agg.  Surf. , PMB,  Seal 

Fence  & Signing 

Structures 

8/23/72 

9/26/72 

210  Cal 
Days 

145  Cal 
Days 

10/31/72 

NOT  STARTED 

Structures  & Approaches 

5/22/72 

270  Cal 
Days 

7/11/72 

Good 

12 

23 

Sign  & Delineation  & 

Traffic  Signals 

1/27/72 

60  Cal 
Days 

4/26/72 

Fair 

75 

Partial  Lighting 

8/11/72 

30  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf. , PMB 

PMS,  Fencing  & Sign 

12/1/71 

300  Cal 
Days 

4/4/72  Poor 

6 

68 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 

Glendive  - 41-30  (Cont'd) 


I 94-6  (21)  191  U-2 

0.011 

Schultz  Si  Lindsay 

$221,351. 13 

Dawson  Co.  Line-E. 

$247,677.54 

I 94-6  (22)  197  U-1 

6.  823 

Wm.  Clairmont,  Inc. 

$1,  174,821.  71 

Milepost  197  - E. 

$2,266,395.58 

1 94-6(22)  197  U-2 

0.  026 

Walter  Mackin  Si  Son 

$105,794.08 

Milepost  197  - E. 

$187,851.80 

EHS-I  94-7(9)  233  PS  U-1 

Hilde  Const.  Co. 

$1,024,760.67 

Wibaux  - E & W. 

15.280 

$3,695, 120.03 

I 94-7  (10)  233 

0.072 

Schultz  Si  Meyer  Const. 

$119,282. 54 

Wibaux  - E.  & W. 

$656,852.39 

S-RS  128  (13) 

8.  968 

Schultz  Si  Meyer  Const. 

$565. 00 

Wibaux  - Sidney 

$341,718.70 

F-RF  245  (24)  U-1 

10. 181 

Schultz  Si  Meyer  Const. 

$343,651. 83 

Glendive  - Sidney 

$2,554,731.55 

F-RF  245  (24)  U-2 

0.  034 

F.  L.  Flynn  Si  Co. 

$59,194.72 

Glendive  - Sidney 

$130,969.65 

F-RF  245  (24)  U-3 

0.017 

F.  L.  Flynn  Si  Co. 

... 

Glendive  - Sidney 

$168,091.96 

F 9999  (66)  107.7 

Western  Sign  Corp. 

--- 

Mont.  Highways  16, 
23  & 200 

$112,870. 81 

TOTAL  FOR  GLENDIVE  DIVISION  - 41-30 

$4,537,946.  33 

DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 

F-RF  152(11)  U-1 

7.454 

Nilson-Smith  Const. 

$1,285,325.66 

Harlem- Dodson 

$1,319,230.66 

S 202  (1)  U-90 

7.466 

Gus  M.  Albert 

$117,819.  85 

Brockton- North 

$122,623. 53 

S 415(5),  RS  416(4), 

14.362 

Gus  M.  Albert 

$151,664.  74 

& S-RS  417  (6) 

$480,139.30 

Med.  Lake-E. , Dagmar- 
Coalridge- McElroy  & Antelope- 

Coalridge 

EHS-F  9999  (30)  144.5 

Western  Sign  Corp. 

$64,769.  90 

U.  S.  Hwys  #2  & 191 

$89,  160.  77 

Structures 

12/16/71 

G,Agg.Surf.  ,PMBB 

PMBS  Si  Sign  Si  Fence 

4/27/72 

Structure 

4/27/72 

G,Agg.  Surf.  ,PMS 

Si  Interch.  Light 

1/6/72 

Structures 

5/22/72 

Agg.  Surf.  , PMBB  Si 

Signing 

7/27/72 

G , Agg.  Surf.  , PMBB 

PMBS  Si  Traf.  Cont.  Devices 

4/27/72 

Structure 

4/27/72 

Structure 

7/27/72 

Signing 

10/30/72 

210  Cal 
Days 

3/17/72 

Good 

9 

300  Cal 
Days 

5/17/72 

Good 

21 

150  Cal 
Days 

6/29/72 

Fair 

7 

360  Cal 
Days 

5/3/72 

Good 

85 

310  Cal 
Days 

7/7/72 

Good 

11 

120  Cal 
Days 

9/8/72 

■■ 

50 

120  Cal 
Days 

6/19/72 

51 

130  Cal 
Days 

8/15/72 

7 

130  Cal 
Days 

NOT  STARTED 

60  Cal 
Days 

NOT  STARTED 

G,Agg.  Surf.  , PMBB 

Si  Signing 

7/1/71 

360  Cal 
Days 

8/9/71 

PMB  Overlay 

7/26/71 

150  Cal 
Days 

9/3/71 

■■ 

Agg.  Surf.  Si  PMB 

12/1/71 

150  Cal 
Days 

8/17/72 

Good 

17 

Sign  & Delineation 


12/16/71 


180  Cal  b/l9P2  COMP.  9/5/72 
Days 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 
Wolf  Point  - 42-30  (Cont'd) 


EHS  F 9999  (49)  137.2 

Mont.  Hwys  13,  24  & 200 

Western  Sign  Corp. 
$38,092.90 

$18,417.34 

Sign  & Delineation 

1/27/72 

180  Cal 
Days 

8/28/72 

COMP.  10/23/72 

EHS  F 9999  (65)  129.3 

Various  Roads 

Utility  Builders 
$80, 161.68 

$1,952.24 

Signing,  Signals  & 

Lights 

8/11/72 

30  Cal 
Days 

9/26/72 

Fair  5 

33 

TOTAL  FOR  WOLF  POINT  DIVISION  - 42-30 $1,639,949.  73 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


F 53(16)  & F 230  (12)  --- 
Billlngs-N.  E.  , Billings 
Fairground  s-Northeast 

Yellowstone  Electric 
$138,867.08 

$139,156.52 

Lighting 

12/7/71 

90  Cal 
Days 

4/19/72 

COMP.  10/16/72 

I 90-8  (52)  396  U-1,  13.336 

I 90-8  (63)  406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 

Spur  - Columbus 

Schultz  & Lindsay 
$6,846,354.10 

$6,890,011.  77 

G,Agg.  Surf.  ,PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70 

99 

I 90-8  (68)  418  U-1  & --- 
1 90-9  (39)  476  U-1 

Park  City-W  & Big  Horn  Co. 

Line  - E. 

Fred  Strandberg  Const. 
$463,802.50 

$463,269.58 

Dual  Rest  Area 

7/17/71 

210  Cal 
Days 

8/27/71 

99 

I 90-8  (68)  418  U- 2 — Papp  Landscaping 

I 90-9  (39)  476  U- 2 & $7,213.00 

I 94-3  (30)  105  U-2 

Park  City  - W. , Big  Horn  Co. 

Line  - E.  & Rosebud  - E.  Section 

$6,854.09 

Lndscp  Rest  Areas 

1/27/72 

11/1/72 

9/19/72 

99 

I 90-8  (69)  455  & 29.358 

I 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

Line-W,  & Big  Horn  Co.  Line  E. 

Western  Sign  Corp. 

$164, 180.  97 

$109,671.08 

Sign,  Delineation  & 

Sign  Lighting 

12/1/71 

10  Cal 
Days 

5/5/72 

62 

I-IG  90-9(26)471  U-1  13.063 
& 1 90-8  (55)455  U-5 

Big  Horn  Co.  Line-E.  & 

Pinehill- Pryor  Creek 

Wm.  Collins  & Sons 
& Tennefos  Const. 

$2,027,  138. 11 

$2,053,938.90 

G & Rel.  Items  & 

Eros.  Gont.  Diversion 

11/24/70 

210  Cal 
Days 

3/9/71 

Fair 

9 

98 

I-IG  90-9(26)471  U-3  13.064 

Big  Horn  Go.  Line  - E. 

Empire  Sand  & Gravel 
& Wm.  Collins  & Sons 
$2,606,851.98 

$1,868,372.79 

Surf.  & PMBS 

1/26/71 

120  Cal 
Days 

8/12/71 

Good 

82 

76 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 

Billings  - 51-30  (Cont'd) 


I 94-1  (28)  35  U- 1 7.192 

Schultz  & Meyer  Const. 

--- 

G,  Fencing  & Rel  Items 

10/30/72 

210  Cal 

NOT  STARTED 

Custer  - West 

$3,046,967.04 

Days 

I 94-1  (28)  35  U-2  0.022 

F.  L.  Flynn  & Co. 

... 

Structures 

10/30/72 

140  Cal 

NOT  STARTED 

Custer  - West 

$155,462. 36 

Days 

F 107  (16)  & 7.014 

Francis  M.  Tindall 

$1,350,461.  17 

G , Agg.  Surf. , PMBB 

7/30/70 

240  Cal 

10/9/70 

-- 

99 

F 258  (15)  U-1 

Bridger  - Laurel  & Wyo. 

$1,287,649.65 

PMBS  & Signing 

Days 

Line-Bridger 

S 132  (6)  1.692 

Sletten  Const. 

$1,563,887.87 

G,  Agg.  Surf.  , PMBS  & 

10/26/70 

425  Cal 

11/18/70 

Fair  5 

98 

Billings- So. 

$1,601,063.25 

Structures 

Days 

F187(E)U-90  0.776 

Empire  Sand  & Gravel 

$22,975.  80 

G,Agg.  Surf. , PMBB, 

7/27/72 

120  Cal 

9/6/72 

Good  10 

16 

Third  Street  - Hardin 

$270,437.80 

& PMBS 

Days 

FI188(C)U-90  1.644 

Empire  Sand  & Gravel 

... 

Plant  Mix  Overlay,  G, 

8/11/72 

120  Cal 

NOT  STARTED 

Crow  Agency  Frontage  Rd. 

$103,007.65 

Agg.  Surf.  , &L  PMBS 

Days 

S-RS  207  (8)  7.898 

Peter  Kiewit  Sons' 

$373,792.  04 

Grading  & Rel  Items 

1/27/72 

200  Cal 

4/20/72 

-- 

97 

Busby-Wyo.  Line 

$386,427. 75 

Days 

S-RS  207  (9)  13.0 

Empire  Sand  & Gravel 

--- 

Agg.  Surf.  , PMBB,  Seal  & 

9/26/72 

180  Cal 

NOT  STARTED 

Busby-Wyo.  Line 

$427,771.  80 

Cover 

Days 

F 230  (12)  U-2 

Yellowstone  Electric 

$18,259.42 

Traffic  Signals 

1/27/72 

45  Cal 

6/9/72 

-- 

99 

Billings  Fairgrounds- 
Northeast  Road 

$19,831.28 

Days 

EHS-T  9010  (5) 

Western  Sign  Corp. 

$31, 132.  99 

Signing  & Traffic  Signals 

2/18/72 

30  Cal 

7/28/72 

COMP.  10/9/72 

Poly  Dr.  & Virginia 

$34,663.50 

Days 

Lane-Billings 

EHS-T  9010  (7)  & (8)  --- 

Yellowstone  Electric 

$69,836. 33 

Traffic  Cont.  Devices 

3/27/72 

150  Cal 

6/19/72 

5 

48 

BilUngs  St.  Intersections 

$192,  192.49 

Days 

TOTAL  FOR  BILLINGS  DIVISION  - 51-30 $14,961,620.35 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10)  5.694 

Brandenberg-Garland- 
Miles  City 

Gus  M.  Albert 
$196,252.90 

$158,745.  01 

Agg.  Surf.  , PMBS  & 

Sign 

12/1/71 

150  Cal 
Days 

3/22/72 

Poor 

3 

91 

F-RF  86  (38)  0.118 

Miles  City-No.  Dak.  Line 

Cop  Const.  Co. 
$549,672.49 

$483,500.04 

Structure 

12/1/71 

275  Cal 
Days 

3/9/72 

Good 

12 

91 
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MONTHLY  CONSTRUCTION  REPORT  - 10/31/72 


Miles  City  - 52-30  (Cont'd) 

F-RF  86  (39) 

6.280 

Hilde  Const.  Co.  &. 

Miles  City- No.  Dak.  Line 

Maronick  Const. 

$1,214,071.98 

I 94-2  (18)  60  & 

8.  156 

R.  J.  Studer  & Sons 

I 94-3  (25)  76  U-1 

$1,476,683.61 

Hysham  E.  & W.  Access 

Rd.  & Rosebud  Co. 

Line  E. 

I-IG  94-3  (24)  83  U- 

1 7.003 

Hilde  Construction 

Forsyth  - W. 

$1,393,024.56 

I 94-3  (25)  76  U-2 

0.034 

F.  L.  Flynn  & Co. 

Rosebud  Co.  Line- 

E. 

$148,983.64 

I 94-4  (23)  127  U-3 

0.055 

N.  A.  Nelson  Const. 

Miles  City  - West 

$368,487.48 

I 94-4  (24)  136  U-1 

10.  938 

Wm.  Clairmont,  Inc. 

Miles  City  - East 

$2,816,791.35 

I 94-4  (24)  136  U-2 

0.073 

Sletten  Const. 

Miles  City  - East 

$748,045.80 

I 94-4  (27)  119  U-1 

8.  138 

Joe  Mayo  & Son  Inc. 

Hathaway  - East 

& Richardson  Const. 

$1,571,225.85 

S-RS  460  (6)  U-1 

0.  879 

Big  Sky  Const.  Inc. 

Biddle  - East 

$135,073.05 

S-RS  460  (6)  U-2 

0.034 

Walter  Mackin  & Son 

Biddle  - East 

$134,393.44 

TOTAL  FOR  MILES  CITY  DIVISION  - 52-30 


DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53-30 


F-RF  256  (32)  U-1  11.848 

Grass  Range-Jordan 
S-RS  342  (10)  13.704 

Arrow  Creek  - Brooks 
EHS-F  9999  (59)  136.1 

Mont.  Hwys  22  & 200 

TOTAL  FOR  LEWISTOWN  DIVISION 


Joe  Mayo  & Son  Inc. 

$2, 125,326. 11 
Schultz  & Meyer  Const. 
$743,990.57 
Western  Sign  Corp. 
$54,530.70 

53-30 


$61,778.00 

$28,965.  11 

$1,335,496.36 

$23,265.36 

$7,327.00 

$1,524,785.32 


$3,623,862.20 


$2,063,949.  59 
$337,686.28 
$56,293.  55 

$2,457,929.42 


GRAND  TOTAL  STATEWIDE 


$100,692,422.  10 


'1, 


G,  Agg.  Surf.  , PMBB  & 

PMBS 

8/11/72 

220  Cal 
Days 

9/11/72 

Good 

33 

17 

G & Agg.  Surf.  ,PMBB  & 

PMBS 

7/27/72 

270  Cal 
Days 

9/1/72 

Good 

43 

11 

G,Agg.  Surf. , PMBS  & 

Signing 

8/27/70 

300  Cal 
Days 

11/4/70 

COMP. 

10/17/72 

Structure 

7/27/72 

135  Cal 
Days 

10/4/72 

Fair 

8 

11 

Structures 

9/26/72 

250  Cal 
Days 

10/30/72 

G , Agg.  Surf.  , PMBB 

PMBS,  Sign  & Fencing 

7/27/72 

300  Cal 
Days 

9/6/72 

Poor 

12 

1 

Structures 

9/26/72 

280  Cal 
Days 

10/27/72 

G,Agg.  Surf.  , PMBS, 

Fencing  & Signing 

G,  Agg.  Surf. , & Rel  Items 

Structure 

7/1/71 

10/30/72 

10/30/72 

270  Cal 
Days 

180  Cal 
Days 

150  Cal 
Days 

7/12/71 

NOT  STARTED 

NOT  STARTED 

98 

G,  PMBB,  PMBS  & 

Sign 

3/27/72 

250  Cal 
Days 

5/2/72 

Poor 

7 

98 

PMB  Overlay,  Shoulder 
Widening  & Signing 

4/27/72 

180  Cal 
Days 

5/31/72 

Fair 

48 

79 

Signing 

4/27/72 

120  Cal 
Days 

8/30/72 

COMP.  10/5/72 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - November  30,  1972 

CCLC 

(51  a? 5a? “7^  aJ-F 

Project  Number 
& Location 

Mileage 

Contractor  & 

Bid  Price 

Contr.  Payments 
to  Date 

Type  of  Work 

Contract 

Awarded 

Date 

Comp. 

Work 

Began 

Pro-  Men 

gress  Empl. 

^8 

Comp. 

DIVISION  CONSTRUCTION  SECTION  - MISSOULA  - 11-30 

S 36  (7)  U-90 

Helmville  - No. 

5.  on 

Helena  Sand  & Gravel 
$105,. 569.  13 

$83,  486.  52 

Plant  Mix  Surface  Overlay 

7/16/71 

90  Cal 
Days 

9/13/71 

-- 

88 

I 90-1  (48)  0 U-1 
Lookout  Pass-  E. 

4.245 

Goodfellow  Bros. 
$4,008,513.  17 

$3,  990,  148. 59 

G,  Agg.  Surf.  , PMB  Base 

9/30/70 

330  Cal 
Days 

11/4/70 

88 

I-IG  90-  1 (49)  4 U-1 
Saltese  - W. 

6.708 

Goodfellow  Bros. 
$4,607,542.80 

$3,600,526.  22 

G,  Agg.  Surf.  , PMB 
& Structures 

12/1/70 

350  Cal 
Days 

3/30/71 

20 

75 

I-IG  90-1  (49)  4 U-2 
Saltese  - W. 

0.078 

Waddell  Const. 

$563, 940.  80 

$550,379.  01 

Structures 

12/1/70 

360  Cal 
Days 

3/15/71 

96 

I-IG  90-1  (49)  4 U-3 
Saltese  - W. 

0.058 

Max  J.  Kuney  Co. 
$536,022.  15 

$475,338.37 

4 Lane  Structure 

2/2'i/li 

300  Cal 
Days 

4/19/71 

- - 

93 

I 90-1  (50)  16  U-2 
& I 90-1  (52)  11  U-2 

0.044 

Max  J.  Kuney  Co. 
$312,805.  00 

$288,233.92 

Structures 

12/16/71 

225  Cal 
Days 

3/22/72 

_ _ 

88 

DeBorgia- East  & West 

Saltese  - Haugan 

I 90-1  (76)  4 

Saltese  - West 

Federal  Const.  Co. 
$125,475.75 

$45,845.  04 

Dual  Rest  Area 

5/26/71 

210  Cal 
Days 

8/10/71 

_ _ 

37 

I 90-2  (32)  120  U-1 
Clinton  - E.  & W. 

8.908 

Washington  Const. 
$4,235,063.09 

$4,563,892.57 

G,  Agg.  Surf. , PMB 

PMBS,  Sign,  Seed 

Comf.  Sta.  & Forest  Serv. 

12/16/69 

Rd. 

360  Cal 
Days 

1/12/70 

COMP.  11/8/72 

I 90-2  (33)  129  U-1 
& I 90-3  (15)  132  U-1 

6.474 

Washington  Const. 
$3,241,826.29 

$3,720,173.77 

G,Agg.  Surf. , PMB 

Sign  & Dual  Overpass 

7/1/69 

400  Cal 
Days 

8/4/69 

COMP.  11/10/72 

Beaver  tail  - E.  & W. 

EHS  I 90-2  (55)  95  U-2 
Ms  la-  W.  Clinton-  W. 

I 90-2  (59)  106 

East  Msla  Interchange 

25. 253 

Stillwell-Gerard  Const. 
$734,321.64 

Lewis  Const.  Co. 
$26,037.80 

$728,375.  74 

Safety  Correction 

Lighting 

3/27/72 

9/26/72 

150  Cal 
Days 

30  Cal 
Days 

6/22/72  COMP.  10/30/72 

NOT  STARTED 
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■VIONTHLY  CONSTRUCTION  REPORT  - 11/30/72 
Missoula  - 11-30  (Cont'd) 


EHS  I 90-3(35)151 

17.  3 

Skinner  Enterprises 

& I 90-3  (36)  155 

$361,030.  76 

Drummond  W.  -Deer  Lodge  So. 

& Drummond  Interchange 

S 169  (4)  & City 

0.360 

Sletten  Const.  Co. 

Proj.  12S-406 

$1,352,510.65  (State) 

S-RS  447  (3)  U-1 

1. 954 

Clark  Bros.  Contractors 

Victor  - East 

$352,821.63 

S-RS  447  (3)  U-2 

F & S Cont.  Co.  & Sub. 

Victor  - East 

$487,703.62 

T 9081  (4),  (5)  & (6) 

Cascade  Electric  Co. 

City  of  Missoula 

$39,379.  10 

SMP  3299-72 

Frank  V.  Boroni 

Various  Roads 

$150,237.  50 

TOTAL  FOR  MISSOULA  DIVISION  - 11-30 


DIVISION  CONSTRUCTION  SECTION  - KALISPELL  - 12-30 


l^F  5-63  (1) 

Montana  Sign  Supply 

St.  Ignatius  - Pablo 

$56,010.08 

EHS-RF  63  (15) 

0.388 

Konda  Const.  Co. 

St.  Ignatius  - Pablo 

$126,977.21 

S 157  (5) 

4.  771 

Kraling  &.  Nelson 

Kalispell-  Lupfer 

$537,472.01 

U 191  (33) 

0.  257 

Sandon  Const.  Co. 

Pablo- Kalispell 

$249,976.22 

S 221  (5) 

3.482 

Washington  Const. 

Thompson  Falls-  W. 

$683, 668. 99 

EPS- S-RS  334(5)U-1 

1.307 

M & S Const. 

Columbia  Falls-Polebridge 
Canadian  Line 

$522,  117.95 

EPS- S-RS  334(5)U-2 

0.076 

Sletten  Const.  Co. 

Columbia  Falls-Polebridge 

Canadian  Line 

$457,492. 87 

$54, 127.43 

Guard  Rail  reset  & 

related  items 

7/27/72 

$655, 269. 98 

G,Agg.Surf.  ,PMBS 
& Brs. 

10/11/71 

— 

G,  Agg.  Surf.  ,PMBS, 

Seal  & Cover 

11/20/72 

— 

Structures 

11/20/72 

-- 

Signals 

9/26/72 

$120, 108.58 

Crush  & Stockpile 

5/22/72 

$18,875,905.74 

$8,725.20 

Comfort  Stations 

7/27/72 

$134,543.50 

G,Agg.Surf. , & Rd. 

Mix  Surf. 

12/16/71 

$587,337.26 

G,  Agg.  Surf.  ,PMBS 
& Cover 

1/25/71 

$252,884.60 

G,Agg.  Surf.  .Cement 
Tr.Base  & Portland 
Cement  Cone.  Paving 

12/16/71 

$623,828.24 

G & Crush  Base  Surf. 

6/23/70 

$492,233. 35 

G , Agg.  Surf. , PMBB 
& PMBS 

10/22/71 

$420,256.29 

Structure 

10/22/71 

60  Cal 
Days 

8/28/72  --  7 

22 

425  Cal 

12/2/71  Fair  15 

53 

Days 

350  Cal 

NOT  STARTED 

Days 

290  Cal 

NOT  STARTED 

Days 

60  Cal 

NOT  STARTED 

Days 

90  Cal 

7/12/72  COMP.  11/28/72 

Days 

60  Cal 
Days 

9/12/72 

Poor 

2 

22 

100  Cal 
Days 

3/6/72 

COMP. 

11/27/72 

180  Cal 
Days 

2/22/71 

COMP. 

11/15/72 

130  Cal 
Days 

3/27/72 

Fair 

5 

97 

200  Cal 
Days 

7/30/70 

-- 

-- 

89 

270  Cal 
Days 

4/17/72 

COMP. 

12/1/72 

240  Cal 
Days 

3/13/72 

-- 

-- 

99 

nil 
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MONTHLY  CONSTRUCTION  REPORT  - il/30/72 
Kalispell  - 12-30  (Cont'd) 


EHS-S  377  (4) 

B.  N.  Inc.  Overpass- Whitefish 
EHS-F-RF  9999(57)  U- 1 
U.S.  Hwys  2 & 93  5.26 

Kalispell  & Whitefish 
EHS-F-RF  9999(57)  U-2  & 

F 191  (18)  U-91 

U.S.  2,  U.S.  93  & Mont. 

35  & Pablo- Kalispell 


Sandon  Const.  Co. 
$101,923.58 
Midland  Electric  Co. 
$219,642. 10 

R.  C.  Schmoll  Const. 
Sign  Co. 

$23, 115.25 


SMP  1599-72  M & S Const. 

Various  Roads  $131,342.50 

TOTAL  FOR  KALISPELL  DIVISION  - 12-30 


& 


$174,822.21 


$2,  694,630.  65 


DIVISION  CONSTRUCTION  SECTION  - BUTTE  - 21-30 


S OOOS  (38) 

Secondary  Hwy  278 

24.  7 

R.  C.  Schmoll  Const.  & 
Sign  Co. 

$5,425.00 

I 15-1  (30)  75  U-1 

Apex  - Browns  Bridge 

10.  192 

Hilde  Const.  Co. 
$3,161,029.27 

$3,383,943.  81 

I 15-1(49)62  U-1  & 

F 387  (14) 

Dillon  - North  & 
Dillon  - Twin  Bridges 

2.  163 

Hilde  Const.  Co.  Inc.  & 
Maronick  Const.  Co.  Inc. 
$1,427,682.03 

$1, 645. 97 

I 15-1  (49)  62  U-2 
Dillon  - North 

Cop  Const.  Co 
$132,509.30 

$131,906.  70 

1 15-1  (49)  62  U-3 
Dillon-North 

0.027 

Cop  Const.  Co. 
$369,348.49 

$287,284.86 

I 15-1  (49)  62  U-4 
EHS-F  387  (15) 
Dillon-North  & 
Dillon-Twin  Bridges 

0.061 

Huckaba  Const. 

$495,045.  99 

I 15-1  (50)  85  U-1 
Browns  Bridge-No. 

2. 455 

Washington  Const. 
$1,816,329.49 

$1,971,939.  77 

I-IG  15-1(50)85  U-2 
Browns  Bridge-No. 

0. 105 

M.  Morrin  & Son  Co. 
$917,400.43 

$824,176.66 

I 15-1  (55)87  U- 1 & 

I 15-2  (29)93  U-1 

8.693 

McInWre  & S.  Birch 
$3,474,590.  13 

$1,625,147.84 

Melrose- S & Melrose- 

■N. 

Sidewalk  Replacement 

10/30/72 

110  Cal 
Days 

NOT  STARTED 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 
Days 

4/28/72  Fair 

6 

79 

Traffic  Signals  & Signing 

10/30/72 

90  Cal 
Days 

NOT  STARTED 

Crush  & Stockpile 

10/30/72 

120  Cal 
Days 

11/20/72  Poor 

10 

5 

Signing- 

11/20/72 

120  Cal 
Days 

NOT  STARTED 

Grading  & Fencing 

5/26/71 

275  Cal 
Days 

6/21/71 

COMP. 

11/9/72 

G , Agg.  Surt. , PMS, 
Fencing  & Sign 

9/26/72 

210  Cal 
Days 

10/25/72 

5 

1 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

-- 

-- 

91 

Structure 

2/18/72 

250  Cal 
Days 

3/13/72 

Fair 

4 

80 

Structures 

9/26/72 

180  Cal 
Days 

11/2/72 

Poor 

3 

1 

G,  Fencing  & Rel  Items 

7/1/71 

250  Cal 
Days 

9/27/71 

-- 

-- 

-- 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71 

Fair 

5 

94 

G,  Agg.  Surf.  , PMBB 

PMBS 

1/27/72 

300  Cal 
Days 

3/27/72 

56 

50 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 

Butte  - 21-30  (Cont'd) 


I 15-1  (55)  87  U-2  & 

0.038 

W.  P.  Roscoe  Co. 

$293,915.21 

I 15-2  (29)  93  U-2 

$435,784. 53 

Melrose- S S;  Melrose 

-N. 

115-1  (56)  85 

0.084 

W.  P.  Roscoe  Co.  & 

$795,358.47 

Big  Hole  River 

McLaughlin  Const. 

$799,889.40 

I 15-1  (57)  85,  I 15-1  (58) 

McIntyre  Const.  Co.  & 

$747,  118.74 

64  & I 13- 1 (59)75 

23.  084 

S.  Birch 

Browns  Br.  - N.,  Dillon- 

$2,574,004.89 

Apex  & Apex- Browns  Br. 

LSI  15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

$204,474.50 

Butte  Streets 

$288,715.  24 

I 15-2  (33)  96  U-i  & 

6.420 

Washington  Const. 

$47,429.  56 

F-RF  43  (28)  U-1 

$2,262,869. 12 

Divide  - So.  & 

Wisdom- Divide  Rd. 

I 15-2  (33)  96  U-2 

0.043 

F & S Contracting  Co. 

$11,306.  93 

Divide  - South  Rd. 

$352,742.79 

I 15-3  (20)155  U-1 

6.847 

Schultz  & Lindsay 

$3,353,949.  54 

Boulder  Hill  - South 

$4,689,026. 16 

I 15-3  (20)  155  U-2 

0.030 

Huckaba  Const. 

$420,692.45 

Boulder  Hill  - South 

$469,837.  84 

EMP-1  15-3  (21)  162  U- 

-1 

Goodfellow  Bros. 

$3,845,224.58 

Boulder  Hill  - No. 

5.515 

$4,800,279.27 

BMP  I 15-3  (21)  162  U- 

2 

Riklin  Const.  & 

... 

Boulder  Hill-No. 

0.015 

Phil  R.  Blessinger 

$131,365.23 

1 15-3  (27)  162 

5.  515 

McIntyre  Const.  & 

--- 

Boulder  Hill-No. 

S.  Birch 

$1,207,008.03 

I 15-4  (44)  202 

6. 133 

Washington  Const. 

$1,232,788.  94 

Helena  Hill-Sieben  Interch. 

$1,234, 500. 72 

S-RS  59  (6) 

3.845 

F & S Contracting  Co. 

$7,048.58 

.\lder-Ruby  Dam- So. 

$579,327. 23 

I 90-3(23)  166  U-1 

5.995 

Crick  Co. 

$4, 194,508. 81 

Gold  Creek  - East 

$4,200,  820.27 

Structures 

1/27/72 

250  Cal 
Days 

4/27/72 

Fair 

15 

65 

Dual  Structure 

7/1/71 

350  Cal 
Days 

7/22/71 

COMP. 

11/13/72 

Agg.  Surf.  , PMBB,  PMBS 
& Signing 

5/22/72 

300  Cal 
Days 

6/20/72 

-- 

56 

33 

Lndscp  & Rel  Work 

3/27/72 

180  Cal 
Days 

5/1/72 

-- 

-- 

72 

G,  Fencing  & Rel  Items 

8/11/72 

240  Cal 
Days 

9/5/72 

37 

6 

Structures 

8/11/72 

210  Cal 
Days 

9/25/72 

Good 

8 

7 

G,  Agg.  Surf. , PMS 

Fencing  & Sign 

11/30/71 

300  Cal 
Days 

3/13/72 

40 

73 

Structures 

9/20/71 

300  Cal 
Days 

3/7/72 

■■ 

^ “ 

90 

G & Rel  Items 

Grade  Separation 

Agg.  Surf.  , PMS  & 

Sign 

10/22/71 

10/22/71 

12/1/71 

350  Cal 
Days 

150  Cal 
Days 

60  Cal 
Days 

11/18/71 

NOT  STARTED 

NOT  STARl ED 

50 

81 

G,  Agg.  Surf.  , PMBS 

4/27/71 

240  Cal 
Days 

6/14/71 

COMP. 

11/3/72 

G,  Agg.  Surf. , Fencing 
& Signing 

9/26/72 

180  Cal 
Days 

10/25/72 

29 

10 

G,  Agg.  Surf. , PMS 
Fencing,  Sign  Dual 

Rest  Area  & Structure 

6/1/71 

330  Cal 
Days 

7/1/71 

20 

96 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 

Butte  - 21-30  (Cont'd.) 


I 90-3  (23)  166  U-2  0.074 

Gold  Creek  - East 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$533,222.49 

$529,876.41 

Structures 

5/26/71 

300  Cal 
Days 

9/20/71  COMP.  11/20/72 

I 90-3  (23)  166  U-3  & 

I 90-3  (33)  143  U-2 
GoldCreek-E.  & Bearmouth 

W.  & E. 

Nelson  Lndscp,  Serv. 
$24,765.00 

$12, 141.  00 

Lndscp.  Rest  Areas 

1/27/72 

6/1/73 

5/1/72 

I 90-3  (32)  179  U-1  7.091 

Deer  Lodge-No.  & So. 

N.F.T.  Inc.  & Assoc. 
$1,169,186.29 

$147,578.07 

G,Agg.  Surf.  ,PMBS 
& Lighting 

7/27/72 

270  Cal 
Days 

8/24/72 

J5 

I 90-3  (32)179  U-2  0.077 

Deer  Lodge  No.  & So. 

Riklin  Const.  Co.  & 

Phil  R.  Blessinger 
$298,  177.  14 

$40,983.45 

Structures 

7/27/72 

220  Cal 
Days 

8/29/72  Fair  8 

18 

EHS-S-RS  452  (3)  U-1  0.159 
Whitehall-Jefferson  Is. 

Jim  Gilman  Exc.  Inc. 
$95,305.20 

G,  Agg.  Surf. 

10/30/72 

200  Cal 
Days 

NOT  STARTED 

EHS-S-RS  452  (3)  U-2  0.  054 
Whitehall-Jefferson  Is. 

Huckaba  Const. 
$239,561.60 

Structure 

10/30/72 

180  Cal 
Days 

NOT  STARTED 

TOTAL  FOR  BUTTE  DIVISION  - 21-30 $24, 110,440,  85 


DIVISION  CONSTRUCTION  SECTION  - BOZEMAN  - 22-30 


I 90-7  (24)  374  U-1  13.701 

& I 90-8  (62)  388 

Greycliff-E.  & Reedpoint- W 

Washington  Const. 
$5,079,801.40 

$5,202,436.  96 

G,Agg.  Surf.  ,PMBS 

Sign.  , Seed,  & Lighting 

9/15/70 

400  Cal 
Days 

10/20/70 

99 

I 90-7  (24)  374  U-3 
Greycliff  - E. 

13.408 

Williams  Const. 
$78,067.30 

$74, 135. 68 

Fencing 

9/15/70 

30  Cal 
Days 

10/15/70 

Poor 

4 

99 

EHS  I 90-7  (33)  327 
Livingston-  E & W 

14.288 

Lewis  Const.  Co. 
$523,119.55 

$386,  166. 94 

Safety  Corrections 

5/22/72 

120  Cal 
Days 

6/20/72 

Good 

30 

98 

F-RF  239  (18) 

Wilsall- White  Sulphur 

8.381 

N.F.T.  Inc.  & Assoc. 
$1,059,178.70 

$129,536.97 

G,  Agg.  Surf. , PMBB 

PMBS,  Fenc.  & Sign 

7/27/72 

250  Cal 
Days 

8/22/72 

15 

S-RS  370  (19) 

Bozeman-  Wilsall 

S 370  (20) 

Bozeman-  Wilsall 

6.746 

6.746 

Brasel  & Sims  Const. 
$738,  125.59 

Long  Const.  Co.  , Inc. 
$266,937.20 

$531,738.29 

G & Agg.  Surf. 

PMBBS,  Seal,  Cover 
& Signing 

12/1/71 

10/30/72 

250  Cal 
Days 

60  Cal 
Days 

5/24/72 

NOT  STARTED 

85 

TOTAL  FOR  BOZEMAN  DIVISION  - 22-30 


$6,324,014,84 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 

DIVISION  CONSTRLCITON  SECTION  - GREAT  FALLS  - 31-30 


A- AD  Id  (5) 

2.435 

Maronick  Const. 

$16, 764. 35 

Access  Road 

$90,739.01 

I 15-5  (57)280  U-1 

10.082 

Peter  Kiewit  Sons' 

$3,507,443.  92 

Vaughn  - No. 

$3,780,299.64 

I 15-5  (57)280  U-2 

0.050 

Cop  Const.  Co. 

$511,364.40 

Vaughn- No. 

$532,215.26 

I 15-6  (17)  291  U-1 

7.  752 

McLityre  Const.  Co. 

$3,411,695.  96 

Power  No.  & So. 

& S.  Birch 
$2,958,442.19 

I 15-6  (17)  291  U-2 

0.014 

Cop  Const.  Co. 

$309,301.04 

Power  No.  & So. 

$311,731.24 

I-IG  15-7(13)  323  U-1 

9.641 

Zook  Bros. 

$3,  177,445.  55 

& F 211  (15) 

$3,279,  333.49 

Conrad-N  & S & Vaughn-Conrad 

I 15-7(14)  331  & 

11.390 

Peter  Kiewit  Sons' 

$3,286,879.  13 

S 357  (11) 

$3,125,674.20 

Valier  Jet.  -N  & S & Valier-E. 

I-IG  15-7  (15)  323  & 

9.641 

Zook  Bros. 

$2,712,838.  80 

RF  211  (16) 

Conrad-N  & S 8.  Vaugh 

n- Conrad 

$2,657,  940.69 

EHS-RF  64  (14)  & 

Utility  Builders,  Inc. 

--- 

EHS-F  218  (15) 

$7,187.00 

Gt.  Falls- Armington  & Ulm- 

Gt.  Falls 

S-RS  90  (5) 

6.  4o 

Zook  Bros. 

$484,411.  50 

Dutton  - East 

$601,311.  70 

EHS-T  9052  (3),  (4),  & (5) 

Lewis  Const.  Co. 

$173,798.79 

Var.  Intarsections-Gt. 

Falls 

$206,397. 80 

EHS-T  9052  (6) 

Utility  Builders  Inc. 

$16, 162. 77 

Park  Drive-Gt.  Falls 

$154,249.  96 

EHS-T  90.52  (7)  & (8) 

Cascade  Electric  Co. 

$13,091.07 

City  of  Gt.  Falls 

$82,  346.  11 

T 9052  (11) 

Long  Const.  Co. 

--- 

Lit.  4th  St.NE  & Smelter 

$56,  992. 08 

Ave.  - Gt.  Falls 


Grade  & Agg.  Surf. 

5/3/72 

8/15/72 

5/18/72 

-- 

25 

G,  Agg.  Surf.  ,PMBS 

Signing  & Fencing 

7/1/71 

360  Cal 
Days 

8/6/71 

Good  42 

94 

Structures 

7/1/71 

300  Cal 
Days 

8/26/71 

Fair  4 

97 

G,Agg.  Surf.  ,PMB 

PMS,  Fencing  & Sign 

5/26/71 

300  Cal 
Days 

7/27/71 

Fair 

99 

Structures 

5/16/71 

240  Cal 
Days 

8/17/71 

2 

99 

G,  Rel  Items  & 

Structures 

7/29/70 

350  Cal 
Days 

9/3/70 

COMP.  11/15/72 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

120  Cal 
Days 

5/12/71 

COMP.  11/5/72 

Agg.  Surf.  , PMBS  & 

Signing 

3/30/71 

90  Cal 
Days 

9/13/71 

-- 

98 

Guard  Rail  K Bridge 
Approach  Sections 

1 1/20/72 

30  Cal 
Days 

NOT  START  ED 

G,  Agg.  Surf.  , PMB 

4/27/72 

180  Cal 
Days 

5/31/72 

Good  7 

91 

Traf.  Cont.  Devices 

& Guard  Rail 

3/27/72 

120  Cal 
Days 

5/8/72 

Fair  5 

85 

Cone.  Paving,  Sign.  , 
Signals 

7/27/72 

90  Cal 
Days 

9/7/72 

- - 

10 

Traf.  Cont.  Devices 

6/19/72 

90  Cal 
Days 

8/23/72 

- - 

17 

Widening,  Signing,  Light. 

& Incidental  Work 

10/30/72 

60  Cal 
Days 

NOT  STARTED 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 
Great  Falls  - 31-30  (Cont'd) 


F 9999  (24)  122.0  Watters  Const.  Co. 

U.S.  Hwys.  87  & 89  $57,  140.80 

& Mont.  Hwys  21  & 200 

TOTAL  FOR  GREAT  FALLS  DIVISION  - 31-30 

$64,483.08 

$17,685,680.36 

Sign  & Delineation 

10/22/71 

180  Cal 
Days 

5/3/72 

99 

DIVISION  CONSTRUCTION  SECTION  - HAVRE  - 32-30 

A-SI  16  (1) 

16. 551 

Peter  Kiewit  Sons' 

$766, 162. 91 

G , Agg.  Surf.  , PMBB 

2/18/72 

150  Cal 

3/24/72 

COMP.  11/10/72 

Shelby- Southeast 

$660,521.20 

Cover  & Signing 

Days 

F-RF  101  (9) 

7.314 

Baltrusch  Const.  & All. 

$37, 122. 00 

PMB  Overlay 

7/27/72 

no  Cal 

9/26/72 

-- 

15 

Zurich  - Harlem 

$241,935.45 

Days 

S-RS  193  (13) 

3.758 

Zook  Bros. 

$70,271.89 

G , Agg.  Surf. , PMS, 

8/23/72 

180  Cal 

9/27/72 

Good  ,32 

35 

Valier  -Cut  BanL 

$347,867. 15 

F'ence  & Signing 

Days 

F-RF  220  (12)  & 

3.501 

Schultz  & Lindsay 

$675, 190. 55 

G , Agg.  Surf.  , PMS  K 

12/1/71 

180  Cal 

4/11/72 

COMP.  11/17/72 

S-RS  193  (12) 

$679,814.30 

Fence 

Days 

Cut  Bank- W.  & Valier- 

Cut  Bank 

F-RF  226  (1)  U-90 

11. 641 

Zook  Bros. 

$270,654.  91 

G , Agg.  Surf.  , PMBB 

4/27/72 

90  Cal 

7/28/72 

__ 

89 

E.  Glacier  - Kiowa  Jet 

$301, 181.  28 

PIvIBS  & Traf.  Cont.  Devices 

Days 

S-RS  237  (10)  U-1 

5.926 

Zook  Bros. 

$633.  00 

G , Agg.  Surf. , PMB,  Seal 

8/23/72 

210  Cal 

10/31/72 

Slow  23 

10 

Oilmont-East 

$626,883.26 

Fence  & Signing 

Days 

S-RS  237  (10)  U-2 

0.047 

VoUc  Const.  Inc. 

--- 

Structures 

9/26/72 

145  Cal 

NOT  STARTED 

Oilmont  - East 

$152,594.26 

Days 

S 301  (17) 

0. 161 

Sletten  Const.  Co. 

$249,062.  87 

Structures  ik  Approaches 

5/22/72 

270  Cal 

7/11/72 

Good  18 

41 

Havre-Canadian  Line 

$788,931.81 

Days 

EPS  F 9999  (48) 

130.4 

Western  Sign  Corp. 

$68,820.40 

Sign  & Delineation  & 

1/27/72 

60  Cal 

4/26/72 

96 

U.S.  Hwys  89  & 2 

$86,612.05 

Traffic  Signals 

Days 

& Mont.  49 


TOTAL  FOR  HAVRE  DIVISION  - 32-30 $2,137,918.53 


DIVISION  CONSTRUCTION  SECTION  - GLENDIVE  - 41-30 


I 94-5  (16)  173 

Midland  Electric  Co. 

--- 

Partial  Lighting 

8/11/72 

30  Cal 

NOT  STARTED 

Terry  - West  Interch. 

$26,  747.00 

Days 

I 94-6  (21)  191  U-1  5.  791 

Dawson  Co.  Line-E. 

Wm.  Clairmont,  Inc. 
$2,282,877.49 

$1,488,524.65 

G,Agg.  Surf.  , PMB 

12/1/71 

300  Cal 

4/4/72  Fair 

22 

71 

PMS,  Fencing  & Sign 

Days 

Si 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 
Glendive  - 41-30  (Cont'd) 


I 94-6  (21)  191  U-2 
Dawson  Co.  Line-E. 

0.011 

Schultz  & Lindsay 
$247,677. 54 

$244,349.41 

I 94-6  (22)  197  U- 1 
Milepost  197  - E. 

6.823 

Wm.  Clairmont,  Inc. 
$2,266, 395. 58 

$1, 174,821.  71 

I 94-6  (22)  197  U-2 
Milepost  197  - E. 

0.026 

Walter  Mackin  & Son 
$187,851.  80 

$139, 065. 65 

EHS-I  94-7  (9)233  PS  U 

-1 

Hilde  Const.  Co. 

$1,398,936.  87 

Wibaux  - E & \V 

15.280 

$3,695,120.03 

I 94-7  (10)  233 

Wibaux  - E.  & W. 

0.  072 

Schultz  & Meyer  Const. 
$656,852.39 

$145,495.  86 

S-RS  128  (13) 

Wibaux  - Sidney 

8,968 

Schultz  & Meyer  Const. 
$341,718.70 

$120, 126.  77 

F-RF  245  (24)  U-1 
Glendive  - Sidney 

10. 181 

Schultz  & Meyer  Const. 
$2, 554, 731. 55 

$632,914.87 

F-RF  245  (24)  U-2 
Glendive  - Sidney 

0.034 

F.  L.  Flynn  & Co. 
$130,969.  65 

$78,507.60 

F-RF  245  (24)  U-3 
Glendive  - Sidney 

0.017 

F.  L.  Flynn  & Co. 
$168,091.  96 

F 9999  (66) 

Mont.  Highways  16, 

23  & 200 

107.  7 

Western  Sign  Corp. 
$112,870.81 

TOTAL  FOR  GLENDIVE  DIVISION  - 41-30 ^5,422,743,39 


DIVISION  CONSTRUCTION  SECTION  - WOLF  POINT  - 42-30 


ERFO  70  (1)  U-2 
Nashua-  Wolf  Point 

0.018 

Volk  Const.  Inc. 
$209,261.  81 

— 

S-RS  98  (5) 

Wolf  Point-N.  & E. 
Loop- So.  Section 

5.848 

Joe  Mayo  & Sons,  Inc. 
$515,893.53 

F-RF  152  (11)  U-1 
Harlem-Dodson 

7.454 

Nilson- Smith  Const. 
$1,319,230.66 

$1,308,520.28 

S 202  (1)  U-90 
Brockton-North 

7.466 

Gus  M.  Alioert 
$122,623. 53 

$117,819.85 

Structures 

12/16/71 

210  Cal 
Days 

3/17/72 

1 

99 

G , Agg.  Surf.  , PMBB 

4/27/72 

300  Cal 

5/17/72 

Fair- 

13 

67 

PMBS  & Sign  & Fence 

Days 

Structure 

4/27/72 

150  Cal 
Days 

6/29/72 

Fair 

6 

80 

G,  Agg.  Surf.  ,PMS 

1/6/72 

360  Cal 

5/3/72 

Poor 

70 

41 

& hiterch.  Light 

Days 

Structures 

5/22/72 

310  Cal 
Days 

7/7/72 

Good 

15 

27 

Agg.  Surf.  , PMBB  & 

7/27/72 

120  Cal 

9/8/72 

-- 

3 

88 

Signing 

Days 

G,  Agg.  Surf.  , PMBB 

4/27/72 

120  Cal 

6/19/72 

Good 

51 

34 

PMBS  & Traf.  Cont.  Devices 

Days 

Structure 

4/27/72 

130  Cal 
Days 

8/15/72 

Fair 

8 

92 

Structure 

7/27/72 

130  Cal 

NOT  STARTED 

Days 

Signing 

10/30/72 

60  Cal 

NOT  STARTED 

Days 

G,  Agg.  Surf. , Road 


MBS  & Structure 

G,  Agg.  Surf, PMBB, 
Fencing  & Signing 

11/3/72 

200  Cal 
Days 

11/27/72 

Fair  5 

1 

G,Agg.  Surf.  , PMBB 
& Signing 

7/1/71 

360  Cal 
Days 

8/9/71 

2 

97 

PMB  Overlay 

7/26/71 

150  Cal 
Days 

9/3/71 

COMP.  10/20/72 

’Si 


MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 
Wolf  Point  - 42-30  (Cont'd) 


S 415(51,  RS  410(4),  14.3o2 

& S-RS  417  (6) 

Med.  Lake-E.  , Dagmar- 
Coalridge-McElroy  & Antelope- 
Coalridge 

Gus  M.  Albert 
$480,  139.30 

$270,240.74 

Agg.  Surf.  & PMB 

12/1/71 

150  Cal 
Days 

8/17/72 

16 

EHS  F 9999  (55)  129.3 

Various  Roads 

Utility  Builders  Inc. 

$80,  161.08 

$28,580.  80 

Signing,  Signals  ik 
Lights 

8/11/72 

30  Cal 
Days 

9/26/72 

Poor 

5 

51 

TOTAL  FOR  WOLF  POLNT  DIVISION  - 42-30 $1,725,161.67 


DIVISION  CONSTRUCTION  SECTION  - BILLINGS  - 51-30 


I 90-8  (52)  396  U-1,  13.336 

I 90-8  (63)  406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 

Spur  - Columbus 

Schultz  & Lindsay 
$6,846,354.  10 

$6,890,011.  77 

G,  Agg.  Surf.  ,PMBS 
& Signing 

3/26/70 

500  Cal 
Days 

4/13/70 

99 

I 90-8  (68)  418  U-1  & 

I 90-9  (39)  476  U-1 

Park  City-W  & Big  Horn  Co. 

Line  - E. 

Fred  Strandberg  Const. 
$463,802.50 

$469,870.97 

Dual  Rest  Area 

7/17/71 

210  Cal 
Days 

8/27/71 

99 

I 90-8  (68)  418  U-2 

I 90-9  (39)  476  U-2  & 

I 94-3  (30)  105  U-2 

Park  City  - W.  , Big  Horn  Co. 
Line  - E.  & Rosebud- E.  Section 

Papp  Landscaping 
$7,213.  00 

$6,854.09 

Lndscp.  Rest  Areas 

1/27/72 

11/1/72 

9/19/72 

99 

I 90-8  (69)  455  & 29.358 

I 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

Line- W,  & Big  Horn  Co.  Line  E. 

Western  Sign  Corp. 

$164, 180.  97 

$118,806.58 

Sign,  Delineation  & 

Sign  Lighting- 

12/1/71 

10  Cal 
Days 

5/5/72 

69 

I 90-8  (72)  407 

Columbus  Interchange 

R.  C.  Schmoll  Const. 

& Sign  Co. 

$23,420.50 

Lighting 

11/20/72 

30  Cal 
Days 

NCT  STARTED 

I- IG  90-9  (26)  471  U-1  13.063 
& I 90-8  (55)  455  U-5 

Wm.  Collins  & Sons 
& Tennefos  Const. 

$2,075,825.  10 

G & Rel.  Items  & 

Eros.  Cont.  Diversion 

11/24/70 

210  Cal 
Days 

3/9/71 

CCMP.  11/9/72 

Big  Horn  Co.  Line-E.  & $2,027,  138.11 

Pinehill-Pryor  Creek 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 

Billings  - 51-30  (Cont'd) 


I IG  90-9  (26)  471  U-3 

13.  064 

Empire  Sand  & Gravel 

Big  Horn  Co.  Line-E. 

& Wm.  Collins  & Sons 

$2,606,851.98 

I 90-9  (40)  493 

R.  C.  Schmoll  Const. 

Hardin  Interchanges 

Sign  Co. 

$45,  005.  75 

I 94-1  (28)  35  U-1 

7.192 

Schultz  & Meyer  Const 

Custer  - West 

$3,046,967.04 

I 94-1  (28)  35  U-2 

0.022 

F.  L.  Flynn  & Co. 

Custer  - West 

$155,462.36 

I 94-1  (34)  46  U-1 

3.  740 

Schultz  & .Meyer  Const 

Custer  E.  & W.  (E.Sect 

.) 

$1,603,266.45 

I 94-1  (34)  46  U-3 

0.014 

F.  L.  Flynn  & Co. 

Custer  E.  & W.  (E.Sect.) 

$164,302.84 

F 107  (16)  & 

7.014 

Francis  M.  Tindall 

F 258  (15)  U-1 

$1,287,649.65 

Bridger-  Laurel  & Wyo. 

Line-Bridger 

S 132  (6) 

1.692 

Sletten  Const. 

Billings-So. 

$1,601,063.25 

F 187  (E)  U-90 

0.776 

Empire  Sand  & Gravel 

Third  Street- Hardin 

$270,437.  80 

FI  188  (C)  U-90 

1.644 

Empire  Sand  & Gravel 

Crow  Agency  Frontage  Rd. 

$103,007.65 

S-RS  207  (8) 

7.898 

Peter  Kiewit  Sons' 

Busby- Wyo.  Line 

$386,427. 75 

S-RS  207  (9) 

13.0 

Empire  Sand  & Gravel 

Busby- Wyo.  Line 

$427,771.80 

F 230  (12)  U-2 

Yellowstone  Electric 

Billings  Fairgrounds- 

$19,831.28 

Northeast  Road 

EHS-T  9010  (7)  & (8) 

Yellowstone  Electric 

Billings  St.  Intersections 

$192,  192.49 

$2, 163,047.  59 

Surf.  & PMBS 

1/26/71 

--- 

Lighting 

11/20/72 

--- 

G,  Fencing  & Rel  Items 

10/30/72 

-- 

Structures 

10/30/72 

--- 

G,Agg.  Surf.  ,PMBB,  PMBS, 
Fencing  & Signing 

11/3/72 

— 

Structures 

11/3/72 

$1, 352, 532. 35 

G , Agg.  Surf. , PMBB 

PMBS  & Signing 

7/30/70 

$1,566,893.  87 

G,Agg.  Surf.  , PMBS  & 
Structures 

10/26/70 

$62,  463.  73 

G,Agg.  Surf. , PMBB, 

& PMBS 

7/27/72 

— 

Plant  Mix  Overlay,  G, 

Agg.  Surf.  , & PMBS 

8/11/72 

$383,708.35 

Grading  & Rel  Items 

1/27/72 

... 

Agg.  Surf.  , PMBB,  Seal 
& Cover 

9/26/72 

$18,259.42 

Traffic  Signals 

1/27/72 

$98,009.  89 

Traffic  Cont.  Devices 

3/27/72 

120  Cal 
Days 

8/12/71 

Slow  20 

88 

30  Cal 

NOT  STARTED 

Days 

250  Cal 

NOT  STARTED 

Days 

140  Cal 

NOT  STARTED 

Days 

380  Cal 
Days 

11/10/72 

Fair  19 

1 

120  Cal 

NOT  STARTED 

Days 

240  Cal 
Days 

10/9/70 

COMP.  11/3/72 

425  Cal 

11/18/70 

Fair  12 

98 

Days 

120  Cal 
Days 

9/6/72 

-- 

26 

120  Cal 

NOT  STARTED 

Days 

200  Cal 

4/20/72 

COMP.  11/4/72 

Days 

180  Cal 

10/31/72 

Fair  15 

20 

Days 

45  Cal 

6/9/72 

COMP.  11/29/72 

Days 

150  Cal 
Days 

6/19/72 

4 

48 

TOTAL  FOR  BILLINGS  DIVISION  - 51-30 


$15,206,283,71 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 


DIVISION  CONSTRUCTION  SECTION  - MILES  CITY  - 52-30 


S-RS  45  (10) 

5.  694 

Gus  M.  Albert 

Br  and  enberg- Gar  land- 

$196,252.90 

Miles  City 

F-RF  86  (38) 

0.118 

Cop  Const.  Co. 

Miles  City-No.  Dak 

. Line 

$549,672.49 

F-RF  86  (39) 

6.280 

Hilde  Const.  Co.  & 

Miles  City-No.  Dak.  Line 

Maronick  Const. 

$1,214,071.98 

I 94-2(18)  60  & 

8.  156 

R.  J.  Studer  & Sons 

I 94-3  (25)  76  U-1 

$1,476,683.61 

Hysham  E.  & W.  Access 

Rd.  & Rosebud  Co. 

Line  E. 

I 94-3  (25)  76  U-2 

0.034 

F.  L.  Flynn  & Co. 

Rosebud  Co.  Line  - 

E. 

$148,983.64 

I 94-4  (23)  127  U-3 

0.055 

N.  A.  Nelson  Const. 

Miles  City  - West 

$368,487.48 

I 94-4  (24)  136  U-1 

10.  938 

Wm.  Clairmont,  Inc. 

Miles  City  - East 

$2,816,791.35 

I 94-4  (24)  136  U-2 

0.073 

Sletten  Const. 

Miles  City  - East 

$748,045.80 

I 94-4  (27)  119  U-1 

8. 138 

Joe  Mayo  & Son  Inc. 

Hathaway  - East 

& Richardson  Const. 

$1,571,225.85 

S-RS  460  (6)  U-1 

0.879 

Big  Sky  Const.  Inc. 

Biddle  - East 

$135,073. 05 

S-RS  460  (6)  U-2 

0.034 

Walter  Mackin  & Son 

Biddle  - East 

$134,393.44 

TOTAL  FOR  MILES  CITY  DIVISION  - 52-30 


$161,005.81 

Agg.  Surf.  , PMBS  & 

Sign 

12/1/71 

$501,420. 30 

Structure 

12/1/71 

$241,226.51 

G,  Agg.  Surf. , PMBB  & 

PMBS 

8/11/72 

$186,582. 76 

G & Agg.  Surf.  , PMBB  & 
PMBS 

7/27/72 

$41,123.36 

Structure 

7/27/72 

... 

Structures 

9/20/72 

$12,653.59 

G,  Agg.  Surf.  , PMBB 

PMBS,  Sign  & Fencing 

7/27/72 

— 

Structures 

9/26/72 

$1,556,320.53 

G , Agg.  Surf.  , PMBS, 

Fencing  & Signing 

7/1/71 

... 

G,Agg.Surf. , & Rel  Items 

10/30/72 

--- 

Structure 

10/30/72 

$2,700,332.86 


150  Cal 
Days 

3/22/72 

91 

275  Cal 
Days 

3/9/72 

Poor 

6 

94 

220  Cal 
Days 

9/11/72 

Good 

25 

30 

270  Cal 

9/1/72 

Good 

60 

26 

Days 


135  Cal 
Days 

10/4/72 

Fair 

7 

24 

250  Cal 
Days 

10/30/72 

Good 

5 

7 

300  Cal 
Days 

9/6/72 

Poor 

26 

2 

280  Cal 
Days 

10/27/72 

Good 

9 

3 

270  Cal 
Days 

180  Cal 
Days 

7/12/71 

NOT  STARTED 

99 

150  Cal 
Days 

11/29/72 

4 

0 

DIVISION  CONSTRUCTION  SECTION  - LEWISTOWN  - 53-30 

F-RF  256  (32)  U-I  11.848  Joe  Mayo  & Son  Inc . $2,  163,705.68  G,PMBB,PMBS&  3/27/72  250  Cal  5/2/72  Fair  9 99 

Grass  Range  - Jordan  $2,125,326.11  Sign  Days 
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MONTHLY  CONSTRUCTION  REPORT  - 11/30/72 
Lewistown  - 53-30  (Cont'd) 


F-RF  256  (36)  U-1  4.847 

Musselshell  River- 
East  & West  Section 


Wickens  Bros. 
$800,778.49 


F-RF  256  (36)  U-2 
Musselshell  River  - 
East  & West  Section 


Cop  Const.  Co. 
$384,302.73 


S-RS  342  (10) 

Arrow  Creek  - Brooks 
SMP  1499-72 
Various  Roads 


13.704  Schultz  & Meyer  Const. 
$743,990.57 
Peter  Kiewit  Sons'  Co. 
$77, 160.  00 


TOTAL  FOR  LEWISTOWN  DIVISION  - 53-30 


$627, 746, 65 


$2,791,452.33 


GRAND  TOTAL  STATEWIDE 


$99,674,564.93 


G,  Agg.  Surf.  , PMBS 
Fencing  & Signing 

11/20/72 

300  Cal 
Days 

NOT  STARTED 

Structures 

11/20/72 

250  Cal 
Days 

NOT  STARTED 

PMB  Overlay,  Shoulder 
Widening  & Signing- 

4/27/72 

180  Cal 
Days 

5/31/72 

Crush  & Stockpile 

11/20/72 

150  Cal 
Days 

NOT  STARTED 

- rxtvat 
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DEPARTMENT  OF  HIGHWAYS 
CONSTRUCTION  BUREAU 


MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  - December  31,  1972 

Project  Number 

L Location 

Mileage 

Contractor  & 

Bid  Price 

Contr.  Payments 
to  Date 

Type  of  Work 

Contract 

Awarded 

Date 

Comp. 

Work  Pro- 

Began  gress 

Men 

Empl. 

% 

Comp. 

MISSOULY  DIVISION  CONSTRUCTION  SECTION  - 11-30 

S 36  ( . ) U- 90 

5.011 

Helena  Sand  & Gravel 

$83, 486.  52 

Plant  Mix  Surf.  Overlap 

7/16/71 

90  Cal 

9/13/71 

88 

Helmc  ille  - No. 

$105, 569. 13 

Days 

I 90-1  (48)  0 U-1 

4.  245 

Goodfellow  Bros. 

$4,029,327.  19 

G,  Agg.  Surf.  , PMB  Base 

9/30/70 

330  Cal 

11/4/70 

-- 

88 

Lookout  Pass-  E. 

$4,008,513.  17 

Day  s 

I-IG  90-1  (49)  4 U-1 

6.708 

Goodfellow  Bros. 

$3,694,997.09 

G,Agg.  Surf.,PMB 

12/1/70 

350  Cal 

3/30/71 

-- 

75 

Saltese  - W. 

$4,607,  542.  80 

& Structures 

Dav  s 

I-IG  90-1  (49)  4 U-2 

0.  078 

Waddell  Const. 

$554, 925. 3b 

Structures 

12/1/70 

360  Cal 

3/15/71 

-- 

96 

Saltese  - W. 

$563,940.80 

Da\  s 

I-IG  90-1  (49)4  U-3 

0.  058 

Max  j.  Kuney  Co. 

$475, 338. 37 

4 Lane  Structure 

2/23/71 

300  Cal 

4/19/71 

-- 

93 

Saltese  - W. 

$536, 022. 15 

Day.s 

I 90-  1(50)16  U-1  & 

10.  828 

Washington  Const.  Co. 

--- 

G,  Agg.  Surf.  K PMBB 

12/14/72 

350  Cal 

NOT  STARTED 

I 90-  1 (52)  11  U-1 

$5, 533, 558. 78 

Days 

DeBorgia-E.  & W.  & 

Saltese  - Haugan 

I 90-1  (50)  16  U-2 

0.044 

Max  J.  Kuney  Co. 

$288,233.92 

Structures 

12/16/71 

225  Cal 

3/22/72  -- 

-- 

88 

& I 90-1  (52)  11  U-2 

$312,805.  00 

Days 

DeBorgla-E.  ik  W.  & 

Saltese  - Haugan 

I 90-1  (76)  4 

--- 

Federal  Const.  Co. 

$49,909.  85 

Dual  Rest  Area 

5/26/71 

210  Cal 

8/10/71 

-- 

37 

Saltese  - West 

$125, 475. 75 

Days 

I 90-2  (59)  106 

--- 

Lewis  Const.  Co. 

--- 

Lighting 

9/26/72 

30  Cal 

NOT  STARTED 

East  Msla  Interchange 

$26,037.80 

Days 

EHS  I 90-3  (35)  151 

17.3 

Skinner  Enterprises 

$105,449. 19 

Guard  Rail  reset  & 

7/27/72 

60  Cal 

8/28/72 

-- 

29 

tl  1 90-3  (36)  155 

$361,030.  76 

related  Items 

Days 

Drummond  W. -Deer  Lodge  So. 

& Drummond  Interchange 

S 169  (4)  & City 

0.360 

Sletten  Const.  Co. 

$785,882.45 

G,  Agg.  Surf.  ,PMBS 

10/11/71 

425  Cal 

12/2/71 

17 

65 

Proj.  12S-406 

$1,352,510.65  (State) 

& Brs. 

Days 

CCL.C  voP 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 
Missoula  - 11-30  (Cont'd) 


S-RS  447  (3)  U-1  1.954 

Clark  Bros.  Contractors 

... 

G , Agg.  Surf.  , PMBS, 

11/20/72 

350  Cal 

NOT  STARTED 

\Tctor  - East 

$352,821.63 

Days 

S-RS  447  (3)  U-2 

F & S Cont.  Co.  & Sub. 

... 

Structures 

11/20/72 

290  Cal 

NOT  STARTED 

Victor  - East 

$487,703.62 

Days 

T 9081  (4),  (5)  & (b) 

Cascade  Electric  Co. 

... 

Signals 

9/26/72 

60  Cal 

NOT  STARTED 

City  of  Missoula 

$39,379.  10 

Days 

$18,412,911.  14 

$10,067,549.94 

TOTALS  FOR  MISSOULA  DIVISION  - 11-30 

KALISPELL  DIVISION  CONSTRUCTION  SECTION  - 12-30 

LSF  5-63  (1) 

Montana  Sign  Supply 

$16,336.  98 

Comfort  Stations 

7/27/72 

60  Cal 

9/12/72 

27 

St.  Ignatius  - Pablo 

$56,010.08 

Days 

F 191  (18)  U-90  0.880 

M & S Const. 

... 

G,  Agg.  Surf.  , !i  PMBS 

12/14/72 

120  Cal 

NOT  STARTED 

Poison- Soutli 

$154,957.23 

Days 

U 191  (33)  0.257 

Sandon  Const.  Co. 

$283,023.54 

G,  Agg.  Surf.  , Cement 

12/16/71 

130  Cal 

3/27/72  Fair 

5 

97 

Pablo- Kalispell 

$249,976. 22 

Tr.Base  & Portland 

Days 

Cement  Cone.  Paving 

S 221  (5)  3.482 

Washington  Const. 

$631, 750. 96 

G & Crush  Base  Surf. 

6/23/70 

200  Cal 

7/30/70 

-- 

89 

Thompson  Falls- W. 

$683,668. 99 

Days 

EPS- S-RS  334  (5)U-2  0.076 

Sletten  Const.  Co. 

$447, 137. 27 

Structure 

10/22/71 

240  Cal 

3/13/72 

-- 

99 

Columbia  Falls-Polebridge 

$457,492.  87 

Days 

Canadian  Line 

EHS-S  377  (4) 

Sandon  Const.  Co. 

... 

Sidewalk  Replacement 

10/30/72 

110  Cal 

NOT  STARTED 

B.N.  Inc.  Overpass- Whitefish 

$101, 923. 58 

Days 

EHS-F-RF  9999(57)U-1 

Midland  Electric  Co. 

$210,910.  57 

Sign  & Traf.  Signals 

2/18/72 

120  Cal 

4/28/72  Fair 

7 

87 

U.S.  Hwys  2 & 93  5.26 

$219,642. 10 

Days 

Kalispell  & Whitefish 

EHS-F-RF  9999(57)  U-2  & 

R.C.  Schmoll  Const.  & 

... 

Traffic  Signals  & Signing 

10/30/72 

90  Cal 

NOT  STARTED 

F 191  (18)  U-91 

Sign  Co. 

Days 

U.S.  2,  U.S.  93  & Mont. 

$23,115.25 

35  8;  Pablo-Kalispell 

SMP  1599-72 

M & S Const. 

$9,224. 76 

Crush  & Stockpile 

10/30/72 

120  Cal 

11/20/72  Poor 

10 

9 

Various  Roads 

$131,342. 50 

Days 

$2,078,  128,  82 


$1,598,384.08  TOTALS  FOR  KALISPELL  DIVISION  - 12-30 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 

Butte  - 21-30  (Cont'd) 

I 15-2  (33)  96  U-2  0.043 

F & S Contracting  Co. 

Divide  - South  Road 

$352,742.79 

I 15-3  (20)  155  U-1  6.847 

Schultz  & Lindsay 

Boulder  Hill  - South 

$4,689,026.  16 

I 15-3  (20)  155  U-2  0.030 

Huckaba  Const. 

Boulder  Hill  - South 

$469,837.  84 

EMP-l  15-3(21)  162  U-1 

Goodfellow  Bros 

Boulder  Hill-No.  5.515 

$4,800,279.27 

EMP  I 15-3(21)  162  U-2 

Riklin  Const.  & 

Boulder  Hill-No.  0.015 

Phil  R.  Blessinger 

1 15-3  (27)  162  5.515 

$131,365. 23 

McIntyre  Const.  & 

Boulder  Hill-No. 

S.  Birch 

S-  RS  59  (6)  3.  845 

$1,207,008.03 

F & S Contracting  Co. 

Alder- Ruby  Dam- So. 

$579,327.23 

I 90-3  (23)  166  U-1  5.995 

Crick  Co. 

Gold  Creek  - East 

$4,200,820.27 

I 90-3  (23)  166  U-3  & 

Nelson  Lndscp  Serv. 

I 90-3  (33)  143  U-2 

$24,765.00 

Gold  Creek- E.  & Bearmouth 

W.  & E. 

I 90-3  (32)  179  U-1  7.091 

N.F.  T.  Inc.  & Assoc. 

Deer  Lodge-No.  & So. 

$1,169,  186.29 

I 90-3  (32)  179  U-2  0.077 

Riklin  Const.  Co.  & 

Deer  Lodge  No.  & So. 

Phil  R.  Blessinger 

EHS-  S-  RS  452  (3)  U- 1 0.  159 

$298, 177. 14 

Jim  Gilman  Exc.  Inc. 

Whitehall-Jefferson  Is. 

$95,305.20 

EHS- S-RS  452(3)  U-2  0.054 

Huckaba  Const. 

Whitehall-Jefferson  Is. 

$239,561.  60 

SMP  2299-72 

Konda  Const.  Inc. 

Various  Roads 

$93,060.00 

$28,418.05 

Structures 

8/11/72 

$3,533,447.42 

G , Agg.  Surf.  , PMS 
Fencing  & Sign 

11/30/71 

$420,692.45 

Structures 

9/20/71 

$3,852,763.48 

G & Rel  Items 

10/22/71 

--- 

Grade  Separation 

10/22/71 

--- 

Agg.  Surf.  , PMS  & 

Sign 

12/1/71 

$67,  647.  56 

G,  Agg.  Surf.  , Fencing 
& Signing 

9/26/72 

$4,259,253.81 

G,  Agg.  Surf.  , PMS 
Fencing,  Sign  Dual 

Rest  Area  & Structure 

6/1/71 

$12, 141. 00 

Lndscp.  Rest  Areas 

1/27/72 

$233,659. 71 

G,  Agg.  Surf.  ,PMBS 
&.  Lighting 

7/27/72 

$59, 149.  68 

Structures 

7/27/72  . 

--- 

G,  Agg.  Surf. 

10/30/72 

-- 

Structure 

10/30/72 

--- 

Crush  & Stockpile 

12/14/72 

210  Cal 
Days 

9/25/72  Good 

10 

12 

300  Cal 
Days 

3/13/72 

10 

73 

300  Cal 
Days 

3/7/72 

90 

350  Cal 
Days 

150  Cal 
Days 

60  Cal 

Days 

11/18/71 

NOT  STARTED 

NOT  STARTED 

81 

180  Cal 
Days 

10/25/72 

38 

14 

330  Cal 
Days 

7/1/71 

10 

97 

6/1/73 

5/1/72 

-- 

-- 

270  Cal 
Days 

8/24/72 

-- 

15 

220  Cal 
Days 

8/29/72  Fair 

3 

20 

200  Cal 
Days 

12/12/72 

-- 

-- 

180  Cal 
Days 

150  Cal 
Days 

12/12/71 

NOT  STARTED 

2 

$32,619,648.84 


$19, 284,  757.  35  TOTALS  FOR  BUTTE  DIVISION  - 21-30 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 


BUTTE  DIVISION  CONSTRUCTION  SECTION  - 21-30 


S OOOS  (38)  24.7 

R.C.  Schmoll  Const.  & 

--- 

Secondary  Hwy.  278 

Sign  Co. 

$5,425.00 

I 15-1  (49)  62  U-1  & 2. 163 

Hilde  Const.  Co.  Inc.  & 

$13,368. 51 

F 387  (14) 

Maronick  Const.  Co. , hic. 

Dillon  - North  & 

Dillon  - Twin  Bridges 

$1,427,682.03 

I 15-1  (49)  62  U-2 

Cop  Const.  Co. 

$131,906.70 

Dillon  - North 

$132,509.30 

I 15-1  (49)  62  U-3  0.027 

Cop  Const.  Co. 

$295,332.33 

Dillon- North 

$369,348.49 

I 15-1  (49)  62  U-4  0.061 

Huckaba  Const. 

$8,000.00 

EHS-F  387  (15) 

Dillon  - North  & 

Dillon-Twin  Bridges 

$495  , 045  . 99 

I 15-1  (50)  85  U-1  2.455 

Washington  Const. 

$1,971,939.77 

Browns  Bridge-No. 

$1,816,329.49 

I- IG  15-1  (50)85  U-2  0.105 

M.  Morrin  & Son  Co. 

$841,190.58 

Browns  Bridge- No. 

$917,400.43 

I 15-1  (55)  87  U-1  & 8.693 

McIntyre  & S.  Birch 

$1,856,968.  93 

I 15-2  (29)  93  U-1 

Melrose- S & Mehrose-N. 

$3,474,590. 13 

I 15-1  (55)87  U-2  & 0.038 

W.  P.  Roscoe  Co. 

$316,630.29 

I 15-2  (29)  93  U-2 

Melrose- S & Melrose-N. 

$435,784.53 

I 15-1  (57)  85,  I 15-1  (58) 

McIntyre  Const.  Co.  & 

$872,077. 94 

64  & 1 15-1  (59)  75  23.  084 

S.  Birch 

Browns  Br.  - N. , Dillon- 
Apex  & Apex- Browns  Br. 

$2,574,004.89 

1 15-1  (60)  51  1.240 

Jim  Gilman  Exc.  Inc. 

— 

Pipe  Organ  Slide  Area 

$69,482.  15 

LSI  15-2  (1)  127 

Jim  Gilman  Exc.  Inc. 

$204,474.50 

Butte  Streets 

$288,715.24 

I 15-2  (33)96  U-1  & 6.420 

Washington  Const. 

$305,694.64 

F-RF  43  (28)  U-1 

Divide  - So.  & 

Wisdom-Divide  Rd. 

$2,262,869.  12 

Signing 

11/20/72 

120  Cal 
Days 

NOT  STARTED 

G , Agg.  Surf.  , PMS, 

Fencing  & Sign 

9/26/72 

210  Cal 
Days 

10/25/72 

-- 

-- 

1 

Cone.  Canal  Str. 

12/1/71 

120  Cal 
Days 

1/11/72 

-- 

-- 

91 

Structure 

2/18/72 

250  Cal 
Days 

3/13/72 

80 

Structures 

9/26/72 

180  Cal 
Days 

11/2/72 

Fair 

6 

1 

G,  Fencing  & Rel.  Items 

7/1/71 

250  Cal 
Days 

9/27/71 

-- 

-- 

-- 

Structure 

7/26/71 

300  Cal 
Days 

9/13/71 

Good 

3 

96 

G,Agg.  Surf.  ,PMBB 

PMBS 

1/27/72 

300  Cal 
Days 

3/27/72 

54 

Structures 

1/27/72 

250  Cal 
Days 

4/27/72 

Fair 

3 

70 

Agg.  Surf.  , PMBB,  PMBS 
& Signing 

Part.  G.,  Agg.  Surf., 

& RMBS 

5/22/72 

12/14/72 

300  Cal 
Days 

60  Cal 

Days 

6/20/72 

NOT  STARTED 

33 

Lndsep  & Rel  Work 

3/27/72 

180  Cal 
Days 

5/1/72 

72 

G,  Fencing  & Rel  Items 

8/11/72 

240  Cal 
Days 

9/5/72 

Fair 

33 
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MONTHLY  CONSTRUCTION  REPORT  - 12/2,1112 


BOZEMAN  DIVISION  CONSTRUCTION  SECTION  - 22-30 


I 90-7  (24)  374  U-1  13,701 

L I 90-8  (62)  388 

Greycliff- E,  & Reedpoint- W, 

Washington  Const, 
$5,079,801,40 

$5,263,384,32 

G,Agg,  Surf,  ,PMBS 

Sign,, Seed,  S;  Lighting 

9/15/70 

400  Cal 
Days 

10/20/70 

COMP,  11/21/72 

1 90-7  (24)  374  U-3 
Greycliff  - E, 

13,408 

Williams  Const, 
$78,067,30 

$77,973,47 

Fencing 

9/15/70 

30  Cal 

Days 

10/15/70 

COMP,  12/5/72 

EHS  I 90-7  (33)  327 
Livingston  - E & W 

14, 288 

Lewis  Const,  Co, 

$523,  119,  55 

$523,023,24 

Safety  Corrections 

5/22/72 

120  Cal 
Days 

6/20/72 

Fair  5 

98 

F-RF  239  (18) 

Wilsall-  White  Sulphu 

8,381 

r 

N,F.T,  Inc,  & Assoc, 
$1,059,  178,  70 

$177,997,31 

G , Agg,  Surf,  , PMBB 

PMBS,  Fenc,  & Sign 

7/27/72 

250  Cal 
Days 

8/22/72 

_ _ 

15 

S-RS  370  (19) 
Bozeman-  Wilsall 

6,746 

Brasel  & Sims  Const, 
$738, 125, 59 

$633,426,09 

G & Agg,  Surf, 

12/1/71 

250  Cal 
Days 

5/24/72 

- - 

88 

S 370  (20) 

Bozeman-  Wilsall 

6,746 

Long  Const,  Co,  , Inc, 
$266,937,  20 

... 

PMBBS,  Seal,  Cover 
& Signing 

10/30/72 

60  Cal 

Days 

NOT  STARTED 

$7,745,229,  74 $6,675,804,43  TOTALS  FOR  BOZEMAN  DIVISION  - 22-30 


GREAT  FALLS  DIVISION  CONSTRUCTION  SECTION  - 31-30 


A- AD  15  (5) 

2,435 

Maronick  Const, 

$16, 764, 35 

Grade  & Agg,  Surf, 

5/3/72 

8/15/72 

5/18/72 

-- 

-- 

25 

Access  Road 

$90,  739,  01 

I 15-5  (57)280  U- 1 

10,  082 

Peter  Kiewit  Sons' 

$3,773,419,88 

G , Agg,  Surf,  , PMBS 

7/1/71 

360  Cal 

8/6/71 

Poor 

9 

96 

Vaughn  - No, 

$3,780,299,64 

Signing  & Fencing 

Days 

I 15-5  (57)  280  U-2 

0,050 

Cop  Const,  Co. 

$521,952,85 

Structures 

7/1/71 

300  Cal 

8/26/71 

-- 

98 

Vaughn  - No, 

$532,215,26 

Days 

I 15-6  (17)  291  U-1 

7,  752 

McIntyre  Const,  Co, 

$3,482,141,  77 

G , Agg,  Surf,  , PMB 

5/26/7 1 

300  Cal 

7/27/71 

-- 

-- 

99 

Power  No,  & So, 

& S,  Birch 

PMS,  Fencing  & Sign 

Days 

$2,958,442,  19 

I 15-6  (17)  291  U-2 

0,014 

Cop  Const,  Co, 

$309,818,44 

Structures 

5/16/71 

240  Cal 

8/17/71 

-- 

-- 

99 

Power  No,  & So, 

$311,731,24 

Days 

1-IG  15-7  (15)  323  & 

9,641 

Zook  Bros, 

$2,763,128,  11 

Agg,  Surf,  ,PMBS  & 

3/30/71 

90  Cal 

9/13/71 

-- 

-- 

98 

RF  211  (16) 

$2,657,  940,69 

Signing 

Days 

Conrad-N  & S & Vaughn -Conrad 

EHS-RF  64  (14)  & 

Utility  Builders,  Inc, 

... 

Guard  Rail  & Bridge 

11/20/72 

30  Cal 

NOT  STARTED 

EHS-F  218  (15) 

$7,187,00 

Approach  Sections 

Days 

Gt,  Falls- Armington  & 
Ulm  - Gt,  Falls 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 
Great  Falls  - 31-30  (Cont'd) 


S-RS90(5)  6.45 

Zook  Bros. 

$506,252. 90 

G,Agg.Surf.  , PMB 

4/27/72 

180  Cal 

5/31/72 

-- 

93 

Dutton  - East 

$601,311.  70 

Days 

EHS-T  9052  (3),  (4),  & (5) 

Lewis  Const.  Co. 

$179,824.39 

Traf.  Cont.  Devices 

3/27/72 

120  Cal 

5/8/72 

Fair  21 

85 

Var.  Intersections-Gt.  Falls 

$206,397.80 

& Guard  Rail 

Days 

EHS-T  9052  (6) 

Utility  Builders  Inc. 

$16,162.77 

Cone.  Paving,  Sign.  , 

7/27/72 

90  Cal 

9/7/72 

-- 

10 

Park  Drlve-Gt.  Falls 

$154,249.  96 

Signals 

Days 

EHS-T  9052  (7)  & (8) 

Cascade  Electric  Co. 

$13,568.27 

Traf.  Cont.  Devices 

6/19/72 

90  Cal 

8/23/72 

-- 

17 

City  of  Gt.  Falls 

$82,346.  11 

Days 

T 9052  (11) 

Long  Const.  Co. 

--- 

Widening,  Signing,  Light 

10/30/72 

60  Cal 

NOT  STARTED 

Int.  4th  St.  NE  & Smelter 

$56,992.08 

8i  Incidental  Work 

Days 

Ave. -Gt.  Falls 

F 9999  (24)  122.0 

Watters  Const.  Co. 

$68,348.  36 

Sign  & Delineation 

10/22/71 

180  Cal 

5/3/72 

COMP.  12/14/72 

U.S.  Hwys.  87  & 89 

$57,  140.  80 

Days 

& Mont.  Hwys  21  & 200 

$11,496,993.48 

$11,651,382.09 

TOTALS  FOR  GREAT  FALLS  DIVISION  - 

31-30 

HAVRE  DIVISION  CONSTRUCTION  SECTION  - 32-30 

F-RF  101  (9)  7.314 

Baltrusch  Const.  & Aff. 

$37,  122.00 

PMB  Overlay 

7/27/72 

no  Cal 

9/26/72 

15 

Zurich  - Harlem 

$241,935.45 

Days 

S-RS  193  (13)  3.758 

Zook  Bros. 

$160,022.67 

G,Agg.  Surf.  , PMS, 

8/23/72 

180  Cal 

9/27/72 

-- 

38 

Valler  - Cut  Bank 

$347,867.  15 

Fence  &.  Signing 

Days 

F-RF  226  (1)  U-90  11.641 

Zook  Bros. 

$270,654.91 

G , Agg.  Surf. , PMBB 

4/27/72 

90  Cal 

7/28/72 

-- 

89 

E.  Glacier  - Kiowa  Jet. 

$301, 181.  28 

PMBS  & Traf.  Cont.  Devices 

Days 

S-RS  237  (10)  U-1  5.926 

Zook  Bros. 

$63, 606. 65 

G,Agg.  Surf. , PMB,  Seal 

8/23/72 

210  Cal 

10/31/72 

Slow  11 

12 

Oilmont-East 

$626,883.26 

Fence  & Signing 

Days 

S-RS  237  (10)  U-2  0.047 

Volk  Const.  Inc. 

--- 

Structures 

9/26/72 

145  Cal 

12/20/72 

-- 

-- 

Oilmont  - East 

$152,594.26 

Days 

S 301  (17)  0.161 

Sletten  Const.  Co. 

$338, 100. 58 

Structures  & Approaches 

5/22/72 

270  Cal 

7/11/72 

Good  13 

43 

Havre- Canadian  Line 

$788,931.81 

Days 

EPS  F 9999  (48)  130.4 

Western  Sign  Corp. 

$80,  147.  78 

Sign  & Delineation  & 

1/27/72 

60  Cal 

4/26/72 

-- 

96 

U.S.  Hwys  89  & 2 

$86, 612. 05 

Traffic  Signals 

Days 

& Mont.  49 


$2,546,005,26 $949,654.59 


TOTALS  FOR  HAVRE  DRTSION  - 32-30 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 
GLENDIVE  DIVISION  CONSTRUCTION  SECTION  - 41-30 


I 94-5  (15)  173 

Midland  Electric  Co. 

--- 

Terry  - West  Interch. 

$26,747.00 

I 94-6  (21)  191  U-1 

5.791 

Wm.  Clairmont,  Inc. 

$1,488,524.65 

Dawson  Co.  Line-E. 

$2,282,877.49 

I 94-6  (21)  191  U-2 

0.011 

Schultz  & Lindsay 

$245, 561.  96 

Dawson  Co.  Line-E. 

$247,677.  54 

I 94-6  (22)  197  U-1 

6.823 

Wm.  Clairmont,  Inc. 

$1,  174,821. 71 

Milepost  197  - E. 

$2,266, 395. 58 

I 94-6  (22)  197  U-2 

0.026 

Walter  Mackin  & Son 

$147,895.  35 

Milepost  197  - E. 

$187,851.80 

EHS-I  94-7(9)233  PS  U-1 

Hilde  Const.  Co. 

$1,652,592.28 

Wibaux  - E & W 

15.  280 

$3,695,120.03 

I 94-7  (10)  233 

0.072 

Schultz  & Meyer  Const. 

$170,968.99 

Wibaux  - E.  & W. 

$656, 852. 39 

S-RS  128  (13) 

8.  968 

Schultz  & Meyer  Const. 

$306,579.  00 

Wibaux  - Sidney 

$341,718.70 

F-RF  245  (24)  U-1 

10.  181 

Schultz  & Meyer  Const. 

$917,398.  51 

Glendive  - Sidney 

$2,554, 731. 55 

F-RF  245  (24)  U-2 

0.034 

F.  L.  Flynn  & Co. 

$121,242.40 

Glendive  - Sidney 

$130,969.  65 

F-RF  245  (24)  U-3 

0.017 

F.  L.  Flynn  & Co. 

--- 

Glendive  - Sidney 

$168,091.  96 

F 9999  (66) 

107.7 

Western  Sign  Corp. 

--- 

Mont.  Highways  16, 

$112,870. 81 

23  & 200 

$12,671,904.  50 

$6,  225, 584. 85 

WOLF  POLNT  DIVISION  CONSTRUCTION  SECTION  - 42-30 

ERFO  70  (1)  U-2 

0.018 

VoDc  Const.  Inc. 

Nashua  - Wolf  Point 

$209,261.81 

S-RS  98  (5) 

5.848 

Joe  Mayo  & Sons,  Inc. 

... 

Wolf  Point-N.  & E. 

$515, 893. 53 

Loop- So.  Section 


Partial  Lighting 

G , Agg.  Surf.  , PMB 

8/11/72 

12/1/71 

30  Cal 
Days 

300  Cal 

NOT  STARTED 

4/4/72 

73 

PMS,  Fencing  & Sign 
Structures 

12/16/71 

Days 

210  Cal 

3/17/72 

.. 

99 

G,  Agg.  Surf.  , PMBB 

4/27/72 

Days 

300  Cal 

5/17/72 

67 

PMBS  & Sign  & Fence 
Structure 

4/27/72 

Days 

150  Cal 

6/29/72 

80 

G,  Agg.  Surf. , PMS 

1/6/72 

Days 

360  Cal 

5/3/72 

Poor 

38 

44 

& Interch.  Light 

Structures 

5/22/72 

Days 

310  Cal 

7/7/72 

Poor 

28 

Agg.  Surf.  , PMBB  & 

7/27/72 

Days 

120  Cal 

9/8/72 

88 

Signing 

G,Agg.  Surf.  , PMBB 

4/27/72 

Days 

120  Cal 

6/19/72 

38 

PMBS  & Traf.  Cont.  Devices 
Structure 

4/27/72 

Days 

130  Cal 

8/15/72 

Poor 

4 

94 

Structure 

Signing 

7/27/72 

10/30/72 

Days 

130  Cal 
Days 

60  Cal 

Days 

NOT  STARTED 

NOT  STARTED 

TOTALS  FOR  GLENDIVE  DIVISION  - 41-30 


G , Agg.  Surf. , Road 
MBS  & Structure 
G.Agg.  Surf. , PMBB, 
Fencing  & Signing 


11/3/72  200  Cal  11/27/72 

Days 

11/20/72  210  Cal 

Days 


4 1 


NOT  STARTED 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 
Wolf  Point  - 42-30  (Cont'd) 


F-RF  152  (11)  U-1  7.454 

Harlem- Dodson 

Nilson-Smith  Const. 
$1,319,230.66 

$1,311,959.  14 

G,Agg.  Surf.  ,PMBB 
& Signing 

7/1/71 

360  Cal 
Days 

8/9/71 

97 

S 415(5),  RS  415(4),  14.362 

& S-RS  417  (6) 

Med.  Lake-E.,  Dagmar- 
Coalridge-McElroy  & Ancelope- 
Coalridge 

Gus  M.  Albert 
$480,  139.30 

$270,240.  74 

Agg.  Surf.  , & PMB 

12/1/71 

150  Cal 
Days 

8/17/72 

46 

EHS  F 9999  (65)  129.3 

Various  Roads 

Utility  Builders  Inc. 

$80,  161.68 

$45, 952.  69 

Signing,  Signals  & 
Lights 

8/11/72 

30  Cal 

Days 

9/26/72 

57 

$2,604,686.98 

$1,628,152.57 

TOTALS  FOR  WOLF  POINT  DIVISION  - 42-30 

BILLINGS  DIVISION  CONSTRUCTION  SECTION  - 51-30 


I 90-8  (52)  396  U-1,  13.336 

Schultz  & Lindsay 

$6,896,787.04 

G,  Agg.  Surf.  ,PMBS 

3/26/70 

500  Cal 

4/13/70 

COMP.  12/9/72 

I 90-8  (63)  406  U-1  & 

F 408  (3) 

Columbus  - E & W & 9th  St. 

$6,846,354. 10 

& Signing 

Days 

Spur  - Columbus 

I 90-8  (68)  418  U-1  & 

Fred  Strandberg  Const. 

$483,835.24 

Dual  Rest  Area 

7/17/71 

210  Cal 

8/27/71 

99 

I 90-9  (39)  476  U-1 

Park  City-  W & Big  Horn  Co. 
Line  - E. 

$463,802.50 

Days 

I 90-8  (68)  418  U-2 

Papp  Landscaping 

$6,854.09 

Lndscp.  Rest  Areas 

1/27/72 

11/1/72 

9/19/72 

-- 

99 

I 90-9  (39)  476  U-2  & 

I 94-3  (30)  105  U-2 

Park  City  - W.  , Big  Horn  Co. 

$7,213.00 

Line  - E.  & Rosebud- E.  Section 

I 90-8  (69)  455  & 29.358 

Western  Sign  Corp. 

$139,885.25 

Sign,  Delineation  & 

12/1/71 

10  Cal 

5/5/72 

-- 

83 

I 90-9  (41)  471 

Pinehill  & Big  Horn  Co. 

$164,180.97 

Sign  Lighting 

Days 

Line-W,  & Big  Horn  Co.  Line  E. 

I 90-8  (72)  407 

R.C.  Schmoll  Const. 

--- 

Lighting 

11/20/72 

30  Cal 

NOT  STARTED 

Columbus  Interchange 

& Sign  Co. 

$23,420.  50 

Days 

I IG  90-9  (26)471  U-3  13.064 

Empire  Sand  & Gravel 

$2,177,766.31 

Surf.  & PMBS 

1/26/71 

120  Cal 

8/12/71 

__ 

88 

Big  Horn  Co.  Line  - E. 

& Wm.  Collins  & Sons 
$2,606,851.98 

Days 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 
Billings  - 51-30  (Cont'd) 


I 90-9  (40)  493 

R.  C.  Schmoll  Const.  & 

--- 

Hardin  Interchanges 

Sign  Co. 

$45, 005. 75 

I 94-1  (28)  35  U-1 

7. 192 

Schulz  & Meyer  Const. 

--- 

Custer  - West 

$3,046,967.04 

I 94-1  (28)  35  U-2 

0.022 

F.  L.  Flynn  & Co. 

--- 

Custer  - West 

$155,462. 36 

I 94-1  (34)  46  U-1 

3.  740 

Schultz  & Meyer  Const. 

$43,798.  bO 

Custer  E.  & W.  (E.Sect. ) 

$1,603,  266.45 

I 94-1  (34)  46  U-3 

0.014 

F.  L.  Flynn  & Co. 

--- 

Custer  E.  & W.  (E.Sect.) 

$164,302. 84 

S 132  (6) 

1.692 

Sletten  Const. 

$1,585,881.27 

Billings-So. 

$1,601,063.25 

F 187  (E)  U-90 

0.776 

Empire  Sand  & Gravel 

$71,519.  73 

Third  Street- Hardin 

$270,437.  80 

FI  188  (C)  U-90 

1.644 

Empire  Sand  & Gravel 

--- 

Crow  Agency  Frontage  Rd. 

$103, 007. 65 

S-RS  207  (9) 

13.0 

Empire  Sand  & Gravel 

$96, 160. 00 

Busby- Wyo.  Line 

$427,771.  80 

EHS-T  9010  (7)  & (8) 

Yellowstone  Electric 

$129,347.  25 

Billings  St.  Intersections 

$192,  192.49 

SMP  0299-01-72 

Hilde  Const.  Inc.  & 

--- 

Various  Roads 

Maronick  Const.  Co.,  Inc. 
$117,467. 50 

$17,838,767.98 

$11,631,834.78 

MILES  CITY  DIVISION  CONSTRUCTION  SECTION  - 52-30 

S-RS  45  (10)  5.694 

Brandenberg- Garland- 
Miles  City 

Gus  M.  Albert 
$196,252.  90 

$161,005.81 

F-RF  86  (38)  0.118 

Miles  City-No.  Dak.  Line 

Cop  Const.  Co. 
$549,672.49 

$520, 118.  05 

F-RF  86  (39)  6.280 

Miles  City-No.  Dak.  Line 

Hilde  Const.  Co.  & 
Maronick  Const. 
$1,214,071.98 

$351, 111. 95 

Lighting 

11/20/72 

30  Cal 

Days 

NOT  STARTED 

G,  Fencing  & Rel  Items 

10/30/72 

250  Cal 
Days 

NOT  STARTED 

Structures 

10/30/72 

140  Cal 
Days 

NOT  STARTED 

G,  Agg.  Surf.  , PMBB, 

11/3/72 

380  Cal 

11/10/72 

-- 

3 

PMBS,  Fencing  ii  Signing 

Days 

Structures 

11/3/72 

120  Cal 
Days 

NOT  STARTED 

G,Agg.Surf. , PMBS  & 

10/26/70 

425  Cal 

11/18/70 

-- 

98 

Structures 

Days 

G,  Agg.  Surf.  , PMBB, 

7/27/72 

120  Cal 

9/6/72 

-- 

26 

& PMBS 

Days 

Plant  Mix  Overlay,  G.  , 

8/11/72 

120  Cal 

NOT  STARTED 

Agg.  Surf.  , & PMBS 

Days 

Agg.  Surf.  , PMBB,  Seal 

9/26/72 

180  Cal 

10/31/72  Fair 

10 

22 

& Cover 

Days 

Traffic  Cont.  Devices 

3/27/72 

150  Cal 
Days 

6/19/72 

2 

70 

Crush  & Stockpile 

12/14/72 

150  Cal 
Days 

NOT  STARTED 

TOTALS  FOR  BILLINGS  DIVISION  - 51-30 


Agg.  Surf.  , PMBS  & 

Sign 

12/1/71 

150  Cal 
Days 

3/22/72 

91 

Structure 

12/1/71 

275  Cal 
Days 

3/9/72 

-- 

-- 

95 

G , Agg.  Surf.  , PMBB  & 
PMBS 

8/11/72 

220  Cal 
Days 

9/11/72 
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MONTHLY  CONSTRUCTION  REPORT  - 12/31/72 

Miles  City  - 52-30  (Cont’d) 

I 94-2  (18)  60  & 8.  156 

I 94-3  (25)  76  U- 1 

R.  J.  Studer  & Sons 
$1,476,683.61 

$384,880. 98 

G & Agg.Surf.  ,P1VIBB  & 
PMBS 

7/27/72 

270  Cal 

Davs 

9/1/72 

-- 

-- 

27 

Hysham  E.  & \V.  Access 

Rd.  & Rosebud  Co.  Line  E. 

I 94-3  (25)  76  U-2  0.034 

Rosebud  Co.  Line  - E. 

F.  L.  Flynn  & Co. 
$148,983.64 

$58,837.63 

Structure 

7/27/72 

135  Cal 
Days 

250  Cal 
Days 

10/4/72 

Fair 

3 

35 

I 94-4  (23)  127  U-3  0.055 

Miles  City  - West 

N.  A.  Nelson  Const. 
$368,487.48 

$26,307. 77 

Structures 

9/26/72 

10/30/72 

Fair 

6 

10 

I 94-4  (24)  136  U-1  10.938 

Miles  City  - East 

Wm.  Clairmont,  Inc. 
$2,816,791.35 

$12,653.  59 

G,Agg.  Surf.  ,PMBB 

PMBS,  Sign  & Fencing 

7/27/72 

300  Cal 
Days 

9/6/72 

Poor 

11 

3 

I 94-4  (24)  136  U-2  0.073 

Miles  City  - East 

Sletten  Const. 

$748,045.  80 

$42,686.50 

Structures 

9/26/72 

280  Cal 
Days 

10/27/72 

Fair 

9 

6 

I 94-4  (27)  119  U-1  8.138 

Hathaway  - East 

S-RS  460  (6)  U-1  0.879 

Biddle  - East 

Joe  Mayo  & Son  Inc. 

& Richardson  Const. 
$1,571,225.85 

Big  Sky  Const.  Inc. 
$135,073.05 

$1,556,320.53 

G,Agg.  Surf.  , PMBS, 
Fencing  & Signing 

G,  Agg.  Surf.  ,&  Rel  Items 

7/1/71 

10/30/72 

270  Cal 
Days 

180  Cal 
Days 

7/12/71 

NOT  STARTED 

99 

S-RS  460  (6)  U-2  0.034 

Biddle  - East 

Walter  Mackin  & Son 
$134,393.44 

Structure 

10/30/72 

150  Cal 
Days 

11/29/72 

Good 

4 

7 

$9,359,681.59 

$3, 113,922. 81 

TOTALS  FOR  MILES  CITY  DIVISION  - 52-30 

LEWISTOWN  DIVISION  CONSTRUCTION  SECTION  - 53-30 


F-RF  256  (32)  U-1  11.848 

Grass  Range  - Jordan 

F-RF  256  (36)  U-1  4.847 

Musselshell  River- 
East  & West  Section 

Joe  Mayo  & Son  Inc. 
$2,125,326. 11 

Wickens  Bros. 
$800,778.49 

$2,308,049.  19 

G,PMBB,  PMBS  & Sign 

G,  Agg.  Surf.  , PMBS 
Fencing  & Signing 

3/27/72 

11/20/72 

250  Cal 
Days 

300  Cal 
Days 

5/2/72 

NOl  STARTED 

99 

F-RF  256  (36)  U-2 

Musselshell  River- E.  & W.  Sec 

Cop  Const.  Co. 
t. $384,  302.  73 

--- 

Structures 

11/20/72 

250  Cal 
Days 

180  Cal 
Days 

150  Cal 
Days 

NOT  STAR! ED 

S-RS  342  (10)  13.704 

Arrow  Creek-Brooks 

SMP  1499-72 

Various  Roads 

Schultz  & Meyer  Const. 
$743,990.57 

Peter  Kiewit  Sons’  Co. 
$77,  160.00 

$696,203.  54 

PMB  Overlay,  Shoulder 
Widening  & Signing 

Crush  & Stockpile 

4/27/72 

11/20/72 

5/31/72 

NOT  STARTED 

87 

$4,131,557.90 

$3,004,252.  73 

TOTALS  FOR  LEWISTOWN  DIVISION  - 53-30 

$121,505,516,23 


$75,831,280.22  GRAND  TOTALS  STATEWIDE 
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